COUNTY ROAD ESTIMATES 1955 


1954 1979 
Maintenance Lxpenditure Estimates 
Sanding 40,500.00 ® 10,600.00 
Snowfence 300,00 3,000.00 
Snow Roads 7,000.00 7,000.00 
Brushing 1,500.00 2,000.00 
Ditching 10 000,00 “10,000.00 
Dragging 12,000.00 12,000.00 
Dust Layer Calcium 14,000.00 15,000.00 
Dust Layer Prime 60,000.00 60,000.00 
Grading 1,100.00 1.500,00 
Gravel 75,000.00 55,000.00 
Guard Rails & Signs 000,00 10 ,000,00 
Malton Paved Road a4 900,00 3,000.00 
Pavement Repairs 21,000.00 25,000.00 
R.R. Gates & Wigwags ,, 200,00 L, 200,00 
Surface Treating 41,000.00 33,000.00 
Weed Cutting 1,600.00 1,600.00 
Weed Spraying 2,800.00 3,000.00 
Halton Boundary 2,600.00 3,000.00 
Wellington Boundary 50.00 200.00 
Bridges = Boundary 50,00 2,000.00 
Bridges = County Road 300.00 3000.00 
Culverts 1, 300,00 500.00 
Traffic Counters 700 00 500,00 
Brampton 200.00 1 000,00 — 


Total Maintenance 298 , 500.00 


COUNTY ROAD ESTIMATES 1955 


Maintenance TeTECTICCTOPIP LTCC LTCC ere oe Ue 
Construction, held over from 1954 
Albion & Toronto Gore - Grading “lildfield: $5000, « 


Caledon-Grading Con.3E.Lots 15/16 $2500, 7 
Paving Con.LE.Lots 15/16 8000. - 10500,’¢ 


Streetsville-Finish Pavement » 15000 .%) 30,500.00 


Cinstruction - 1955 


Albion - Murray's Bridge 15000, ~ 
i Grading * 5000 ,#) 20,000.00 
Caledon - Pavement-Con 2E, Lots 15/16 * 10000. 
Forks Road "3000, 6213 ,000.00 
Chinguacousy - 2 Joss 300C, 
Huttonville Corner & 4th Line 4 6000._ 
Pavement 27 sideroad CVon.1E ~ 14000 /€) 23,000.00 
Toronto Gore - Grading,Granular Base 9th * 8,000.00 
| Line 


Toronto Township - Pavement 4th Line W. - L0000, 
" Malton Sideroad *_70000. 110,000.00 


Bolton - Complete Conduit on West End - 8,000.00 
Brampton - Resurface part Queen West — 000,00 
Port Credit - Resurface part Joseph St. 2,000.00 
otreetsville -~ Thomas Street | 3000 ,00 
Contingencies 10,000.00 _ 


@ 234,500.00 


General Accounts 


ow DAC OEe tec eee ee ne eo nee ek ewe ew “Pus 
Meehinery DRC Sesasccecasvvesebionsce 2000, 
DUpGrN LONGUS sc sadke oe tees wae we ee LOUD, 
Miscellaneous - Tool, Holiday Pay, 
U.I. Stmps, Insurance etc...e.00000 3500, 
Aou £Oe GUD e otvee0 ieee eaewiadega alts $ 44,500.00 


Urban Refunds 22,500.00 


TOTAL $600,000.00 


MINUTES 
GOOD ROADS COMMITTEE 


Court House, Brampton, 
Jan. 6th, 1955. 


Peel County Roads Committee met on the above date at 
1.30 P. M. 
Members present: E. Walsh, W. J. Wilkinson and W. C. Arch. ” 
As a quorum was not present it was deciddd to deal with 
urgent business only. 
Moved by W. J. Wilkinson Seconded by W. C. Arch 
That Bay Sheets # 121 to #124, inclusive and # 126 to 
# 134 inclusive be approved for payment, 
Carried. 
Moved by W. C. Arch Seconded by W. J. Wilkinson 
That we pay the sum of $31.25 to John Scott for sick 
leave, while under a Doctors care, and that this Committee 
recommend to the 1955 County Council the advisability of 
setting up a system of sick benefits for County Employees. 
Carried. 


There being no further business the meeting adjourned, 


Drew ve ctherpod_ Llib Scene 


secretary Chairman 


MINUTES 
GOOD ROADS COMMITTEE 


Court House, Brampton, 
January 26th, 1955. 


Peel County Roads Committee met on the above date at 
1:30 p.m. will all the members of Council to discuss the 
1955 road estimates. 

E.W. Walsh, Chairman presided. 

A delegation was present from Derry West headed by Mrs 
Ruth Houck, Mrs. Houck addressed the committee re the 
dangerous conditions of the cross roads at Derry West and 
asked the Committee to support installation of Traffic Lights, 
The Chairman assured Mrs. Houck that consideration would be 
given to her request. 


The attached road buudget was adopted by the committee. 


Secretary Chairman 


MINUTES 
GOOD ROADS COMMITTEE 


Court House, Brampton, 
February 8th, 1955. 


Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 
Members were all present. 
E. Walsh, Chairman, presided. 
Minutes of the January 6th and January 26th meeting were 
readcand on motion adopted. 
Moved by C. Clark Seconded by J. C. Saddington 
That pay sheet Number 135, 1954, and pay sheets Numbered 
1 to 11,,1955, inclusive be approved for payment. 
Carried 
Moved by J. C. Saddington Seconded by J. C. Goodfellow 
Before 
And Resolved that as from this date forward any contracts 
are given to companies or personnel for work to be done, 
proof that the said contractor is carrying compensation 
insurance must be furnished to the County Engineer or his 
representative. 
Carried. 
Moved by J. C. Goodfellow Seconded by C. Clark 
That the balance of the account of Mr. S. Dick of Bolton 
for hauling sand during the 1953 - 54 season be approved 
for payment. 
Carried. 
Moved by J. C. Goodfellow Seconded by J. C. saddington 
And Rgsolved that the County of Peel employ one Internat- 
ional Truck with Frink Plow from Peel Construction Co. Ltd., 
at the following amended rates subject to the approval of the 
Department of Highways: 


Plowing Time $4.25 per hour 
Standby Time $10.00 per day. 
Carried, 


Moved by Mrs. Fix Seconded by J. C. Saddington 
And Resolved that the County of Peel employ at the 


earliest possible time a qualified engineer as an assistant 


( 


- 


to Mr. Powell, subject to the approval of the Department 
of Highways. 


Carried. 


Phemy 3. 7 a PALIT, pees 


secretary Chairman 


MINUTES 
GOOD ROADS COMMITTEE 


Court House, Brampton, 
March 8th, 1955 


Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 

Members were all present. 

E. Walsh, Chairman, presided. 

Minutes of the February meeting were read and on motion 
adopted. 

Moved by J. C. Goodfellow Seconded by C. Clark 

That pay sheets Number 7A and Number 12 to Number ely 
inclusive be approved for payment. 

Carried. 

Moved by C. Clark Seconded by J. GC. Goodfellow 

And Resolved that tenders be called for paving concession 
One East, Lots 27 and 28, Township of Chinguacousy. Tenders 
to close April Ath, 1955. 

Carried. 

Moved by C. Clark Seconded by J. C. Saddington 

And Resolved that the contract awarded to the Standard 
Paving Company in 1954 for paving the first concession East 
on 15 Sideroad in Caledon be cancelled and that new tenders 
be called for paving concessions one and two East on the 
same side road, tenders to close on April 4th. 1955. 


Carried, 
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secretary Chairman 


MINUTES 
GOOD ROADS COMMITTEE 


Court House, Brampton, 
March 30th, 1955. 


Peel County Good Roads Committee met on the above date 
at 8 P. M. 

Members were all present except Mary Fix and J. C. 
Goodfellow. 

E. Walsh Chairman, presided. 

As this was a special meeting called to interview 
applicants for the position of Assistant Engineer no 
minutes were read. 

The Committee interviewed Mr. J. P. Flaherty and Mr. 
Robert A. Cruise. 

Moved by J. C. Saddington Seconded by C. Clark 

And Resolved that Mr. Robert A. Cruise of Weston be 
employed as Assistant County Engineer at an annual salary 
of $4200.00. 

Carried. 


There being no further business the meeting adjourned. 


LWabk 222 ey a) hecethunfrr 


Chairman Secretary 


MINUTES 
ROAD COMMITTEE 


Court House, Brampton, 
April 5th, 1955 


Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 

Members were all present except Mrs. Fix and Mr, 
Goodfellow. 

E. Walsh, Chairman presided. 

Minutes of the March &th and March 30th meeting were 
read and on motion adopted. 

Moved by N. J. Black Seconded by J. C. Saddington 

That pay sheets nea to fa NAGREBE NE be approved 
for payment. 

Carried. 

Moved by J. C. Saddington Seconded by N. J. Black 

That County Road employges be given an increase in pay of 
five cents per hour and that G. E. Bonham be paid at the 
rate of $4000.00 per year. 

Carried. 

Moved by N. J. Black Seconded by J. C. Saddington 

And Resolved that Franceshini Bros. Construction Ltd., 
be awarded the contract for supplying 3/8 " crushed rock 
chips as per their tender dated April 5th, 1955. 

Carried. 

Moved by J. C. Saddington Seconded by C. Clark 

And Resolved that Standard Paving Limited be wawarded the 
contract for paving Concessions 1 and 2 East, Lots 15 and 16 
on County Road Number 11, Township of Caledon for the sum 
of $12,606.00; 

And Be It Further Resolved that the said Company be 
awarded the contract for paving Concession 1 East, Lots 27 
jand 28, on County Road Number 9, Township of Chinguacousy 
for the sum of $6,578.00. 

Carried. 
Moved by J. CG. Saddington Seconded by C. Clark 
And Resolved that the tender of Peel Construction for the 


application of Bituminous Materials as per their tender 


x 


2 


|dated April 5th, 1955 be accepted. 


Carried, 


There being no further business the meeting adjourned. 


Hear lrited®. Eglo 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 


Court House, Brampton, 
May 10th, 1955 


Peel County Roads Committee met on the above date at 1.30 
P. M. 
Members were all present. 
BE. Walsh, Chairman presided. 
Minutes of the April meeting were read and on motion 
adopted. 
Moved by N. J. Black Seconded by “— Goodfellow 
That pay sheets PEE er a4 to Number 42. inclusive be 
approved for payment. 
Carried. 
It was decided to hold a special meeting to open tenders 
for construction work on Tuesday evening May 24th at 8 P. M. 
Moved by C. Clark Seconded by J. C. Saddington 
That M. J. Rose and 0. V. Martini be employed for the 
summer at a salary of $250.00 per month, each, payable 
semi monthly, and also R. Sellers as stake man at $1.05 
per hour. 
Carried. 


There being no further business the meeting adjourned. 
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Secretary Chairman 


MINUTES 
ROAD COMMITTEE 


Court House, Brampton, 


Peel County Good Roads Committee met on the above date 
prior to a Council Meeting at 7.30 P. M. 
Members were all present except Mary Fix. 
KE. Walsh, Chairman presided. 
Moved by J. C. Goodfellow Seconded by C. Clark 
That the tender of Harry Beer of Alton be accepted for 
grading on Caledon Sideroad East, in Concession two and four 
at .18¢ per cubic yard. Total of tender at unit prices 
$1796.00. Subject to the approval of the Department of 
Highways. 
Carried. 
Moved by N. J. Black Seconded by C. Clark 
That the tender of Harry Beer of Alton be accepted for 
grading at Murrays' Hill, Lots 4 and 5, Concession 3 and 4, 
Township of Albion. Total of tender at unit prices $8100.00. 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by J. C. Goodfellow Seconded by C. Clark 
That the tender of the Peel Construction Company be 
accepted for paving the road between Concessions four and five 
West, Lots 11 to 15, Township of Toronto at unit prices 
totalling $41,463.25. Subject to the approval of the 
Department of Highways. 
Carried. 


There being no further business the meetigg adjourned. 


Secretary 


MINUTES 
ROAD COMMITTEE 


Court House, Brampton, 
June li4th, 1955. 


Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 

Members were all present except Mary Fix and J. C. 
Saddington. 

E. Walsh, Chairman presided. 

Minutes of the May 10th and May 31st meeting were read 
and on motion adopted. 

Moved by C. Clark Seconded by N. J. Black 

That pay sheets Number, 44 to Number 66 inclusive be 
approved for payment. 

Carried. 

The following following communications were read: 
Toronto Township School Area Number One re installation of a 
hand operated stop light. 

Insurance Adjustor re accident of Mr. Norman Smith. 
Mr. P. Cronin, Albion re an accident on a County road. 
Canadian Good Roads Association re annual convention. 

Moved by J. C. Goodfellow Seconded by C. Clark 

That this Committee recommend to County Council that the 
County Engineer, Chairman of the Roads Committee, the Warden 
and the Clerk be delegates to the Canadian Good Roads 
Vonvention in Banff, with expenses paid by the County. 

Carried. 
Mr. Powell reported on construction work in the County. 


There being no further bisness the meeting adjourned. 
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Secre6ary Chairman 


MINUTES 
ROAD COMMITTEE 


Court House, Brampton, 
July 5th, 1955, 


Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 

Members were all present except Mary Fix and N. J. 
Black. 

E. Walsh, Chairman presided. 

Minutes of the June meeting were read and on motion 
adopted. 

Moved by J. ©. Saddington Seconded by J. C. Goodfellow 

That pay sheets numbered, 57 to Number Oh, insluatve be 
approved for payment. 

Carried. 

Moved by J. CG. Goodfellow Seconded by J. C. Saddington 

And Resolved that a Chevrolet be purchased from Bruce 
Macdougall Motors Limited for the sum of $1895.00 as per 
their tender dated July 5th, 1955. Subject to the approval 
of the Department of Highways. 

Carried. 

The following communications were read: 
Frank Cowan Company re Liability Insurance. 
Mr, Thomas Wilson, Belfountain re an accident on a County 
Road. 
Mr. D. McDevitt, Albion re an accident on a County Road. 
Lees & Lees, Barristers, Hamilton re accident on a County 
Road by L. J. Stewart. 
Department of Highways approval of additional appropriation 
By-law in the amount of $50,000.00. 

Mr. Powell reported on construction work in the County. 


There being no further business the meeting adjourned. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 


Court House, Brampton, 
July 7th, 1955 


Peel County Good Roads Committee met on the above date 
prior to a Council meeting at 7 P. M. 
Members were all present except E. Walsh. 
C. Clark was appointed Acting Clairman for the meeting. 
Moved by Mary Fix Seconded by N. J. Black 
That pay sheets Number. 65 to Number 67, inclusive be 
approved for payment. 
Carried. 
Mr. Dave Richards of the Frank Cowan Company of Woodstock 
was present and addressed the Committee re insurance coverage 
with respect to weed spraying damage. 
Moved by J. C. Saddington Seconded by J. C. Goodfellow 
And Resolved that the County take weed spraying insurance 
for the following amounts $10,000.00 in any one day and 
$100,000.00 in any twive months, the premium to be $100.00 
for oneyeazr,. 
Carried. 


There being no further business the meeting adjourned. 


They i Bettug® ete, Wa 


Secretary Cpairman 


MINUTES fog 2 oi9 - 


ROAD COMMITTEE 

Peel County Good Roads Committee met on the above date 
at 9 P. M. 

As this was a special meeting called to open tenders no 
minutes were read. 

Members were all present except die Fix. 

EK. Walsh Chairman presided. 

Tenders were opened for the completion of the Bolton 
Drain. . 

As the tenders ran over the estimated cost of the drain 


no tender was accepted. 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, Auge 4th, 1955, 
Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 
EZ. Walsh, Chairman presided. 
Members were all present except J. C. Saddington. 
Minutes of the July 5th, July 7th and July 28th 
meeting were read and on motion adopted. 
Moved by C. Clark Seconded by Mary Fix 
That pay sheets Number 68 to Number 77, inclusive be 
approved for payment. . 
Carried. 
Moved by Mary Fix Seconded by C. Clark 
And Resolved that delegates to the Canadian Good Roads 
Convention be paid the sum of $450.00 expense money. 
Carried. 
Moved by Mary Fix Seconded by C. Clark 
That the Hydro-Electric Commission (Toronto Township) be 
requested to install at Dundas and Mississauga corner a 
yellow sodium light similar to the one at Pinewood and 
Number 10 Highway. 
Carried, 
Moved by Mary Fix Seconded by J. C. Goodfellow 
That Mr. G. Lister, 148 Empress Avenue, Willowdale be 
employed by the County to make land valuations re widening 
the 3rd line Toronto Township. 
Carried. 


There being no further business the meeting adjourned, 


MINUTES 
ROAD COMMITTEE 
Brampton, Sep. 6th, 1955. 

Peel County Good Roads Committee met onthe above date 
at 1.30 P. M. 

Members were all present except Mary Fix and J. C. 
Goodfellow. 

Chairman E. Walsh presided. 

Minutes of the previousm eeting were read and on motion 
adopted. 

Moved by N. J. Black Seconded by C. Clark 

That pay sheets number .78 to number 88, inclusive be 
approved for payment. 

Carried. 
Moved by C. Clark Seconded by N. J. Black 
That the following Road accounts receivable be written 


off: 


J. Phillips 11,60 
Re. MeLean 14. 2h 
Inglewood Police Village 299.33 
Bradshwew 90.00 
Cheltenham Bridge 245.87 
Cheltenham Bridge 90.00 (1955) 
Carried. 


There being no further busimess the meeting adjourned. 


A thrice OS Goh oD 


Secretary ¢ 


MINUTES 
ROAD COMMITTEE | 
Brampton, Sept. §&th, 1955. 
Peel County Good Roads Committee met on the above date at 
7 P. M. previous to a meeting of County Council. 
Members were all present.evce 
Chairman E. Walsh presided. 
Tenders were opened for construction of the 8th line 
bridge in the Pownship of Toronto Gore. 
It was decided to refer the tenders to County Council for 
consideration and approval. 


There being no further business the meeting adjourned. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, October Ath, 1955. 
Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 
Members were all present. 
Chairman E. Walsh presided. 
Minutes of the September meetings were read and on motion 
adopted. 
Moved by Mary Fix Seconded by N. J. Black 
That pay sheets Number $9 to Number 97, inclusive be 
approved for payment. 
Carried. 
Moved by N. J. Black Seconded by J. C. Saddington 
That the sum of $11,552.39 allotted in the Peel County 
Road programme for Urban Refunds be transferred to Maintenance 
and the sum of $4,310.00 allotted in the Peel County Road 
progazmme for New Machinery be transferred to Maintenance, 
subject to the approval of the Department of Highways. 
Carried. 
Moved by C. Clark Seconded by J. C. Goodfellow 
And Resolved that this committee hereby explicitly instructs 
the County Engineer that we hereby hold him responsible for 
the strictest economy in maintenance expenditures for the 
balance of 1955, instituting if necessary shorter working 
hours and in addition releasing temporarily any employees 
whose services are not necessarily required at this time. 
Carried, 


There being no further business the meeting adjourned. 


secretary Ackwy Che@#irman 


MINUTES 
ROAD COMMITTEE 
Brampton, October 18th, 1955 

Peel County Good Roads Committee met on the above date 
at 2 P. M. 

Members were all present except Warden N. J. Black. 

Chairman E. Walsh presided. 

As this was a special meeting called to meet with the 
Hon. Minister of Highways no minutes were read. 

The Hon. James Allan, Minister of Highways, Mr. J. V. 
Ludgate, Chief Municipal Engineer and Mr, E. W. Marston, 
Divisional Engineer were present and road problems in the 
County were discussed, 

Moved by J. C. Saddington Seconded by C. Clark 

And Resolved that th: County remove the tree as requested 
by the Peel Bloek Company Limited, and that the Peel Block: 
Company Limited reimburse the County for the cost of the 
said removal. 

Carried. 

Moved by C. Clark Seconded by J. C. Goodfellow 

That the following tenders for sand be accepted, subject 
to approval of the suitability of the sand: 


Malton J. C. Duff Limited 
Erindale Sheram Sand and Gravel 
Huttonville Armstrong Bros. 


Sandhill, Caledon East, Cheltenham, Belfountain and Credit 
Forks Bolton Construction Company 
Subject to athe approval of the Department of Highways 
Carried. 

Moved by J. C. Goodfellow Seconded by J. ©. Saddington 
And Resolved that Russell Longstreet of Belfountain be 
allowed to cross the County Road with a water main providing 

he enters into the usual agreement with the County 
indemnifying the County against any liability and guarantee- 
ing the County Road will not be in anyway impaired. 


» fb 
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Secretary Chang Chaé 


rman 


MINUTES 
ROAD COMMITTEE 
Brampton, November lst, 1955 
Peel County Good Roads Committee met on the above date at 
1.30 P. M. 
Members were all present except Warden N. J. Black, 
At the start of the meeting Chairman Walsh was absent and 
C. Clark was appointed Acting Chairman, 
Minutes of the October 4th and October 18th meeting were 
read and on motion adopted. 
Moved by J. C. Goodfellow Seconded by Mary Fix 
That pay shetts Number 98 to Number 106 inclusive be 
approved for payment. 
Carried. 
Moved by J. C. Saddington Seconded by J. C. Goodfellow 
And Resolved that as Peel Block Company Limited no longer 
require the removal of a tree reférred to in a resolution 
of this committee passed on October 18th, 1955, therefore 
the said resolution referring to the removal of the said 
tree as passed on October 18th, 1955 is hereby rescénded 
and repealed. 
Carried. 
Moved by J. ©. Saddington Seconded by J. C. Goodfellow 
And Resolved that half pay be granted to R. Craig for one 
week Jan. 18th, 1955 to Jan. 25th, 1955, and that half pay 
be granted to Harry Robbinson for four weeks Sept. 29th, 1955 
to Oct. 23rd, 1955, due to illness of these two men during 
the periods specicified. 
Carried. 
Moved by J. C. Goodfellow Seconded by J. C. Saddington 
And Resolved that $450.00 be paid to Frank Marshall for 
6000 square feet of land approximately, this land being 
required for County Road purposes. 
Carried. 


There being no further business the meeting adjourned. 


3 
secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, Noyember 10th, 1955 

Peel County Roads Committee met on the above date at 
8 P. M. 

Members present: E. Walsh, C. Clark and Mary Fix. 

Mr. Lister of Geo. A. Lister & Company, Appraisers was 
present and gave a progress report on land purchases for the 
Dixie Road widendags 


There being no further business the meeting adjourned. 
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secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, November 24th, 1955 
Peel County Roads Committee met on the above date with 
all the Reeves of the County to discuss the 1956 road 
programme, 
BE. Walsh, Chairman presided. 
& The estimates for 1956 were discussed. 
Moved by Mary Fix Seconded by J. C. Goodfellow 
That the Department of Highways of Ontario be asked to 
study and advise the Peel County Council if it would approve 
a five year plan to pave the 120 miles of county road at 
the rate of 24 miles per year, the Countys' share to be 
raised by way of debentures. 
Carried. 
Moved by Mary Fix Seconded by C. Clark 
Resolved that the options on the Dixie road presented 
by Mr. Lister be accepted for payment out of the Dixie Road 


appropriations. Options are as follows: 


1. Leslie H. Pallett 2075.00 
2 Kastern Power Devices 1100.00 
3 MeLaughlin & Young Ltd. 1100.00 
4. Samuel Son & Co. Ltd. 675.00 
>« Murray Anthony Elias 3000.00 

Carried, /7°9?° 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
December 2nd, 1955 
A special meeting of the Road Committee was held on the 
above date at 10 A. M. 
Members were all ee 
E. Walsh, Chairman presided. 
Mr. Marston, Divisional Engineer was present and discussed 
with the committee the Brampton By-pass. 
Moved by Mary Fix Seconded by C. Clark 
Resolved that we request the Minister of Highways to 
consider the designation of County Road Number 16, the present 
Brampton By=-pass from Kings Highway Number 7 to Kings 
Highway Number 10, 3.0 miles in length, as a development 
road. 
Carried. 
Moved by J. C. Saddington Seconded by Mary Fix 
And Resolved that our County Engineer be authorized 
immediately to obtain options on the necessary land required 
by the County for the further development of the Brampton 
By-pbass and that the engineer report his progress at the 
earliest possible time. 
Carried. 
Moved by J. C. Saddington Seconded by Mary Fix 
And Resolved that the tender of the Hamilton Guild of 
Metalcraft Limited be ams 


me accepted for the 
supply of Steel Railings for the eighhh Bridge for the sum 
of $1728.00 be accepted, Subject to the approval of the 
Department of Highways. 

Carried. 


There being no further business the meeting adjourned. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, December 8th, 1955 
Peel County Roads Committee met on the above date at 
1.30 P. M. 
Members were all present. 
Chairman E. Walsh presided. 
Moved by C. Clark Seconded by N. J. Black 
That pay sheets Number 107 to Number 120, inclusive be 
approved for payment. 
Carried 
Moved by Mary Fix Seconded by J. C. Goodfellow 
And Resolved that the tender of the Bruell Paving Limited 
for ploughing snow be accepted at the rate for one truck, 
ploughing time $5.50 per hour, Stand-by time $5.50 per day 
and helper at $1.20 per hour for the period December 15th 
to March 15th, 1956. Subject to the approval of the 
Department of Highways. 
Carried. 
Moved by Mary Fix Seconded by J. C. Goodfellow 
And Resolved that the tender of Peel Construction 
Company of Brampton, be accepted for ploughing snow 1955-56 
at the rate for two trucks of $5.00 per hour each ploughing 
and Stand-by time $10.00 per day each. Stand-by time to 
commence December 15th, 1955 and terminated at any time 
ordered by the County Engineer, Subject to the approval of 
the Department of Highways. 
Carried. 
Moved by C. Clark Seconded by N. J. Black 
And Resolved that the tender of Armstrong Bros. Limited 
be accepted for supplying sand, treated with salt and 
applying at the Brampton By-pass at the rate of $4.00 per 
ton,e Subject to the approval of the Department of 
Highways. 
Carried. 
Moved by J. C. Saddington Seconded by J. C. Goodfellow 
And Resolved that the Peel County Road Committee hereby 
authorizes the Warden of the County to sign on behalf of the 


County an agreement between the Province of Ontario and 
the County whereby that section of County Road known as the 
Brampton By-pbass becomes designated a "Development Road" 
and whereby the Province agrees to construct and the County 
agrees to maintain the said "Development Road" 

Carried. 


There being no further business the meeting adjourned. 


“AE Chairman 


MINUTES 
ROAD COMMITTEE 
January 1956 
January 18th, 1956. 
The Roads Committee met on January 18th during the 
Session of County Council. 
Members were all present. 
Mr. Cyril Clark was appointed Chairman for 1956, 
Moved by C. C. Core Seconded by E. Grogan 
That pay sheets numbered, 5 and 6, 1956 be approved for 
payment. 
Carried. 
“Moved by C. G. Core Seconded by E. Grogan 
That the salary of R. A. Cruise, Assistant Engineer be 
increased to $4800.00 per annum effective January lst, 1956. 
Carried. 
January 19th, 1956. 
Moved by E. Grogan Seconded by W. C. Arch 
That the County Engineer instruct Mr. George Lister to have 
the purchase of land on the Dixie Road completed by the 
First day of March, 1956. 
Carried. 


There being no further business the meeting adjourned, 


Chai'rman 


MINUTES 
ROAD COMMITTEE 
Brampton, October 18th, 1955 

Peel County Good Roads Committee met on the above date 
at 2 P. M. 

Members were all present except Warden N. J. Black. 

Chairman E. Walsh presided. 

As this was a special meeting called to meet with the 
Hon. Minister of Highways no minutes were read. 

The Hon. James Allan, Minister of Highways, Mr. J. V. 
Ludgate, Chief Municipal Engineer and Mr. E. W. Marston, 
Divisional Engineer were present and road problems in the 
County were discussed, 

Moved by J. C. Saddington Seconded by C. Clark 

And Resolved that th: County remove the tree as requested 
by the Peel Bloek Company Limited, and that the Peel Block 
Company Limited reimburse the County for the cost of the 
said removal. 

Carried. 
Moved by C. Clark Seconded by J. C. Goodfellow 
That the following tenders for sand be accepted, subject 


to approval of the suitability of the sand: 


Malton Je C. Duff Limited 
Erindale Sheram Sand and Gravel 
Huttonville Armstrong Bros. 


Sandhill, Caledon East, Cheltenham, Belfountain and Credit 
Forks Bolton Construction Company 
Subject to athe approval of the Department of Highways 
Carried. 

Moved by J. C. Goodfellow Seconded by J. C. Saddington 
And Resolved that Russell Longstreet of Belfountain be 
allowed to cross the County Road with a water main providing 

he enters into the usual agreement with the County 
indemnifying the County against any liability and guarantee- 
ing the County Road will not be in anyway impaired. 


f CUD Ch Seay te 
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Secreta Cate ng Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, November lst, 1955 
Peel County Good Roads Committee met on the above date at 
1.30 P. M. 
Members were all present except Warden N. J. Black. 
At the start of the meeting Chairman Walsh was absent and 
C. Clark was appointed Acting Chairman, 
Minutes of the October 4th and October 18th meeting were 
read and on motion adopted. 
Moved by J. ©. Goodfellow Seconded by Mary Fix 
That pay sheets Number 98 to Number 106 inclusive be 
approved for payment. 
Carried. 
Moved by J. C. Saddington Seconded by J. C. Goodfellow 
And Resolved that as Peel Block Company Limited no longer 
require the removal of a tree reférred to in a resolution 
of this committee passed on October 18th, 1955, therefore 
the said resolution referring to the removal of the said 
tree as passed on October 18th, 1955 is hereby rescénded 
and repealed. 
Carried. 
Moved by J. C. Saddington Seconded by J. C. Goodfellow 
And Resolved that half pay be granted to R. Craig for one 
week Jan. 18th, 1955 to Jan. 25th, 1955, and that half pay 
be granted to Harry Robbinson for four weeks Sept. 29th, 1955 
to Oct. 23rd, 1955, due to illness of these two men during 
the periods specicified. 
Carried. 
Moved by J. C. Goodfellow Seconded by J. C. Saddington 
And Resolved that $450.00 be paid to Frank Marshall for 
6000 square feet of land approximately, this land being 
required for County Road purposes. 
Carried. 


There being no further business the meeting adjourned. 


epic PY [Leh ae Wwabhk es 


Secretary | Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, Noyember 10th, 1955 

Peel County Roads Committee met on the above date at 
& FE, i. 

Members present: E. Walsh, C. Clark and Mary Fix. 

Mr, Lister of Geo. A. Lister & Company, Appraisers was 
present and gave a progress report on land purchases for the 
Dixie Road widendigs 


There being no further business the meeting adjourned. 


dheneg ethers a UW abh, en 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, November 2hth, 1955 
Peel County Roads Committee met on the above date with 
all the Reeves of the County to discuss the 1956 road 
programme, 
BE. Walsh, Chairman presided. 
&€ The estimates for 1956 were discussed. 
Moved by Mary Fix Seconded by J. C. Goodfellow 
That the Department of Highways of Ontario be asked to 
study and advise the Peel County Council if it would approve 
a five year plan to pave the 120 miles of county road at 
the rate of 24 miles per year, the Countys! share to be 
raised by way of debentures. 
Carried. 
Moved by Mary Fix Seconded by C. Clark 
Resolved that the options on the Dixie road presented 
by Mr. Lister be accepted for payment out of the Dixie Road 


appropriations. Options are as follows: 


1. Leslie H. Pallett 2075.00 
Ze Kastern Power Devices 1100.00 
3 McLaughlin & Young Ltd. 1100.00 
4. Samuel Son & Co. Ltd. 675.00 
>« Murray Anthony Elias 3000.00 

Carried. / . ' 


There being no further business the meeting adjourned. 


ghey W Meriter ~~ Walk 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
December 2nd, 1955 
A special meeting of the Road Committee was held on the 
above date at 10 A. M. 
Members were all =e 
E. Walsh, Chairman presided. 
Mr. Marston, Divisional Engineer was present and discussed 
with the committee the Brampton By-pass. 
Moved by Mary Fix Seconded by C. Clark 
Resolved that we request the Minister of Highways to 
consider the designation of County Road Number 16, the present 
Brampton By=-pass from Kings Highway Number 7 to Kings 
Highway Number 10, 3.0 miles in length, as a development 
road. 
Carried. 
Moved by J. C. Saddington Seconded by Mary Fix 
And Resolved that our County Engineer be authorized 
immediately to obtain options on the necessary land required 
by the County for the further development of the Brampton 
By-bass and that the engineer report his progress at the 
earliest possible time. 
Carried. 
Moved by J. C. Saddington Seconded by Mary Fix 
And Resolved that the tender of the Hamilton Guild of 
Metalcraft Limited be ans 


me accepted for the 
supply of Steel Railings for the eighhh Bridge for the sum 
of $1728.00 be accepted, Subject to the approval of the 
Department of Highways. 

Carried. 


There being no further business the meeting adjourned. 
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cecretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, December 8th, 1955 
Peel County Roads Committee met on the above date at 
1.30 P. M. 
Members were all present. 
Chairman E. Walsh presided. 
Moved by C. Clark Seconded by N. J. Black 
That pay sheets Number 107 to Number 120, inclusive be 
approved for payment. 
Carried 
Moved by Mary Fix Seconded by J. C. Goodfellow 
And Resolved that the tender of the Bruell Paving Limited 
for ploughing snow be accepted at the rate for one truck, 
ploughing time $5.50 per hour, Stand-by time $5.50 per day 
and helper at $1.20 per hour for the period December 15th 
to March 15th, 1956. Subject to the approval of the 
Department of Highways. 
Carried. 
Moved by Mary Fix Seconded by J. C. Goodfellow 
And Resolved that the tender of Peel Construction 
Company of Brampton, be accepted for ploughing snow 1955-56 
at the rate for two trucks of $5.00 per hour each ploughing 
and Stand-by time $10.00 per day each. Stand-by time to 
commence December 15th, 1955 and terminated at any time 
ordered by the County Engineer, Subject to the approval of 
the Department of Highways. 
Carried. 
Moved by C. Clark Seconded by N. J. Black 
And Resolved that the tender of Armstrong Bros. Limited 
be accepted for supplying sand, treated with salt and 
applying at the Brampton By=-pass at the rate of $4.00 per 
ton,e Subject to the approval of the Department of 
Highways. 
Carried. 
Moved by J. C. Saddington Seconded by J. C. Goodfellow 
And Resolved that the Peel County Road Committee hereby 
authorizes the Warden of the County to sign on behalf of the 


County an agreement between the Province of Ontario and 
the County whereby that section of County Road known as the 
Brampton By-pass becomes designated a "Development Road' 
and whereby the Province agrees to construct and the County 
agrees to maintain the said "Development Road" 

Carried. 


There being no further business the meeting adjourned. 


secrétary Chairman 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 5th, 1956 

Peel County Roads Committee met on the above date at 
dn50 PP. My 

Members were all present. 

Chairman E. Walsh presided. 

Moved by Mary Fix Seconded by J. C. Goodfellow 

That pay sheets Numbered 121 to 133, inclusive be 
approved for payment. 

Carried. 

Moved by J. C. Saddington Seconded by C. Clark 

And Resolved that the County Engineer be authorized and 
instructed to obtain sixty day options on those parcels of 
land required for the Brampton By-pass and that he be 
authorized to offer the sum of $25.00 to each prospective 
vendor as a consideration for the option, it being understood 
this gum will apply on the purchase price. These options 
having been obtained be it resolved that they be referred to 
the Good Roads Committee for final decision as to prices to 
be paid. 

Carried, 


There being no further business the meeting adjourned. 


* oo 2 4 ; 


Secretary Chafrman 


MINUTES 
ROAD COMMITTEE 
January 1956 
January 18th, 1956. 
The Roads Committee met on January 18th during the 
Session of County Council. 
Members were all present. 
Mr. Cyril Clark was appointed Chairman for 1956, 
Moved by C. C. Core Seconded by E. Grogan 
That pay sheets numbered, 5 and 6, 1956 be approved for 
payment. 
Carried. 
“Moved by C. C. Core Seconded by E. Grogan 
That the salary of R. A. Cruise, Assistant Engineer be 
increased to $4800.00 per annum effective January 1st, 1956. 
Carried. 
January 19th, 1956. 
Moved by E. Grogan Seconded by W. C. Arch 
That the County Engineer instruct Mr, George Lister to have 
the purchase of land on the Dixie Road completed by the 
First day of March, 1956. 
Carried. 


There being no further business the meeting adjourned, 


Fe —_ ] Z ) 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, January 25th, 1956 

Peel County Good Roads Committee met on the above date at 
1,30 Ps H. 

Members were all present. 

Chairman C. Clark presided. 

The Engineer presented a list of all County Roads with 
Suggested improvements, so that the Committee could discuss 
the proposed five year plan. 

The five year programme was discussed and the Engineer 
was instructed to prepare estimates for grading approximately 
fifty-four miles of County road. 

Moved by T. Jackson Seconded by E. Walsh 

And Resolved that the County receive approximately ten 
miles of road from the Township of Toronto, the description 
to be obtained as soon as possible. 

Carried. 

Moved by C. C. Core Seconded by E. Walsh 

In order that a true picture of the Finances of the Road 
Department may be obtainable, be it resolved that the County 
Engineer be instructed to give the following information to 
the County Auditor when he audits the County books: 

1. A complete list of all accounts payable as of December 
31st, 1955. 

22 A list of contracts that have been let and not completed 
showing the amount of committment on each contract. 

3. A list of all land accounts of which the County have 
possession and which are not paid, showing the estimated 
amount it will take to settle for the land. 

4. A list of all accounts receivable as of December 31st, 
1955. 

Carried. 

Moved by T. Jackson Seconded by E. Walsh 

And Resolved that the Department of Highways be asked to 
classify and build the following roads as development roads: 

ae Derry West Sideroad from Number Ten Highway to the 


pavement East of Malton. 


2 
b.fhe County road north from the Village of Caledon East to 
Number Nine Highway. 
Carried. 
After some discussion the Secretary was instructed not 
to forward the above resolution to the Department of 
Highways at the present time. 


There being no further business the meeting adjourned. 


secretary man 
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MINUTES 
ROAD COMMITTEE 
Brampton, February 7th, 1956 
Peel County Good Roads Committee met on the above date 
at 10 A. M. 

Members were all present. 

C. Clark, Chairman, presided. 

Minutes of the January 5th, January 18th, January 19th and 
January 25th meeting were read and on motion adopted. 

Accounts were presented. 

Moved by C. C. Core Seconded by T. Jackson 

That pay sheets nuMneTeG 1 to 4.and 7 to Lge tenner be 
approved for payment. 

Carried. 

The following communications were received and read: 
Department of Highways re closing of roads running on to the 
Queen Elizabeth Way West of Number ten Highway. 
Township of Toronto Wonks Department re Hydro Property on 
the Dixie Road widening. 
Board of Transport Commissioners, order re wiring at the 
Malton Crossings on the Canadian National Railways. 

Moved by C. C. Core seconded by T. Jackson 

That the following accounts in connection with the Malton 


Road East, built in 1952 he approved for payment: 


Vince 553.20 

Guest 1600.00 

V. Hale 1050.00 

Wheller 1500.00 

Ethridge 259.20 
Carried. 


The Engineer was instructed to see the County Solicitor 
in connection with the remaining land East of Malton that h 
not been settled for, and to instruct the Solicitor to take 
the negessary steps to reach settlements. 

The estimates for the five year road construction progr: 
were discussed and the Engineer was instructed to obtain 


estimates for ponstruction of all County Roads. 


. ga barwe rt an 
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2 
A committee eonsisting of the Chairman, T. Jackson and 
| the County Engineer were appointed to see the Minister of 
Highways re road problems in the Malton area. 


There being no further business the meeting adjourned, 


Ahoy 2 Gt D_ a 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
February 9th, 1956 
Peel County Roads Committee on the above date during the 
meeting of County Council and the following resolutions 
were passed: 
Moved by GC. C. Core Seconded by W. C. Arch 
We recommend that tenders be called for a new motor grader 
to replace the Austin-Western Grader purchased in 1950. 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by T. Jackson Seconded by C. C. Core 
Resolved that the Road Committee recommend to County Counci 
that the Mississauga Road change as proposed by the 
Mississauga Golf Club be 100 feet wide, be built at the cost 
| of the Mississauga Club, with the exception of 6 feet of the 
shoulders, on each side, which will be paid by the County. 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by E. Walsh Seconded by C. C. Core 
We recommend that Clause 13 of the May 1955 report of the 
Good Roads committee be confirmed by resolution. This covers 
the purchase of the General Foreman's car from Geo. R. Farr 
& Sons, Brampton, Ontario, for the sum of $795.00. This being 
the lowest tender. Subject to the approval of the Department 
of Highways. 
Carried. 
Moved by E. Grogan Seconded by T. Jackson 
We recommend that a large space heater be purchased to 
heat a section of the shed at Erindale. 
Carried. 
Moved by T. Jackson Seconded by C. C. Core 
We recommend that Mr. C. Peat, O.LS. of the Township of 
Toronto be authorized on behalf of the County to complete 
the agreement with the Hydro-Electric Powe r Commission re 
widening the Dixie Road as outlined in his letter of November 


21st 9 1955-6 
Carried. “, * Lb. 
Pree tlCkt™ secretary La oak Le 
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MINUTES 
ROAD COMMITTEE 
February 28th, 1956 


Peel County Good Road Committee met on the above date 
at 9:30 a.m. 

Members were all present. 

C. Clark, Chairman, presided. 

As this was a special meeting no minutes were read. 

The Road Programme for 1956 and other business was 
discussed. 

There being no further business the meeting adjourned 


at 12 o'tclock. 


Phong Gch? Caerck aN 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, March 6th, 1956 
Peel County Good Roads Committee met on the above date 
at 10 A. M. 
Members were all present. 
C. Clark, Chairman, presided. 
Minutes of the February 7th, February 9th and February 
28th meeting were read and on motion adopted, 
Moved by E. Walsh Seconded by C. C. Core 
That pay sheets Number 16 to Number 24, inclusive be 
approved for payment, 
Carried, 
Moved by T. Jackson Seconded by W. C. Arch 
Resolved that the proposal of the Mississauga Golf Club 
as outlined in their letter from Pallett & Pallett dated 
March 5th, 1956 be accepted. 
Carried. 
Moved by E. Grogan Seconded by C. C. Core 
That we accept the tender of the Sawyer Massey Company 
for an Austen Western Motor Grader as per tender submitted. 
Subject to the approval of the Department of Highways. 
Carried. 


There being no further business the meeting adjourned. 
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secretary Chairman 


MINUTES 
ROAD COMMITTEE 
March &th, 1956. 

Peel County Roads Committee met on the above date during 
the County Council meeting and the following resolutions 
were passed. 

Moved by T. Jackson Seconded by C. C. Core 

Resolved that Mr. J. Amis be engaged by County Council 
to complete the purchase of property as shown on plan submitte 
by C. Peat, dated October 20th, 1955, from the Queen Elizabeth 
Way to Dundas Street on the Dixie Road at the rate of $75.00 
per day. 

Carried. 

Moved by C. C. Core Seconded by T. Jackson 

And Resolved that the County Road rate for 1956 be set at 
44 mills. 


Carried. 


jdong Laturtyr Leech. Cliadbe.. 


oecretary Chairman 


Maintenance Estimates 1956 


MAINTENANCE 

Sanding 

Snow Fence 

Snow Roads 

Brushing 

Ditching 

Dragging 

Dust Layer Calcium 
Dust Layer Prime 
Grading 

Gravel 

Guard Rails & Signs 
Malton Paved Road 
Pavement Repairs 
R.R. Gates & Wigwags 
Surface Treating 
Weed Cutting 

Weed Spraying 
Halton Boundary 
Wellington Boundary 
Bridges Boundary 
Bridges County 
Culverts 

Urban Municipalities 


Urban Refunds 


i 


Overhead = s of Total Cost 


Estimate 
$% 55,000.00 
2,000.00 
5,000.00 
3,000.00 
2,000.00 
6,000.00 
25,000.00 
20,000.00 
2,000.00 
28,300.00 
2,000.00 
3,000.00 
30,000.00 
1,200.00 
10,000.00 
2,000.00 
1,500.00 
2,000.00 
100.00 
1,000,00 
3,000.00 
2,500.00 
2,000.00 
26 ,4.00.00 


15,000.00 
250,000.00 


ROAD PROGRAMME 1956 


1. Construction Gommitments - 1955 


Toronto Twp. - Dixie Road $ 60,000 
Chinguacousy - Eldorado Bridge 5 ,O00 
Land Purchase 6,000 
Sth Line Bridge 13,000 
Wing Wall - Bolton Bridge 5,000 
Floody's Bridge 1,000 
Streetsville Paving L ,QO00 


2 New Construction 


1. Albion - Turners Bridge (3 Cost) $$ 7,500 
Strong's Culvert 11,000 
Corner West of Bolton 3,000 
2. Caledon- Ski Club Bridge eh. 
3. Chinguacousy - 4th Line W. & 5 SR 9,000 
hth line W. Ching.&Tor.Twp. 2,000 
27 S.R. Water Hole, Con.4W 6,000 
Jog 17.S.R., Con. 3E § ,000 
Huttonville School Corner 1,000 
4, Toronto Gore - Grading 9th Line,15/16 2,000 
Turner's Bridge (3 Cost 74500 
- Toronto Twp. - Dixie Rd. Paving 72,000 
6, Streetsville - Thomas St. Bridge 21,000 
Paving - South Section 25,000 
7 Mississauga Road - Gravel on Shoulders,000 
- Brampton 
Total New Construction 
3. Victoria Shed 500 
Bhrindale Shed 24,00 


4. Miscellaneous & Contingencies 


5. New Machinery 


6. Overhead - 4 of Total 


Maintenance - Including 3 of Total Overhead & 


Refunds to Municipalities 


‘ 9h, .000 


> 21,500 
2h ,000 


$ 26,000 


$ 9,500 
% 72,000 


% 46,000 
3 4,000 


$ 9,000 


$212,000 


$ 2,900 
$ 2,100 
$ 24,000 
$15,000 

$350,000 


$250,000 
pO00 ,000 


MINUTES 
ROAD COMMITTEE marek 1 4/7 

Peel County Roads Committee met on the above date at 
1P. M 

Members were all present. 

Chairman C. Clark presided, 

As this was a special meeting no minutes were read, 

The road programme for 1956 was discussed and the attached 
budget was adopted, 

Moved by W. C. Arch Seconded by T. Jackson 

That Arthur Death, 0. L. S. be engaged to survey the County 
Roads North of Toronto Township, at a rate of $75.00 per day, 
| pluss$3.00 per hour on preparing plans. County to supply 
inen bars and concrete monuments. The party to be three men 
and to work steadily on County work. 

Carried. 

Moved by E. Grogan Seconded by E. Walsh 

That land puchased by the County for road widening 
purposes, North of Toronto Township be paid at the rate of 
$500.00 per acre, plus a new fence. 

| Carried. 


There being no further business the meeting adjourned. 


secretary Rhairman 


MINUTES 
ROAD COMMITTEE 
Brampton, March 22nd, 1956 

Peel County Roads Committee met on the above date after 
road inspection. 

C. Clark, Chairman presided. 

Members were all present. 

The following resolutions were passed: 

Moved by C. C. Core Seconded by E. Grogan 

We recommend that the County of Peel endorse resolution 
Number 46 of the Toronto and York Road Commission asking that 
[the boundary between the Counties of York and Peel from 
Highway Number seven to Clairville be assumed by the 
Department of Highways as an extension of Highway Number 
Fifty. 

Carried. 

Moved by E. Walsh Seconded by W. C. Arch 

We recommend that the engineer call tenders as soon as 
possible on the 1956 road programme, especially the grading 
jobs. 


Carried, 


penn rt hai 


MINUTES 
ROAD COMMITTEE 
Brampton, April 10th, 1956 
Peel County Roads Committee met on the above date at 
1.30 P. M. 
Members were all present. 
Chairman C. Clark, presided. 
Minutes of the March 6th, March 8th, March 14th and March 
eend meetings were read and on motion adopted. 
Moved by C. C. Core Seconded by T. Jackson 
That pay sheets moe. ‘ig to Number 36 inclusive be 
approved for payment. 
Carried. 
Moved by T. Jackson Seconded by W. C. Arch 
Resolved that the Engineer call tenders for grading jogs 
on 17 sideroad from 2nd to 3rd line and also on 27 sideroad 
bewteen the 3rd and Ath lines. Tenders to close April 26th 
at 12 o'clock noon. 
Carrned, 
Moved by W. C. Arch Seconded by E. Grogan 
That the road committee accept the tender of Peel 
Construction for oil for roads subject to the approval of the 
Department of Highways. 
Carried. 
Moved by C. C. Core Seconded by E. Walsh 
Resolved that the tender for 3/8th chips be awarded to 
Peel Construction as per their tender of April 9th, 1956. 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by C. C. Core Seconded by E. Walsh 
That all employees on the County Road system start their m 
work at the Erindale and Victoria sheds, and that no mileage 
be paid to and from the said sheds. 
Carried, 
Moved by T. Jackson Seconded by E. Grogan 
Resolved that the County Engineer submit a tender form 
for approval of the roads committee on the basis of cost per 


ton delivered on County roads and also a definite specificat- 


ed - —- = 


zm 
ion as per the quality of material. 
Carried, 
Moved by ©. C. Core Seconded by E. Walsh 
Resolved that the Engineer, the Assistant Engineer and 
Chairman of the Good Roads Committee check the balance of 
the tenders and bring in a complete report and recommendation 
for Thursday April 12th, 1956. 
Carried. 
Moved by E. Walsh Seconded by C. C. Core 
Resolved that the roads department purchase one transit 
and one level. Both instruments to be Keufel and Esser 
makes. Subject to the approval of the Department of 
Highways. 
Carried. 


There being no further business the meeting adjourned. 
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secretary Chairman 


MINUTED 
ROAD COMMITTEE 
Brampton, April 12th, 1956 

Peel County Roads Committee met on the above date 
during the session of County Council. 
Members were all present except C. C. Core, 

Moved by E. Grogan Seconded by E. Walsh 

That pay sheets number 37 and Number 38 \be approved for 
payment, and that pay sheet number ee paid when the titles 
have been checked by the County Solicitor. 

Carried, 

Moved by T. Jackson Seconded by E. Walsh 

Resolved that the low tenders for materials, as listed 
below be accepted, subject to the approval of the Department 
of Highways: 
lL. Peel Construction = Calcium Chloride 
2. Canadian Salt & Sifto Salt = Rock Salt 
3. Flinkote Company - Colasmix 
4, Niagara Brand Spray - Weed:Spray & Brush Kill 
d« Canada Cement Company = Cement, 

As per list price on attached sheet, 


Carried, 


Qbeera rl ected Oy D0 CLarbk 


secretary Chairhan 
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MINUTES 
ROAD COMMITTEE 
Brampton, April 26th, 1956 
Peel County Roads Committee met on the above date at 
1.30 P. M. 
Members were all present. 
Ghairman C. Clark presided. 
As this was a special meeting no minutes were read. 
Moved by C. C. Core Seconded by W. C. Arch 
That the County Engineer re register the plan for the 
Dixie Road and send registered letters with the offer to the 
twelve ratepayers concerned, and failing settlement exprop- 
riation proceedings go forward as soon as possible, 
Carried, 
Moved by C. C. Core Seconded by E. Grogan 
That the tender of Harry Beer re grading on 27 sideroad be 
accepted as per his tender. Subject to the ppproval of the 
Department of Highways. Cost 500.00 
Carried 
Moved by C. C. Core Seconded by E. Walsh 
That the tender of C. Wiggins for grading on 17 sideroad 
as per his tender be eccepted, Subject to the approvel of the 
Department of Highways. YEO 
Carried, 
Moved by W. C. Arch Seconded by T. Jackson 
That Greenley Construction be awarded gravel contracts for 
areas # 1, # 3 and # 5, as per tender dated April 13th, 1956. 
Subjedt to the approval of the Department of Highways. 
Carried. 
Moved by C. C. Core Seconded by E. Grogan 
That Armstrong Bros, be awarded gravel contract for areas 
+ 2 and # 4, as per tender submitted dated April 13th, 1956. 
pubject to the approval of the Department of Highways. 
Carried. 
Moved by E. Walsh Seconded by C. C. Core 
That the contract for building Strongs Culvert be awarded 
to Bolton Construction at a price of $9,590.70. Subject to 


the approval of the Department of Hifhways. 
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Page # 2 of minutes April 26th, 1956 
Carried, 
Moved by T. Jackson Seconded by E. Walsh 
Resolved that the hourly wages for the County Road 
Department be as follows, Effective May 1st, 1956: 


Probation Permanent 
Labour 1.10 ig ee 
Truck Driver Pe 1.35 
, Machine Operators 1335 1.45 
mn Grader Operator 1.40 1.50 
Forman 1.50 1.60 


W. C. Arch requested a recorded vote, which resulted as 
follows: 
For the resolution: Jackson. 
Against the resolution: Grogan, Walsh, Core, Arch amd Clark. 
Lost 
Moved by T. Jackson Seconded by C. C. Core 
Resolved that the normal work week for the County Road 
Department be 44 hours: The hours to be & A. M. to 5 P. M, 
Monday to Friday and & A. M. to 12 noon on Saturdays. 
Any hours worked over this time shall be considered overtime. 
Carried, 


There being no further business the meeting adjourned. 


2Qkeenwdg Fl Y tt haf? Ak Chart. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, May 10th, 1956 
Peel County Good Roads Committee met on the above date at 
1P. M. | 
Members were all present. 
Chairman C. Clark presided. 
Minutes of the April 10th, April 12th and April 26th 
meetings were read and on motion adopted. 
Moved by W. C. Arch Sevonded by E. Grogan 
That pay sheets Number 39 to Number i eee be 
approved for payment. 
Carried. 
Moved by E. Grogan Seconded by T. Jackson 
That the tender of Wylie Construction for $3400.00 less 
credit of $40.30 for wing wall to the Bolton Bridge be 
accepted, subject to the approval of the Department of 
Highways. 
Carried. 
Moved by E. Grogan Seconded by T. Jackson 
That the tender of Gaffney Construction in the amount of 
$17,140.00 to build the Streetsville Bridge be accepted. 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by E. Walsh Seconded by C. C. Core 
That the tender of Brown & Lough for fencing on County 
roads be accepted. Subject to the approval of the Department 
of Highways. 
Carried. 
Moved by C. C. Core Seconded by W. C. Arch 
That the County Employees be granted a .05¢ per hour 
increase on the basis of a 50 hour week, effective l4th of 
May, 1956. 
Carried. 
Moved by E. Grogan Seconded by T. Jackson 
Resolved that Mr. Peter Anderson be engaged as instrument 
man for the County Road Department at a salary of $4200.00 


per year. 


Page # 2 of minutes May 10th, 1956 
Carried, 
Moved by T. Jackson Seconded by E. Grogan 
Resolved that Mr. Robert Nix and Mr. Ken Bullen be 
employed as survey men for the County Road Department at an 
hourly wage of $1.25 and $1.20 per hour respectfully, 
during the summer months. 
Carried. 
Moved by C. C. Core Seconded by E. Walsh 
Resolved that the Engineer call tenders for a new car 
with the present 1955 Chevrolet as a trade in. Subject to the 
approval of the Department of Highways. 
Carried. 
Moved by E. Walsh Seconded by C. C. Core 
That permission be granted to N. L. Powell to complete 
the culverts for Chinguacousy Township for 1956, since he 
has made the plans and ordered the steel, 
Carried. 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, May 17th, 1956 

Peel County Roads committee met on the above date 
during the session of County Council. 

Members were all present. 

The following resolution was dealt with, 

Moved by E. Walsh Seconded by E. Grogan 

Thatthe Engineer be instructed to figure out the rent on 
the shed at Roy Craigs' and if the mortgage should be 
discharged to make the necessary arrangements, before the 
next Road Committee meeting. 


Carried, 


2 Horry, Dol Coenthe. fad ee <flasel Lf Lou, 


Secretary Cha 


MINUTES 
ROAD COMMITTEE 
Brampton, June 5th, 1956 

Peel County Roads Committee met on the above date at 
9.30 A. M. 

Members were all present. 

Chairman C. Clark presided. 

Minutes of the May 10th and May 17th meetings were 
read, and on motion adopted. 

Moved by E. Grogan Seconded by T. Jackson 

That Roy Craig be paid the balance due as rent on use of 
building and land for storing sand and equipment amounting 
to $503.75, as of June 1st, 1956. 

Carried. 

Moved by E. Grogan Seconded by E. Walsh 

That pay sheets Number 51 to Number 61, inclusive be 
approved for payment. ’ 

Carried. 

The Engineer was instructed to check with the Department 
of Highways to see if they would approve of the County 
assuming approximately ten additional miles of County road 
in the Township of Toronto. 

Carried. 

Moved by C. C. Core Seconded by E. Walsh 

That we accept the tender of Geo. R. Farr & Son for a 
1956 Chevrolet 210 series, four door sedan, at a price of 
$698.00, difference. Subject to the approval of the 
Department of Highways. 

Carried. 


There being no further business the meeting adjourned, 


Dh Whcthafpd alate. Meee —_ 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, June 12th, 1956 

Peel County Good Roads Committee met on the above date 
at 9 P. M. 

Members were all present. 

Chairman C. Clark presided. 

As this was a Special meeting called to open tenders no 
minutes were read. 

Tenders were opened for construction on the Brampton 
By=-pass. 

Moved by E. Grogan Seconded by W. C. Arch 

Recommend the acceptence of the tender of Armstrong Bros. 
Cosbruction Ltd., Brampton for the grading and paving of the 
Brampton By-bass be accepted at a total price of $134,668.88 
as per tender, Subject to the approval of the Department of 
Highways. 

Carried, 

|Moved by C. C. Core Seconded by E. Walsh 

Recommend that the land purchased on building lots of the 
Brampton By-paww be paid at the rate of $2.00 per lineal 
foot, plus damages, Subject to the approval of the Departmemt 
of Highways, 

Carried. 


There being no further business the meeting adjourned, 


Phony 2 Ftd. © sch. Load 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, July 5th, 1956 

Peel County Roads Committee met on the above date at 
1 P.M. 

Members were all present. 

Chairman C. Clark, presided. 

Minutes of the June 5th and June 12th meeting were read 
and on motion adopted, 

Moved by C. C. Core Seconded by E. Walsh 

That pay sheets Numbered 62 to Number 75, inclusive be 
approved for payment. ; 

Carried. 

Moved by E. Walsh Seconded by C. C. Core 

That the $24,000.00 allotted to the Ski Club bridge in the 
Township of Caledon in the 1956 road programme be transferred 
to the Inglewood Brodge. Subject to the approval of County 
Council and the Department of Highways. 

Carried. 

Moved by E. Grogan Seconded by E. Walsh 

Thatthe Chairman of the Road Committee be consulted before 
any of the road equipment is rented out to contractors for 
more than two hours at any one time. 

Carried, 

Mr. John Amis, Land valuator on the Dixie Road widening 
was present and gave a report on the properties still to be 
sttled for. 

Moved by C. C. Core Seconded by E. Walsh 

That we accept the tender of Scott Jackson Construction 
Limited, at a price of $36,582.60, for paving on the Dixie 
Road. Subject to the approval of the Department of Highways. 

Carried, 

Moved by E. Walsh Seconded by T. Jackson 

That all members of the Road Committee, the County Engineer 
or the Assistant Engineer and the Clerk-Treasurer be delegates 
to the Canadian Good Roads Convention in Quebec, October 
2nd to the 5th, 1956, and that $225.00 expenses be paid to 
each delegate, 


Page Number 2 of the July 5th minutes, 
Carried. 

Mr. Frank Cowan of the Frank Cowan Company was present 
and addressed the committee re accidents on the County 
roads. 

Moved by T. Jackson Seconded by C. C. Core 

Resolved that the Good Roads Committee recommend to 
County Council that the following roads be added to the 
County Road system: the fifth line west, from Number 2 
Highway to the Brittania Sideroad; Cawthra Road from Number 
2 Highway to the Queen Elizabeth Way; First Line East from 
the Queen Elizabeth Way to the Base Line between the Old 
and New Survey. 

Carried, 


There being no further bwainess the meeting adjourned, 


Dovey BL Kath ytd. Lbork. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, July 26th, 1956. 
Peel County Roads Committee met on the Bbove date at 
8 P. M. 
Members wereall present except E. Grogan and T. Jackson. 
Chairman C. Clark presided. 
As this was a special meeting no minutes were read. 
Moved by W. C. Arch Seconded by C. C. Core 
We recommend that the tender of the Bolton Construction be 
accepted for construction of Turner's bridge at a price of 
$9,590.70. This being the lowest tender, Subject to the 
approval of the Department of Highways. 
Carried. 
Moved by E. Walsh Seconded by C. C. Core 
That the tender of the Air-Can Ltd., Rexdale be accepted 
for supply of handrail for the Thomas Street bridge in 
Streetsville at a price of $796.00. This being the lowest 
tender. Subject to the approval of the Department of 
Highways. 
Carried. 
The construction of a bridge at Inglewood was discussed 
and the engineer was instructed to take borings. 
Moved by E. Walsh Seconded by C. C. Core 
Recommend that the Engineer be authorized to request the 
Public Utilities Commission of Streetsville that no open cuts 
will be made when the existing water services axe being 
replaced across the County road except where absolutely 
necessary. We further request that the Commission iyform the 
Engineer as to when this work will be completed. 
Carried, 
Moved by W. C. Arch Seconded by C. C. Core 
Recommend that the lot on the east side of the Dixie Road 
shown mK as the Roadhouse lot on plan by C. Peat be 
purchased for the sum of $8,000.00 covering the cost of the 
lot and building expenditures to date. 
Carried. 


Moved by C. C. Core seconded by E. Walsh 
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Page number 2 of the July 26th minutes: 

That accounts of Brown and Louth of Norval in the 
amount of $3,306.50 be paid and account of Bolton 
Construction in the amount of $9,590.70 be paid. 

Carried, 


There being no further business the meeting adjourned. 


Iemry WV Goths — _( wid. Elo 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, August 16th, 1956. 
Peel County Good Roads Committee met on the above date 
at 9 A. M. 
Members were all present except C. C. Core. 
Chairman, C. Clark presided. 
Minutes of the July 5th and July 26th meeting were read 
and on motion adopted. 
Mr. Amos was present and addressed the committee re 
progress on land purchase on the Dixie road widening. 
Moved by W. C. Arch Seconded by E. Walsh 
That pay sheets vont ccieas le to 91 inclusive be approved 
for payment. ’ 
Carried. 
Moved by T. Jackson Seconded by E. Walsh 
Recommend that any County road employee who desires to 
work for the County during his holidays shall receive 2% of 
his earnings as holiday pay, in lieu of two weeks holiday 
pay paid to those employees who desire two weeks holiday. Any 
employee taking no holidays but receiving his 2% holiday pay 
will be entitled to one weeks holiday with pay during the 
off season, 
Carried. 
Moved by T. Jackson Seconded by E. Walsh 
Recommend that the tender of Harry S. Beer be accepted 
for unit prices totalling $2,925.00 for grading on the Ath 
line W. and the Toronto Township and Chinguacousy Township 
boundary. Subject to Hie approval of the Department of 
Highways. 
Carried, 
Moved by T. Jackson Seconded by E. Walsh 
Recommend that the 4.163 acres of land at the intersection 
of the lst line East and 10 sideroad be sold to the East 
Chinguacousy School Board at a rate of $2000.00 per acre. 
Being the same rate as paid by the County. 
Carried. 


Moved by &. Walsh Seconded by T. Jackson 


ny 
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Page number 2 of the August 16th meeting: 


Recommend that a consulting engineer be engaged to design 
the Inglewood Bridge up to the point of calling tenders. 
Carried. 


There being no further business the meeting adjourned, 


dey UKM JS Laid Lark 
urman 


Secretary Cha 


MINUTES 
ROAD COMMITTEE 
Brampton, August 27th, 1956. 

Peel County Good Roads Committee met on the above date 
at 9 A. M. 

Members were all present. 

Chairman C. Clark presided. 

As this was a special meeting called to look over the 
proposed road changes at the Mississauga Golf Club, no 
minutes were read, 

The following resolution was presented. 

Moved by E. Walsh Seconded by T. Jackson 

Resolved that the agvount of the Chinguacousy Municipal 
Telephone system for $634.00 for moving poles in the 
Brampton By=pass be paid in full. 


Carried. 


There being no further business the meeting adjourned, 


Viguear YL thee aa liG tf. LLaak... 
Cha | 


secretary 


MINUTES 
ROAD COMMITTEE 
Brampton, Sep. 6th, 1956, 
Peel County Good Roads Committee met on the above date 
at 1 P. M. 
Members were all present. 
Chairman C. Clark presided, 
Minutes of the August 16th and August 27th meeting were 
read and on motion adopted. 
Moved by E. Walsh Seconded by W. C. Arch 
That pay sheets MeEnGT 72 to Number hg ee be 
approved for payment. 
Carried. 
Moved by E. Walsh Seconded by W. C. Arch 
That truckers working for the County of Peel be paid at 
the rate of $3.40 per hour, effective September l4th, 1956, 
Carried, 
Moved by W. C. Arch Seconded by E. Grogan 
That the land owned by the County of Peel, adjacent to 
S. S. Number 22, Township of Chinguacousy be sold by public 
tender, A total of 4.163 acres. 
: Carried, 


There being no further business the meeting adjourned. 


Diag ou A CY at Lat 
E 


Secretary Chairman 


. MINUTES 
ROAD COMMITTEE 
Brampton, September llth, 1956, 
Peel County Good Roads committee met on the above date 
at 8 P. M. 
Members vere all present except T. Jackson, 
As this was a special meeting no minutes were read, 
The following resolutions were considered, 
Moved by E. Walsh Seconded by E. Grogan 
That the Chairman of the Roads committee be authorized to 
Sign the statement of road expenditure to August 3lst, 1956 fo 
for interim subsidy payment. 
| Carried, 
Moved by E. Grogan Seconded by W. C. Arch 
That the Treasurer be authorized to pay Armstrong Bros., 
Brampton the sum of $76,739.41, being the third payment on the 
Brampton By-pass. 
Carried. 


There being no further business the meeting adjourned. 


berry J oe ce athe. “y pe 
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MINUTES 
ROAD COMMITTEE 
Brampton September 20th, 1956. 
Peel County Good Roads Committee met on the above date 
at 9.30 A. M. 
Members were all present except C. C. Core, 
Chairman C. Clark presided. 
As: this wastazspecial meeting no minutes were read, 
Moved by E. Walsh Seconded by T. Jackson 
That pay sheets Numbered 107 and 108, be approved for 
payment. 
Carried, 
Moved by E. Grogan Seconded by W. C. Arch 
That we accept the tender of Armstrong Bros. Construction 
for Turners Bridge in the amount of $8,476.00. Subject to the 
approval of the Department of Highways. 
Carried, 
Moved by T. Jackson Seconded by W. C. Arch 
That the following accounts be paid on the Dixie Road, 


Concession 1, S. D. S. 


Melville H. Watson $4,211.51 

Je Je McDermott $2,750.00 

S. Smulto $1,000.00 

L. M. Clarke $1,800.00 

Total $9,761.51 
Carried. 


Moved by T. Jackson Seconded by W. C. Arch 
Resolved that 2 acres of property adjacent tp S. S. # 22, 
be sold to the East Chinguacousy School at a rate of $2000.00 
per acre. 
Carried. 


There being no further business the meeting adjourned. 


Poneto Utefe trade Cb nade. 


secretary Chairman 


MINUTES | 
ROAD COMMITTEE 
Brampton, September 28th, 1956 

Peel County Good Roads Committee met on the above date at 
Ss Fe My 

Members were all present. 

Chairman C. Clark presided. 

As this was a special meeting called to open tenders no 
minutes were read. 

Moved by W. C. Arch Seconded by E. Walsh 

That the tender of Godson Construction Co. Ltd. in the 
amount of $54,669.00 for paving in Streetsville be accepted, 
Subject to the approval of the Department of Highways. 
Carried. 

Moved by C. C. Core Seconded by E. Grogan 

Resolved that the tender of John Gaffney Construction for 
Inglewood Bridge and River Diversion at a total price of 
$93,861.00 be accepted. Subject to the approval of the 
Department of Highways and County Council. Plus Steel, 
Engineering Fees making a total of $125,000.00. 

Carried. 


There being no further business the meeting adjourned, 


Secretary CahYrman 


Jhveg Ieee he fF aa pel cbaadi. 
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MINUTES 
ROAD COMMITTEE 
Brampton, October llth, 1956 
Peel County Good Roads Committee met on the above date 
at 1 P.M. 
Members were all present except C. C. Core and T. Jackson. 
Chairman, C. Clark presided. 
Minutes of the September 6th, llth, 20th and 28th meetings 
were read and on motion adopted. 
Moved by E. Walsh Seconded by W. C. Arch 
That pay sheets numbered, 102 to 106, inclusive and 109. 
to 118,, inclusive be approved for payment. 
Carried. 
General County road business was discussed, 
There being no further business the meeting adjourned to 
permit the committee members to view the County roads in the 


Huttonville area, 


Ohara ar 2 Gveth. pe, Lana. <ALL ye 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, October 18th, 1956 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 

The following resolution was tonsidered, 

Moved by T. Jackson Seconded by W. C. Arch 

That before any work is commenced on County Roads, all 
, property owners effected are to be notified by circular letter 
that work will commence at a certain time and it will be 
necessary to aquire certain land, and that the amount per 
acre to be paid. Compalints regarding this suggestion to be 
received by the engineer by registered owners within a 


decided period of time after receipt of such notice, 


Carried, 


There being no further business the meeting adjourned, 


Qty Which (rh Pn hk 


secretary Chairman 


MINUTES 
ROADCOMMITTEE 
Brampton, Nov. 8th, 1956, 


Peel County Good Roads Committee met on the above date 


at 1.30 P. M. 


Members were all present. 
Chairman C. Clark presided. 


Minutes of the October llth and 18th meetings were read 


and on motion adopted. 


Moved by E. Walsh Seconded by T. Jackson 


That pay sheets number 119 to number vals dnelusire 


be approved for payment. 


Carried. 


Communications were received and read re the following: 


Department of Highways deferring construction of the Inglewood 


bridge until 1957. 


Department of Highways stating that any expenditure on the 


Brampton By=-pass in excess of $130,000.00 would not be 


approved as an improvement road. 


Tenders for supply of sand were opened, 

Moved by C. C. Core Seconded by E. Walsh 

Resolved that the following sand tenders be accepted: 

Malton: Armstrong Bros. at $1.40 per ton. 

Erindaae: Hayward & Picket at $1.40 per ton. 

Huttonville: Sherman Sand & Gravel at $1.25 per ton. 

Sandhill: Armstrong Bros. at $1.05 per ton. 

Cheltenham: Armstrong Bros. at 1.04 per ton. 

Credit Forks: Armstrong Bros. at $1.00 per ton. 

Subject to the approval of the Department of Highways. 
Carried, 


Tenders were opened for new sanding equipment. After 


discussion the tenders were referred to the Engineer for his 


recommendations on County Council day. 


Mr. John Amis was present and addressed the Committee 


re property on the Dixie road widening. 


There being no further business the meeting adjourned. 


Demy oy Gove f 5 Cypsil Hash 


secretary Chai 


MINUTES 
ROAD COMMITTEE 
Brampton, November 15th, 1956 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Chairman C. Clark presided. 
The following resolutiond were considered. 
Moved by C. C. Core Seconded by W. C. Arch 
And Resolved that the following accounts be transferred 
in the 1956 Road Programme: 
From 9th line Toronto Gore to the 8th line Bridge, Toronto 
Gore, the sum of $2000.00, 
From Eldorado Bridge the sum of $5000.00 as follows: Hutton- 
ville School Borner, $1000.00 and to 17 sideroad Con. 3, East, 
$1,000.00, 
From 4th line West, 5 sideroad to 17 sideroad East, Township o 
of Chinguacousy, the sum of $6000.00, 
From Dixie Road paving to 4th line West, (Chinguacousy and 
Toronto Township), the sum of $8000.00, 
Subject to the approval of the Department of Highways and 
County Council. 
Carried. 
Moved by E. Grogan Seconded by C. C. Core 
Resolved that the County Engineer purchase 6 = 900 x 20, 
12 ply tires and tubes for County truck Number 1, at a total 
price of $921.06. Subject to the approval of the Department 
of Highways. 
Carried, 


There being no further business the meeting adjourned, 


tL heard. 


secreatry 
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MINUTES 
ROAD COMMITTEE 
Brampton, December 6th, 1956 

Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 

Members were all present except T. Jackson. 

Chairman C. Clark presided. 

Minutes of the November 8th and November 15th meetings 
were read and on motion adopted. 

Moved by E. Walsh Seconded by W. C. Arch 

That pay sheets ees to Number 141, inclusive be 
approved for payment. 

Carried. 

Communications were received and read from the following: 
Interprovincial Pipe Lines asking permission to lay a pipe 
line in the County. 

Sun Pipe Line Company asking permission to lay a pipe line 
in the County. 

Ontario Municipal Board approval of By-law Number 135k. 
Jackson, Partridge, Van Every & Watson enclosing two By-laws 
of Toronto Township closing Township roads. 

Mr. Claude B. Wilson, Bolton re widening of County roads. 


There being no further business the meeting adjourned. 


Libre - 2 ferkigsS yak Chowk - 


secretary Chairman 
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MINUTES 
ROAD COMMITTEE 
Brampton, December 13th, 1956 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Members were all present. 
Chairman C. Clark presided. 
The following resolutions were considered, 
Moved by T. Jackson Seconded by E. Walsh 
Resolved that the land owned by the County of Peel at the 
intersection of the lst line East and 10 Sideroad in the 
Township of Chinguacousy be retained by the County. 
Carried, 
Moved by W. C. Arch Seconded by E. Walsh 
Resolved that the tenders for snow plowing be accepted 
in the Malton area as folhows: 
Bruell Paving - One Truck. 
Stand-by time $6.00 per day, 
Plowing time $7.00 per hour (Including Helper) 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by C. C. Core Seconded by W. C. Arch 
Resolved that the tender from the Peel Construction 
Company Limited be accepted for snow plowing in the northern 
section of the County, for the period from the 15th of Dec- 
ember, 1956 to 15th of February, 1957, as follows: 
Two Five Ton Trucks: 
Stand-by time $10.00 per day per unit. 
Plowing time $ 5.00 per hour, per unit (Including Help 
Subject to the approval of the Deoartment of Highways.” 
Carried. 
Moved by T. Jackson Seconded by E. Grogan 
Resolved that the Cohnty Engineer be authorized to call 
tenders for two five ton trucks and two Frink Snow Plows. 
Tenders to close on the 3rd day of January, 1957. Subject to 
the approval of the Department of Highways. 
Carried. 


Moved by E. Grogan Seconded by C. C. Core 


SS ee ee 


| Page Number Two of the December 13th minutes: 
Resolved that the Warden and the County Clerk be authorizes 
to sign the following expropriation plans: 
1. Lots 27 & 28, Con. 3 & 4 W. H. S., Township of 
Chinguacousy. 
2. Lot 16, Con. 2 E. H. S., Township of Chinguacousy. 
3. Lots 17 & 18, Con. 3 E. H. S., Township of Chinguacousy. 
kh. Lots 17 & 18, Con. 5 E. H. S., Township of Chinguacousy. 


a de Lots 15 & 16, Con. 4,E. H. S., Township of Caledon. 
a, | 6. 3rd Line E., Dundas to Burnhamthorpe, Township of 
Toronto. 


7. 27 Sideroad, Victoria to Sandhill, Township of 
Chinguacousy. 
8. 10 Sideroad, Sandhill to Bolton, Township of Albion. 
Carried, 


There being no further business the meeting adjourned 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 3rd, 1957 


Peel County Good Roads Committee met on the above date 


at 1.30 P. M. 
Members were all present, 
Chairman C. Clark presided. 


Minutes of the December 6th and Decmber 13th meetings 


a an were read and on motion adopted. 
_ Moved by E. Walsh Seconded by W. C. Arch 
That pey sheets numbered 142 to 155, inclusive be 
approved for payment. 
Carried. 
Moved by C. C. Core Seconded by W. ©. Arch 
Resolved that tender for the rental of a Mechanical 
Sanders mounted on a truck @ $7.00 per hour, from Peel 
Construction Company Limited, be accepted. Subject to the 
approval of the Department of Highways. 
Carried. 
Moved by E. Grogan Seconded by E. Walsh 
Resolved that the tender for supplying and spreading 
treated sand on County Roads at #4.00 per ton from the Peel 
Constrtiiction Company Limited be accepted. Subject to the 
approval of the Department of Highways. 
Carried, 
Moved by E. Grogan Seconded by C. C. Core 
Resolved that two G. M. C. trucks, Model # 9953 be 
purchased from Mossison Motor Sales, Brampton, Ontario, 
, = complete with cab, chasis, dump body, hoist, plow and wing, 
a as per tender submitted, for a total of $18,058.20. Subject 


to the approval of the Department of Highways and County 


Council, 


Carried. 


There being no further business the meeting adjourned. 
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secretary Pea Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, January 16th, 1957. 
Peel County Good Roads Committee met on the above date 
during the session of Council. 
Members were all present. 
Mr. Cyril Clark was elected Chairman for the year 1957. 
The following resolutions were considered. 
Moved by Mary Fix Seconded by H. Pind 
Resolved that this Committee recommend to County Council 
that the Road Mill rate for 1957 be 4.5 mills, and further 
that appropriation By-laws be passed for the following: 


Carry over from 1956 for Land Purchase & Fencing 


175 ,000.00 

Ordinary Work, 1957:Maintenance 250 ,000.00 
Construction 200 , 000. 00 
Five Year Paving Programme 1 ,000,000.00 


And further that the County debenture their share of the 
above, estimated issue $430,000.00. 
Carried, 
Moved by Mary Fix Seconded by J. Parr 
Resolved that the Engineer call tenders for the purchase of 
two five ton trucks to replace County trucks Numbered 1 and 2. 
One truck to be a four wheel drive truck and the other a two 
wheel drive truck. Subject to the approval of the Department 
of Highways. 
Carried. 
Moved by C. GC. Core Seconded by Mary Fix 
Resolved that the tender from Peel Construction Company |. 
accepted for snow plowing County Roads for the peried from 
December 15th, 1956 to Feb. 15th, 1957, be extended to 
cover the period from Dec. 15th, 1956 to Mar. 15th, 1957. 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by Mary Fix Seconded by C. C. Core 
Resolved that resolution of January 3rd, 1957 re G. M. C. 
trucks be rescinded. 


Carried. 
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Moved by Mary Fix Seconded by H. Pind 

Resolved that the requests for salary increases in the 
Road Department be considered and recommendations passed on 
to the Financial Committee for consideration and reference to 
Gounty Council as a whole. 
Carried. 


There being no further business the meeting adjourned, 


Secretary 


| ROAD PROGRAMME FOR 1957. 


i 


— Number 1368 Total $1.50 ,000.00 
a Resurfacing 45 miles 30,000.00 
iia Treatment 23 miles 4.0 ,000.00 
Favenent Patching 35,000.00 
Gravel Patching, Dragging, Grading 5,000.00 
Dust Layer - Calcium, Salt, O11, Prime, 40,600.00 
Ditching 2,000.00 
Weed Spraying, Cutting, Brushing 3,000.00 
Guardrails, Signs — 4,000.00 
Snow Fence, Plowing, Sanding 60 ,000.00 
4 of Urban Refunds 14,600.00 
Bridges & Culvert Repairs 1,400.00 
+ ef Overhead 15,000.00 
TOTAL 250,000.00 
CONSTRUCTION: . 
| Commitments from 1956; 
/ Streetsville (Completion of Paving) /-c>° © 20,000.00” 
|| Mississauga Read 2A. >? ¥7°12,000.00 ” 
Town of Brampton (Paving) Ro &G-s7 ~ h,400.00 Vv 


Commitments for 1957: 

Refunds to Urban Municipalities @ 4 
Overhead 4 of Total 

New Machinery 


New Construction: 


Streetaville (Paving South Section) 


f\ Inglewood Bridge Hh. y¢ 

¥ Shaws Bridge Byes? 
‘ Caledon East Culvert ee TE? 
v Bolton Bridge 67. C9 
‘1 Eldorado Bridge Byes? 
“| Geoseville Bridge gare. 


17 Sideroad, Gon. 8 East, Culverg ¢c /yvc.-\ 7 
Pert Credit (Mississauga Road) 
TOTAL 


15,000.00 
“30,000.00 “ 


“6,000.00” 
“5,000.00 “ 
v 15,000.00 
“8,000.00 v 
ef 34, ,000.00 Y 
v 5,000.00 \- 
“26,000.00 v 
~},,000.00 
“1,000.00” 
200 ,000.00 


EXTRA ROAD PROGRARME FOR 1957. 


By-law Number 1369 Total $175,000.00 
CONSTRUCTION: 
xp Line E. H. 8. 5 -_ 
(Land Purchase & Fencing) LP ¥A~ Y68,000.00 ” 
“| 6th Line E. H. S, , ppt: v7 
(Land Purchase & Fencing) V 56,200. 00 v 


f) paged? VV 
v'| 27 Sideroad & 10 Sideroad pp 1 yogea 
YLand Purchase & Fencing) 2 re, jot ania y 
WL5 Sideroad et, etl 
. (Land Purchase & Fencing) . ep J) c. ¥ 7 ~~ 23,100.00 uv 


|  - POTAL 175,000.00 


MINUTES 
ROAD COMMITTEE 
Brampton, February 12th, 1957. 

Peel County Good Roads Committee met on the above date 
at 9 A. M. 

Members were all present except C. Clark. 

In the absence of the Chairman, C. C. Core was appointed 
Acting Chairman for the meeting. 

Minutes of the January 3rd and January 16th meeting s were 
read and on motion adopted. 

Moved by H. Pind Seconded by J. EH. Parr 

That Pay Sheets Number 1 to Number 11, inclusive be 
approved for payment. 

Carried. 

The Road Construction programme for 1957 was discussed 
and the attached schedule was adopted, to be recommended to 
County Council. 

Tenders were opened for two new trucks. 

Moved hy H. Pind Seconded by Mary Fix 

That truck tenders be turned over to the Engineer, with 
instructions to check specifications on all makes, and 
Furnish Report to this Committee on Thursday February 14th. 

Carried. 


There being no further business the meeting adjourned. 


Secretary Chairman 


EXTRA ROAD PROGRAMME FOR 1957: 


By-law Number 1375 Total $1,056,200.00 


CONSTRUCTION: 


1. “27 Sideroad ~ Victoria ee Sandhill #°- > 7 $252,300. 00 © 
Grade & Pave 


wi2e V10 Sideroad, Albion - Sandhill Ramm, % to. 110,000.00 


Con. 5 - Grade & Granular Base f be id. 
3. “10 Sideroad, Albion ~ Con. 5 to Bolton?7p-»? 58 000, 00 4 
Grade & Granular Base 


lee “Derry West Sideroad - H'wy. | oe 10 to 


an, 


poh? 
ins 
ee eh 


-/ Malton ~ Grade & Pave * eneeet ee ang ,000. 00 Y 

‘VY 3rd Line Bridge @3°C- 57 Losey. 36,000.00 ¥ 

5. "5th Line West - Land Survey, Land Furchase/ $5,000. 00 V 

and Pre-Engineering LPs 2 

6. ‘a 3rd Line E.H.S. - Dundas to Burnhamtherpe ¥20, 000.00 ~ 
‘ 3rd Line Bridge Byn.y? 25,000.00 “ 

7+ 15 Sideread, Caledon + Gon. 3 to Con. 6 v 56,900.00 “ 

Grade & Base Wf C8? 


TOTAL $1 056,200.00 


MINUTES 
ROAD COMMITTEE 
Brampton February l4th, 1957. 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Mary Fix was appointed Chairman for the meeting. 
The following resolutions were considered. 
Moved by J. E. Parr Seconded by H. Pind 
Resolved that the following tenders for two 5-ton trucks 
be accepted, Subject to the approval of the Department of 
Highways:e- 
(1) Brampton Motors, Brampton - One Dodge Model No. K8&- 
D700, with County Truck No. 1 as Trade In 
$5,700.00 
(2) Morrison Motors, Brampton - One G. M. C. Model No. 
9953, with County Bruck No. 2 as Trade In 
$6,077.00 
Carried. 
Moved by ©. C. Core Seconded by H. Pind 
That the County Engineer be authorized to secure as soon 
as possible an adequate staff to design and supervise the 
construction of the County Roads in 1957. 
Carried. 
Moved by C. CG. Core Seconded by E. Trathen 
That tenders be called to replace the two pick-up trucks 
used on the County Roads. 
Carried. 


There being no further business the meeting adjourned. 


Deeg od Guthicde (pad LLBAdS 


secretary Chaifman 


MINUTES 
ROAD COMMITTEE 
Brampton, March 5th, 1957. 
Peel County Good Roads Committee met on the above date at 
1.30 P. M. 
Members were all present. 
Chairman CG. Clark presided. 
Minutes of the February 12th and February 14th meetings 
were read and on motion adopted. 
Moved by Mary Fix Seconded by J. HE. Parr 
That pay sheets Number 12 to Number 20, inclusive be 
approved for payment. 
Carried. 
Moved by GC. C. Core Seconded by Mary Fix 
Resolved that all members of the Road Committee, the 
County Engineer or the Assistant County Engineer and the 
County Clerk-Treasurer be delegates to the Canadian Good 
Roads Convention in Saskatoon. Total expenses for all delegate 
not to exceed $1800.00, or a limit of $300.00 per delegate. 
Carried. 
Moved by Mary Fix Seconded by J. &. Parr 
Resolved that allotments in the 1956 Road Bidget be 
transferred as follows, subject to the approval of the 
Department of Highways: 
From "Road Construction" to"Road Maintenance" $18 ,000.00 
From "Bridges & Culvert Maintenance" to"Road Maintenance" 
5,000.00 
From "New Machinery" to"Road Maintenance" 7,000.00 
Carried. 
Moved by H. Pind Seconded by E. Trathen 
That this committee does not discuss any raise in pay for 
road employees until at least one year has passed since the 
last increase. 
Carried. 
Moved by C. C. Core Seconded by Mary Fix 
Resolved that all County read employees be gzanted the 
following statutory holidays: New Years, Good Friday, 
May 24th, July lst, Labour Day, Thanksgiving @ay, and 
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Christmas Day with pay. 
Carried. 
Moved by CG. C. Core Seconded by E. Trathen 
Resolved that Building Lots on 27 Sideroad be purchased 
at the rate of $2.00 per lineal foot, for a ten foot 
widening, for the first 150 lineal feet, with the remainder 
to be purchased at the rate of $500.00 per acre. 
Carried. 
Moved by H. Pind Seconded by E. Trathen 
Resolved that land on Number Ten sideroad be purchased 
from Mr. C. Wilson and Mr. R. Hesp for road diversion be 
paid at the rate of $1000.00 per acre. 
Carried. 
Moved by H. Pind Seconded by Ek. Trathen 
Resolved that two 4 ton trucks (International) Pick Up) 
be purchased from J. A. MceCleave & Sons, Brampton as per 
tender, submitted at a total cost of$2,273.20 with County 
trucks No.'s 7 and & as trade in. Subject to the approval 
of the Department of Highways. 
Carried. 


There being no further business the meeting adjourned. 


Dog 2, (Poh . pal Chork 
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secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, March 14th, 1957, 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Members were all present. 
GC. Clark, Chairman presided. 
The following resolutions were considered, 
Moved by Mary Fix Seconded by H. Pind 
Resolved that the jog at lst line East and Burnhamthorpe 
be straightened and that the ditching problem on lst line 
Kast from Burnhamthorpe road south to Hyacinth be taken 
care of. The cost to be adjusted out of the Budget allowance 
for Toronto Township. Be it Further Resolved that the 
Township ditching equipment be rented if necessary to do 
this work. 
Carried. 
Moved by Mary Fix Seconded by H. Pind 
Resolved that the Ontario Department of Highways be 
requested to take over 6th line from Highway No. 7 south to 
the Etobicoke boundary, following the line of the diversion 
road being constructed by the Department of Transport, as 
a Development Road. 
Carried. 
Moved by Mary Fix Seconded by H. Pind 
Resolved that the width of Dixie Road from Dundas to 
Burnhamthorpe be 100 feet in conformity with the previous 
widening from Dundas to the Queen Hlizabeth. 
Carried, 


There being no further business the meeting adjourned. 


Ihren 2 erthng Ca at Edo 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, April 4th, 1957 

Peel County Good Roads Committee met on the above date 
1,30 P. M. 

Members were all present. 

Chairman C. Clark presided. 

Minutes of the March 5th and March 14th meetings were 
read and on motion adopted. 

Moved by J. E. Parr Seconded by k. Trathen 

That pay sheets Number 21 to Number 31, inclusive be 
approved for payment. 

Carried. 

Hon. T. L. Kennedy was present and discussed the proposed 
Provincial Highway construction in the County for the 
coming year. 

The Chairman thanked Mr. Kennedy for being present at 
the meeting. 

Moved by H. Pind Seconded by J. E. Parr 

Resolved that the following tenders for Road materials be 
accepted as per accompanying list. Subject to the approval 
of the Department of Highways: 


1. Calcium Chloride Peel Construction Co. Ltd., 
Brampton. 
2. Crushed Stone Delivered = Franceschini Bros., 
(3/8" Chips) Cooksville. 


Picked up by County Trucks - 
Sherman Sand & Gravel 
Port Credit. 


3. Salt Sifto Salt, Toronto. 
Peel Construction Co. Ltd., 
Brampton. 

4. Cement Canada Cement Co. Ltd., Toronto, 
Alfred Rogers, Toronto. 

5. Guide Rails Rosco Metal & Roofing Products, 
Torohto. 

6. Bituminous Materials Canadian Bitumuls Co. Ltd., Toront 


Flinkote Co. Ltd., Long Branch, 
British American Oil Co., Toronto, 


7. Cold Mix Ashalt Flinkote Co. Ltd., Long Branch 
8, Weed Spzay Niagara Brand Spray, Burlington. 
9. Culverts As per list 

10. Road Signs Rosco Metal & Roofing Products, 


Toronto. 
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11. Reinforcing Steel Burlington Steel Co. Ltd., 
Hamilton. 

Steel Company of Canada Ltd., 
Hamilton. 


12. Wood Products Northern Wood Preservers Ltd., 
Toronto. 


| 


Carried. 


There being no further business the meeting adjourned. 
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secretary 
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| MINUTES 
ROAD COMMITTEE 
Brampton, April 6th, 1957. 
Peel County Good Roads Committee met on the above date 
at 3.30 P. M. 
Members were all present except C. C. Core and J. E. Parr. 
Chairman C. Clark presided. 
As this was a special meeting called to interview an 
Engineer, no minutes were read. 
Mr. Russell Barr was present and was interviewed by the 
committee. 
Moved by Mary Fix Seconded by E. Trathen 
Resolved that Mr. Russell Barr be employed by the Engin- 
eering Department at a salary of $4500.00 per annum for a 
six month probation period, and if satisfactory after 
probation period the salary to be increased to $4800.00 per 
annum. 
Carried. 


There being no further business the meeting adjourned. 


potong) GuerhiefT = Cu id Pde 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, April llth, 1957 
Peel County Good Roads Committee met on the above date 
| during the session of County Council. 

Members were all present. 
Chairman C. Clark presided. 
The following resolutions were considered. 


Moved by C. C. Core seconded by J. HE. Parr 


| 
Resolved that the Engineering Department be authorized 
to purchase one Wild Level complete and one Levelling Rod. 
| Carried 
| Moved by C. C. Core Seconded by &. Trathen 
Resolved that a Frink Model 305B, one way snow plow be 
purchased from the Eastern Steel Products for $685.00. Subject 
to the approval of the Department of Highways. 


Carried. 


There being no further business the meeting adjourned. 


Dmg J) Gerke S Cyeah. thay 


secretary Chairman 


MINUTES 


ROAD COMMITTEE 


Brampton April 25th, 1957. 
Peel County Good Roads Committee met on the above date 


at 1.30 Py Be 


Members were all present. 


Chairman C. Clark presided. 

As this was a Special meeting called to open tenders no 
minutes were read. 

Tendeers were opened for Jobs 9D-57, 9C=57 and the 1957 
gravelling. The Engineer was instructed to check the tenders 
and prepare a Repprt for the next meeting. 

Moved by Mary Fix Seconded by J. &. Parr 

Resolved that the road allowance between the Townships of 
‘Esquesing and Chinguacousy from the road allowance between 

ete 5 and 6, Township of Chinguacousy to Lot Number 10 in 

the Township of iaecaey, now under the jurisdiction of the 

Township of Chinguacousy be assumed as a Peel County Road, 

subject to the approval of the Halton County Council by By-law 
/\and be it further resolved that the portion of the road 
allowance between Lots 10 and 11, Con. 1, E. H. S., Township 
of Chinguacousy, and the portion of the raad allowance between 
Cons. 1 and 2, E. H. S., Township of Chinguacousy, cut off by 
the Brampton By-pbass be reverted to the Township of 
Chinguacousy, Subject to the approval of the Department of 
Highways. 

Carried. 

Moved by Mary Fix Seconded by J. KE. Parr 

Resolved that the Warden and Clerk be authorized to sign 
the expropriation plan for Derry West sideroad widening, 


being parts of Lots No. 10 and 11, Conce&’sion 1 to 6 E. H. S. 


inclusive, in the Township of Toronto. 


Carried. 
Moved by J. E. Parr Seconded by Mary Fix 
Resolved that the County Engineer be instructed to call 
tenders for a new car to replace the 1955 Plymouth. 
Carried. 


Moved by C. CG. Core Seconded by E. Trathen 
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Resolved that the tender received for Bituminous Materials 


|from Peel Construction Co. Ltd., be accepted, Subject to the 


| 
Approval of the Department of Highways. 


Carried, 


There being no further business the meeting adjourned. 


secretary Chairman 
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MINUTES 
ROAD COMMITTEE 
Brampton, May 9th, 1957. 
Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 
Members were all present. 
Chairman C. Clark presided. 
Minutes of the April 4th, April 6th, April llth and April 
25th meetings were read and on motion adopted, 
Moved by H. Pind Seconded by Mary Fix 
That pay sheets Number 32 to Number 44, inclusive be 
approved for payment. 
Carried. 
Moved by Mary Fix Seconded by E. Trathen 
Resolved that Mr. H. Burtons'! driveway be rewtored by 
properly replacing the culvert and gravel disturbed by 
County road equipment. 
Carried. 
Moved by Mary Fix Seconded by E. Trathen 
Resolved that Canada Brick be notified that part of their 
buffer strip of trees encroaches on the 120 foot road known 
as the fifth line, and the road committee feels that the 
company may wish to move these encroaching trees now rather 
than at a later date when they may have established their 
growth. 
Carried. 
Moved by Mary Fix Seconded by &. Trathen 
Resolved that Mr. John Amos be instructed to clean up the 
Dixie Road purchases on the basis of his letter of May 9th 
1957 as soon as the survey for the 100 foot road between 
Dundas and Burnhamthorpe is completed, this work to be 
expedited as fast as possible. 
Carried. 
Moved by H. Pind Seconded by Mary Fix | 
That all purchase agreements regarding land obtained for 
widening Peel County roads be registered. 
Carried. 


Moved by Mary Fix Seconded by E. Trathen 


SS — = 
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Project 
Resolved that Mr. John M. Hubiki be hired as County 
Engineer at a salary of $5,000.00 per annum. 
Carried. 
Moved by J. Parr Seconded by Mary Fix 
Resolved that the tender received from Stonehouse Sales 
Ltd., Brampton for a 1957 Ford Sedan be accepted as per tender 
with the 1955 Plymouth as a trade in at a total price of 
$936.96. Subject to the approval of the Department of 
Highways. 
Carried. 
Moved by C. ©. Core Seconded by E. Trathen 
Resolved that the road employees receive an hourly raise 
of .10¢ per hour in addition to the present salary schedule 
set up in May, 1956, to be effective the l4th of May 1957. 
Be it further resolved that Mr. Ed. Bonhams! salary be 
increased to $4,250.00 per annum and that Mr. Pete Andersons' 
salary be increased to $4,500.00 per annum, effective May lst, 
1957. 
Carried. 
Moved by C. C. Core Seconded by J. E. Parr 
Resolved that Mr. Ken Bullen behired at a salary of $275.00 
per month, and that Mr. Pete Barnard be hired at a rate of 
$1.35 per hour for employment with the Roads Department for 
the summer months. 
Carried. 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, May 16th, 1957. 

Peel County Good Roads Committee met on the above date 
during the session of County Council. 

Members were all present. 

Chairman C. Clark presided. 

The following resolution was considered. 

Moved by J. E. Parr Seconded by Mary Fix 

Resolved that the County Engineer be authorized to 
purchase a new typewriter. 

Carried. 


There being no further business the meeting adjourned. 


Db  barthurds tench. Lbartd... 


secretary Chairman 


Minutes 
ROAD COMMITTEE 
Brampton, May 23rd, 1957. 
Peel County Good Roads Committee met on the above date at 
1.30 P. M. 
Members were all present except C. C. Core, 
Chairman C. Clark presided. 
A letter was read from Mr. Claud Wilson, Bolton, informing 
the committee that he would not accept $1,000.00 per acre 
for land expropriated on his farm, 
On motion the letter was referred to the County Solicitor, 
with instructions that we write to Mr. Wilsons! Lawyer. 
Moved by Mary Fix Seconded by J. E. Parr 
Resolved that the tender from the Ontario Bridge Co. Ltd., 
for contract No. B5C=-57 being Mount Charles Bridge, for unit 
prices totalling $41,024.00 be accepted as per tender sub- 
mitted. Subject to the approval of the Department of Highways. 
Carried. 
Moved by J. BE. Parr Seconded by H. Pind 
Resolved that the tender received from Armstrong Bros. Co. 
Lts. for Contract No. B4A=57, being O'Brien's Bridge for unit 
prices totalling $18,939.00 be accepted as per tender 
submitted. Subject to the approval of the Department of 
Highways. 
Carried. 
Moved by J. E. Parr Seconded by &. Trathen 
Resolved that the tender received from Alfred Duck for 
Contract No. Bl4D=-57 being Shaw's Bridge for unit prices 
totalling $11,950.00 be accepted as per tender submitted. 
Subject to the approval of the Department of Highways. 
Carried. 


There being no further business the meeting adjounred. 


nrg 2) Govind LY crab. Lbaich ake 


Secreatry Charman 


MINUTES 
ROAD COMMITTEE 
Brampton, June lOth, 1957 

Peel County Good Roads Committee met on the above date at 
1.30 P. M. 

Members were all present except C. CG. Core. 

Chairman C. Clark presided. 

Minutes of the May 9th, May 16th and May 23rd meetings 
were read and on motion adopted. 

Moved by Mary Fax Seconded by J. E. Parr 

That pay sheets Number 45 to Number 58, inclusive be 
approved for payment. 

Carried. 

Moved by & Trathen Seconded by Mary Fix 

Resolved that the Engineer be authorized to call tenders 
for the following contracts: 

1. Contract No. 50-57 = being 5.2 miles of Peel County 
Road Number 5 from Derry West to Malton, between Lots 10/11, 
Township of Toronto. Tenders to include culverts, grading, 
granular base and paving. 

Re Contract No. 110-57 - being 3.5 miles of Peel County 
Road Number 11, through Concession 3 to 6 E. H. S., inclusive 
between Lots 15/16, Township of Caledon. Tenders to include 
culverts, grading and granular base. 

Subject to the approval of the Department of Highways. 

Carried. 

Moved by Mary Fix Seconded by H. Pind 

Resolved that the Engineer be authorized to call tenders 
for the following bridges when the plans have bee approved 
by the Department of Highways: 

Le Contract B9E=-57 = Bolton Bridge =- 55 foot span, ree 
inforced girder bridge. 

2. Contract B&C=57 - Gooseville Bridge - 40 foot span, re- 
inforced concrete rigid frame bridge. 

Subject to the approval of the Department of Highways. 


Carried. 
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for the County during his holidays shall receive 2% of his 
earnings as holiday pay in lieu of two weeks holiday pay paid 
to those employees who desire two weeks holiday. Any employee 
taking no holidays but receiving his 2% holiday pay, be entitl- 
ed to one weeks holiday with pay during the off season. This 
type of arrangement to be at the disceetion of the County 
Engineer and such work must be considered as necessary work. 
Carried. 


There being no further buainess the meeting adjourned. 


L2H fs he _ : _ , bec» tLe. 


vecreaary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, June 20th, 1957. 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Members were all present, 
Chairman C. Clark presided, 
The following resolutions was considered. 
Moved by J. E. Parr Seconded by E. Trathen 
Resolved that the resolution passed on May 9th, 1957, 
that all purchase agreements regarding land obtained for 
widening Peel County Roads be registered, be recinded, 
Carried. 


There being no further business the meeting adjourned, 


Dorey df (eer hunfy wa CYisderde nn Lok _. 
Secretary Chaiyvman 


MINUTES 
ROAD COMMITTEE 
Brampton, July 4th, 1957. 

Peel County Good Roads Committee met on the above date at 
1.20 Py By 

Members were all present. 

Chairman C, Clark presided. 

Minutes of the June 10th and June 20th meetings were read 
and on motion adopted. 

Moved by J. E. Parr Seconded by Mary Fix 

That pay sheets Number 59 to Number 69, inclitsive be 
approved for payment, 

Carried, 

Moved by Mary Fix seconded by C. C. Core 

Whereas the Township of Toronto has adopted a generous 
set back policy for all buildings in the Township, and has 
also utilized its powers under the Blanning Act of Ontario 
to obtain free road widenings on County Roads within the 
TOWNSHIP; be it resolved to recommend that the Countypass 
similar By-laws regarding set backs on all County roads and 
that road widenings be obtained throughout the County in the 
same manner as in the Township of Toronto, 

Carried. 

Moved by Mary Fix Seconded by C. C. Core 

Re Culvert at Cawthra Road and First Street, 

That whereas the Township of Toronto had proceeded to let a 
contract to MacNaughton Construction Co. at a cost of $2925.94 
and had agreed to supply steel in the amount of $170.00 and 
do all necessary back filling to a total of $4000.00, before 
the Cawthra road became a County Road, and whereas Department 
of Highways has been requested to give 80% subsidy, be it 
resolved that the roads committee of County Council recommend 

that the balance of $800.00 be assumed by the County and that 
the Township be requested to complete the work, Subject to the 
approval of the Department of Highways. 


Carried. 
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agent for Peel County. Applicant should have experience in 
land buying. This recommendation to be presented to the 


County Council. 
Carried. 


There being no further business the meeting adjourned, 


Qh WA joka Cy vil. thork_..- 


secretary Chair 


MINUTES 
ROAD COMMITTEE 
Brampton July llth, 1957 

Peel County Good Roads Committee met on the above date 
during the session of County Council. 

Members were all present. 

Chairman C. Clark presided. 

The following resolutions were considered. 

Moved by Mary Fix Seconded by E. Trathen 

Resolved that paving on Dixie Road from Dundas to Burnham- 
thorpe proceed at once and that land purchases be deferred 
until it is ascertained how much land for widening may be 
claimed on subdivision of land under the planning act free 
of charge; and be it further resolved that the only exceptions 
to this rule at the present time be the two properties which 
have to be destroyed or moved at the Burnhamthorpe-Dixie 
corner, 

Carried. 

Moved by Mary Fix Seconded by E. Trathen 

Resolved that the Roads Committee recommend to the County 
Council of the County of Peel that the County will bear its 
share of costs of protection on the following Canadian 
National Railway crossings in a co-operative effort with the 
Township of Toronto and Trafalgar to effect complete protect- 
ion to life and to enable the enforcement of anti-whistling 
by-laws in the south end of the County; Dixie Road, Cawthra 
Road and Fifth Line and that the Townships concerned, the 
Department of Transport, the Canadian National Railways be so 
notified, costs of the three projects as per attached sheet, 
(Total $29,137.91). Subject to Ontario Highways Department 
subsidy. 

Carried. 


There being no further business the meeting adjourned, 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, August 8th, 1957 


Peel County Good Roads Committee met on the above date 


at 1.30 P. M. 


Members were all present. 
Chairman C. Clark presided. 
Minutes of the July Ath and July llth meetings were read 
and on motion adopted, 
Moved by Mary Fix Seconded by H. Pind 
That pay sheets Number 70 to Number 81, inclusive be 
approved for patment. 
Carried. 
Moved by Mary Fix Seconded by J. E. Parr 
That a resolution of Peel County Council be forwarded to 
the Board of Transport Commissioners indicating our agreement 
to the widening of the railway crossing at the 5th line West 
and the Canadian National Railways to a width of twenty-four 
feet and the the County Engineer prepare a plan and estimate 
of the work involved for submission to the Board. 
Carried. 
Moved by Mary Fix Seconded by H. Pind 
That this Committee recommend to the County Council that 
eel County assume and agree to bear one half the cost of 
onstruction of a storm water outlet on Hyacynthe Blvd., off 
lst line East, and further that Toronto Township be granted 
County approval to preceed with this work immediately. 
Saxxxed, Lost 
Moved by Mary Fix Seconded by H. Pind 
Recommend to the County Council that deeds given free to 
the County of Peel for road widenings on the County roads 
within the Township of Toronto be deeded back to the Township 
of Toronto, the Township to pay legal charges of transfers. 
Carried. 
Moved by Mary Fix Seconded by H. Pind 


Resolved that the tender received from Armstrong Bros. Co. 
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approval of the Department of Highways. 
Carried. 
Moved by J. E. Parr Seconded by E. Trathen 
Resolved that the Tender received from the Trenton Machine 
Tool Ltd., for the supply of 638 lineal feet of steel 
handreail be accepted as per tender price totalling $4147.00. 
Subject to the approval of the Department of Highways. 
Carried 
Moved by C. C. Core Seconded by E. Prathen 
Resolved that the tender received from the Dufferin Const. 
Co. Ltd. for 400 tons of hot mix asphalt be accepted as per 
tender submitted for unit prices totalling $3270.00. Subject 
to the approval of the Department of Highways. 
Carried, 
Moved by J. E. Parr Seconded by H. Pind 
Resolved that the offer of settlement from Harry A. Willis, 
2. C. be accepted for the purchase of property expropriated 
for road widening purposes from Dr. Esser for $11,500.00. 
Carried. 


There being no further business the meeting adjourned, 


secretary Chairman 


— - - — = —_ _ — == 
a ae a a — _ - 


MINUTES 
ROAD COMMITTEE 
Brampton, August l4th, 1957 
Peel County Good Roads Committee met on the above date 
during the session of County Council, 
Chairman C, Clark presided, 
Members were all predgent. 
The following resolution was passed, 
Moved by H. Pind Seconded by E. Trathen 
Resolved that the Warden and the Clerk be authorized to 
| sign the expropriation plans for road widening on County 
| Road Number 18, being the 5th Line West in the Township of 
Toronto. 
Carried. 


There ebing no further business the meeting adjourned, 


Coe HM Ew yeh thor mat 


—— Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, August 22nd, 1957. 


Peel County Good Roads Committee met on the above date 


jat 2 P.M, 

Members were all present except C. C. Core. 

Chairman C. Clark presided. 

As this was a Special meeting called to meet with Mr, 

| Marston to discuss maintenance expenditure, no minutes were 
read, 

Moved by E. Trathen Seconded by J. E. Parr 

Resolved that pay sheet number 86 be approved for 
payment. 

Carried. 
Moved by Mary Fix seconded by H. Pind 
Resolved that the sum of $16,000.00 be transferred in the 
road programme from Toronto Township, 5th Line West, (County 
| Road # 18), Land Purchase, Pre Engineering and Survey to 
Toronto Township, 5th Line West, (County Road # 18), 
Construction, Grade and Granular Base. Subject to the approval 
of the Department of Highways and County Council, 

Carried. 

It was moved seconded and carried that County Council be 
requested to approve and additional appropriation By-law in 
the amount of $15 ,000,00 to cover the overexpenditure in 
maintenance, 


There being no further business the meeting adjourhed. 


| as po gy 
ervey VY Merheffh a atl hoards. 
Chaivfman 


secretary 


MINUTES 
ROAD COMMITTEE 
Brampton, August 29th, 1957 

Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Members were all present, 
Chairman C. Clark presided, 
The following resolution was considered. 
Moved by J. E. Parr Seconded by Mary Fix 
Resolved that the offer to purchase .743 acres of land 
from E, W. Parkinson for road widening along the West 3 of 
Lot 10, Concession 2 E. H. S. in the Township of Toronto 
for $1,200.00 be accepted, and payment be made as of August 
30th, 1957, above price includes land and damages, 
Carried, 


There being no further business the meeting adjourned. 


Shey 0 faatbed... Cash Chale 


Secretary Chainman 


MINUTES 
ROAD COMMITTEE 
Brampton September 4th, 1957 

Peel County Good Roads Committee met on the above date 
at 1 P. M. 

Members were all present. 

Chairman C. Clark presided, 

Minutes of the August &th, August l4th, August 22nd and 
August 29th meetings were read and on motion adopted, 

Moved by Mary Fix Seconded by E. Trathen 

That pay sheets Number 82 to Number 85, inclusive and 
pay sheets Number 87 to Number 95, inclusive be approved for 
payment. 

Carried, 

Moved by H. Pind Seconded by J. HE. Parr 

Resolved that the Road Committee recommend to County 
Council that Mr. George Evans of Caledon East be employed for 
the purpose of purchasing land for road widening purposes 
on 10 Sideroad, in the Township of Albion, from Sandhill 
to Bolton, and other road widenings if found necessary, and 
that he paid at the rate of $25.00 per seven hour day, plus 
mileage at .10@ per mile, 

Carried, 

Mr. Cruise, Assistant County Engineer read a letter that 
he had received from the County Clerk-!reasurer sub-joining 
a copy of a resolution passed by Peel County Council with 
respect to commitments, After considerable discussion it 
was decided that road construction commitments must be 
supplied to the County Treasurer and that maintenance 
commitments against the road maintenance budget would be the 
responsibility of the County Engineer, 


There being no further business the meeting adjourned, 


Secretary Cha 
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n MINUTES 
ROAD COMMITTEE 
Brampton, September llth, 1957 

Peel County Good Roads Committee met on the above date 
during the session of County Council. 

Members were all present, 

Chairman C. Clark presided. 

The following resolutions were considered, 

Moved by C. C. Core Seconded by E. Trathen 

That pay sheets Number 96 to Number 99 inclusive be 
approved for payment. 

Carried 
Moved by C. C. Core Seconded by Mary Fix 


Resolved that the Chairman of the Good Roads Committee, the 
Treasurer and the Road Superintendent be authorized to sign 
the petition for interim subsidy for expenditures made in 
(1957. 

Carried. 

Moved by E. Trathen Seconded by J. E. Parr 

Resolved that the Good Roads Committee be authorized by 


| 


Council to award the contract for Contract 11C-57, being the 


Caledon Sideroad grading. Tenders to be opened on Wednesday 


| 


\September 18th, 1957, and to be awarded subject to the 
| 


approval of the Department of Highways. 


Carried, 
Moved by C. C. Core Seconded by H. Pind 
| Resolved that the tender received for the Bolton Bridge, 
|Contract B9E-57, from Wylie Construction, Brampton, Ontario 
|be accepted for unit prices totalling $25,090.00 as per tender 
submitted. Subject to the approval of the Department of 
Highways. 

Carried, 


There being no further business the meeting adjourned. 


ee. 21 fevrdhepS - Lea. ult Lash 
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| MINUTES 
ROAD COs ‘i*r ms 


brampton, September isth, 1957 


Peel County Good Roads Committee met on the above date 


at § P. M. 


Members were all present except Warden C. C. Core 

Chairman C. Clark presided. 

As this was a Special meeting called to opman tenders, no 
minutes were read, 

Moved by Mary Fix Seconded by E, Trathen 

Resolved that Mr. Donald Kiteley be hired by the Road 
Department as Junior Instrument Man at a rate of $3600.00 
per annum. 

Carried. 


Moved by Mary Fix Seconded by H. Pind 


Resolved that this Committee recommend to County Council 


that the Toronto Township Public Utilities Commission be 


jgranted permission to install the remaining section of the 


water main on the Dixie Road between the Dundas Highway and 
Burnhamthorpe, 
Carried. 
Moved by H. Pind Seconded by Mary Fix 
That the Chairman be authorized to let the contract re 15 


Sideroad, Caledon Township after proper checking of tenders 


by the County Engineer and subject to the approval by the 
Department of Highways. 
Carried. 


There being no further business the meeting adjourned, 


Jtwg Y | athe Abert L Lack. 


Secretary Chairman 


: MINUTES 
ROAD COMMITTEE 


Brampton, October 10th, 1957 


Peel County Good Roads Committee met on the above date at 
wes Lod ra oat 2 iA pO-Z 
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Members were all present except Mary Fix, “7 oe og OR 
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art pope ™ 


Chairman C. Clark presidea, #21. 


SS 


minutes of the September 4th, September llth and September 


18th meetings were read and on motion adopted. 
moved by E. Trathen Seconded by J. E. Parr 
That pay sheets Number 100 to Number iii, inciusive be 
| approved for payment. 
Carried. 
Moved by H. Pind Seconded by J. &. Parr 
Kesoivea that the tender received from Duck Construction 
| Limited for contract C7E-57 being the Caledon nast culvert 
be accepted as per tender submitted at unit prices totalling 
#3,724.00. Subject to the approvai of the Department of 
| Highways. 


Moved by C. C. Core Seconded by H. rina 
Kesoived that the tender received from Hayward & Pickett, 


| Carried. 
Mitton, Ontario for Contract 1%6Bb-5/, being gravel on the 5th 


| 


Line, W. H. S., be accepted as per tender submitted at unit 
prices totaiiing $%,610U.U0. Subject to the approval of the 
Department of Highways. 
Carried, 
Moved by s. trathen Seconded by J. E. Parr 
Resolved that the tender received from Abator Construction 
tor Contract b8l-57, being the Gooseville Bridge be accepted 
as per tender submitted at unit prices totaliing $11,412.00. 
Subject to the approval of the Department of Highways. 
varried, 


Mowea by J. & Parr Seconded by C. C. Core 


Se ee 


Resolved that the tender received trom Abator Construction 


tor Contract C90-57 being culvert extension on 10 Sideroad 


rage Number Two of the October 10th, meeting: 
of the Department of Highways. 
Carried, 

moved by & Trathen Seconded by J. E. Parr. 

Resolved that the tender received from Willis and Farrish 
from Listowel, Ontario, for grading and granular base for 
Contract Number i1c-57, be accepted as per tender submitted 
with unit pricestotaliing $39,436.26. Suoject to the 
approval of the Department of Highways. 

Carried, 

moved by J. ns. rarr Seconded by E. Trathen 

Resolved that the 9 grader tires pe re-cappea oy the 
Thompson tire & Battery Service, at a total price of 
$1,059.21, as per tenaer submitted, 

Carried, 

It was moved, seconded and carried that Mr. Jonn hubicKki 
be appointea Assistant County Engineer, and that a By-law 
to this effect be presenteu au une next regular Council 
meeting. 


There being no further business the meeting aajournea. 


Secretary Chayrman 


MINUTES 
ROAD COMMITTEE 
Brampton, October 16th, 1957. 

A Special meeting of the Good Roads Committee was held on 
the above date at 8 P. M. 

Members were all present except Mary Fix. 

Chairman C. Clark presided. 

Moved by C. C. Core Seconded by H. Pind 

Resolved that pay sheet Number 113, be approved for 
payment. 

Carried. 

Moved by H. Pind Seconded by J. E. Parr 

Resolved that the Engineer be authorized to engage 
| Armstrong Bros, to calcium the 2nd and 3rd Line Rast, in the 
Township of Chinguacousy between Highway Number and the 
| Chinguacousy and Toronto Township Boundaries, Grading to be 
| done by the Township of Chinguacousy. A maximum of 16. fens 
calcium to be applied. Subject to the approval of the 
| Department of Highways. This calcium to be applied on the 
17th of October, 1957. 
| Carried, 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, November 7th, 1957. 
Peel County Good Roads Committee met on the abuve date 
at 1 P. M. 
Members were all present. 
Chairman C. Clark presided, 
Minutes of the October 10th and October 16th meetings were 
read and on motion adopted. 
Moved by H. Pind Seconded by J. E. Parr 
Resolved that pay sheets Numbered 112 and Number 114 to 
Number 123 inclusive be approved for payment, 
Carried, 
Tenders were opened for stock piling sand for the County 
jroads. On motion the tenders were referred to the County 
‘Engineer for checking &nd his recommendations for the next 
lmeeting. 


There being no further business the meeting adjourned. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, November 13th, 1957 
A Special meeting of the Good Roads Committee was held on 
the above date at 8 P. M. 


Members were all present except Mary Fix and E. Trathen. 
Chairman C. Clark presided. 
Moved by H. Pind Seconded by C. C. Core 
That pay sheets Number 124 to Number 126, inclusive be 
| approved for payment. 
Carried. 
Moved by J. E. Parr Seconded by C. C. Core 
Resolved that tenders submitted by Armstrong Bros. Co. Ltd. 
and Hayward & Pickett for the supply of sand at unit prices 
/ totalling $13,450.00, be accepted as follows: 
1. Erindale 2000 tons @ $1.40 $2800.00 Hayward & Picket 


2. Huttonville 750 tons @ $1.35 1012.50 Armstrong Bros. 
3. Malton 3000 tons @ $1.55 4650.00 Armstrong Bros. 
4h. Cheltenham 1250 tons @ $1.04 1300.00 Armstrong Bros. 
a Forks Credit1000 tons @ $1,10 1100.00 Armstrong Bros. 
6, Caledon East 750.€@6ns @ 1.00 750.00 Armstrong Bros. 
7. Sandhill 1750 tons @ $1.05 1837.50 Armstrong Bros. 


TOTAL $13450,00 
Subject to the approval of the Department of Highways. 
Carried. 


There being no further business the meeting adjourned. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, December 5th, 1957. 

Peel County Good Roads Committee met on the above daue at 
1,30 P. M. 

Members were all present. 

Chairman C. Clark presided. 

Minutes of the November 7th and November 13th meetings were 
read and on motion adopted. 

Moved by J. E. Parr Seconded by E. Trathen 

That Pay Sheets Numbered 127 to 136 inclusive be approved 
for payment. 

Carried. 

Mr. Duncan of the firm of Duncan & Hopper, Consulting 
Engineers was present and addressed the Committee re their 
account for designing a bridge for Inglewood. Mr. Duncan 
was requested to present a cost statement of their work to 
the next road committee meeting. 

Moved by C. C. Core seconded by J. E. Parr 

Resolved that the hourly rate for rental truckers be 
increased to $3.75 per hour, effective January lst, 1958. 
Subject to the approval of the Department of Highways. 

Carried. 
Moved by E. Trathen Seconded by J. E. Parr 
Resolved that the County Blerk-!reasurer be instructed to 
write to the Clerk of the Village of Streetsville advising 
him that unless the account from 1956 in the amount of 
$1668.44 and the account from 1957 in the amount of 
$45299.20 is paid before December 3lst, 1957, interest at 
the rate of 54% per annum will be added to the account. 
Carried, 

Moved by C. C. Core Seconded by J. E. Parr 

Resolved that the tender for the supply of one car (Pontiac 
from Morrison Motors, with the 1955 Chevrolet as trade in be 
accepted as per tender submitted for $1122.00. Subject to the 


approval of the Department of Highways. 


Page Number Two of the December 5th Minutes: 
Resolved that the tenders received for snow-plowing be 
accepted as follows: 
1. One Truck, Bruell Paving: Stand-by time $6.00 per day 
Plowing Time $7.00 per hour. 


2. Two Trucks, Peel Construction: 
Stand-by time $10.00 per day 


Plowing Time $6.00 per hour. 
Subject to the approval of the Department of Highways, 
Carried. 


There being no further business the meeting adjourned. 
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Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, December 17th, 1957. 
Peel County Good Roads Committee met on the above date 
at 6 P. M. 
Members were all present. 
Chairman C. Clark presided. 
Moved by E. Trathen Seconded by J. E. Parr 
That pay sheets Numbered 140, 141 and 142 be approved for 
payment. 
Carried. 
Moved by Mary Fix Seconded by H. Pind 
Resolved that the following resolution passed by the Town- 
ship of Ancaster be endorsed: "Therefore be it Resolved that 
the Minister of Highways be petitioned to amend the Highway 
Traffic Act to permit municipalities to pass By-laws to 
regulate the speed of vehicles in certain areas and particul- 
arly in sibdivisions which, though not a "Built-up-Area" as 
defined by the Highway Traffic Act, are completely built up 
with each lot built upon and no further building possible. 
Carried. 
Moved by Mary Fix Seconded by J. E. Parr 
Resolved that the tender submitted by the Sawyer-Massey Co, 
for the supply of one Shunk-Torwel spreader at a price of 
$3015.00 be accepted. Subject to the approval of the Department 
of Highways. 
Carried. 
Moved by H. Pind Seconded by E. Trathen 
Resolved that the account with Duncan and Hopper for the 
design of the Inglewood Bridge, be paid as per invoice of 
llth December 1957 for $3776.69. Subject to the approval of 
the Department of Highways. 
Carried. 


There being no further business the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, Januaryr2nd, 1958. 
Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 
Members were all present. 
Chairman C. Clark presided. 
Minutes of the December 5th and December 17th meetings 
were read and on motion adopted. 
Moved by J. E. Parr Seconded by Mary Fix 
That pay sheets Number 137 to Number 139, inclusive and 
Number 143 to Number 150, inclusive be approved for payment. 
Oarried. 
Mr. Anderson, Toronto Township Engineer was present, and 
certain urgent work to be done in 1958 was discussed. 


There being no further business the meeting adjourned. 


secretary Chairman 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 15th, 1958, 
Peel County Good Roads Committee met on the above date 
at 10 A. M. 
Members were all present except Warden C. C. Core. 
Chairman C. Clark presided. 
Mr. George Lister and the County Solicitor were present. 
The expropriation of land from the Motor City Investments 
and interprises Limited was discussed. 
Moved by H. Pind Seconded by HE. Trathen 
Resolved that the expropriation plan for road widening 
for part of Lot €, Concession 1, N. D. S., in the Township of 


Toronto for the property expropriated from the Motor City 


| Investmments and Enterprises Limited be atlandoned. 


Carried. 

The Clerk was instructed to have a resolution prepared 
for presentation to Council on Wednesday morning authorizing 
the Warden and Clerk to sign the plan of abandonment, cover- 
ing the above resolution. 


There being no further business the meeting adjourned. 


Secretary Chairman 


ia 


MINUTES 
ROAD COMMITTEE 
Brampton, January 23rd, 1958. 

Peel County Good Roads Committee met on the above date 
during the session of County Council. 

Members were all present. 

Mr, Henry Pind was elected Chairman for the year 1958. 

Mr. L. Fiander, Divisional Engéneer, Department of 
Highways was present, and the amount of money to be spent on 
Peel County roads during 1958 was discussed. 

Moved by R. W. Speck Seconded by E. Trathen 

Resolved that the Engineer, the Warden, the Chairman of the 
Good Roads Committee and Mr. F. Dowling, accompany the Torontc 
Township Engineer and Township Council representatives to 
discuss damages to the Township and County Roads in the 
County of Peel caused by construction of Highways, with the 
Department of Highways, and be it further resolved that the 
Department of Highways be approached about the Port Credit 
Bridge at the same time. 

Carried. 


There bing no further business the meeting adjourned, 


secretary Chairman 
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MINUTES 
ROAD COMMITTEE 
Brampton, February 6th, 1958, 

Peel County Good Roads Committee met on the above date 
lat 1.30 P.M. 

Members were all present. 

Chairman H. Pind presided. 

Minutes of the January 2nd, January 15th and January 23rd 
meetings were read and on motion adopted. 

Moved by E. Trathen Seconded by G. Shaw 
hat Pay Sheet Number 151, 1957 and Pay Sheets Number 1 to 
(Number 12, 1958, inclusive be approved for payment. 

Carried. 

Staff Salaries were discussed and the Engineer was 
instructed to include the proposed changes in the Road 
Demmivene Report to Council at the February 13th meeting. 
It was agreed that the Village of Port Cfedit be offered 
O% of the cost of a new Bridge over the Credit River in the 
Village, 
: It was agreed to recommend to Council that no change be 
made in the amount of refund to the Town of Brampton exmade 
for 1958, 

The proposed budget for 1958 was discussed. 

On motion the Committee adjourned to meet again at 1.30 


Pe M. on February 7th to continue the budget. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, February 7th, 1958. 

Peel County Good Roads Committee met on the above date 
jat 1.30 P. M. 

Members were all present. 

Chairman H. Pind presided. 

The proposed 1958 tudget was discussed. 

Moved by W. G. Shaw Seconded by F. Dowling 

Resolved that the County Solicitor be instructed to inform 
|Motor City Investments Ltd. being owners of part of Lot 6, 
ICon. 1, N. D. S. in the Township of Toronto bordering on 
(County Road Number 4, the Dixie Road, that the barn on their 
= is on the County Road allowance, and must be removed 
immediately. 

Carried. 

Moved by E. Trathen Seconded by R. W. Speck 

Resolved that the offer of the J. D. Adams Co. Ltd., to 
replace the engine in the Adams Grader, check the whole 
grader except tires, steam clean and paint the whole machine 
|for a total of $4,800.00 be accepted. Subject to the approval 
jof the Department of Highways. 
Carried. 

Moved by E, Trathen Seconded by W. G. Shaw 

That Mr. R. W. Speck be authorized to find and bring before 
|this Committee a land purchasing agent, for the specific 
|purpose of getting all land deals re road widening, in the 
}South end of the County, settled. 

Carried. 

Moved by C. Clark Seconded by F. Dowling 

Resolved that the following transfers be incorporated in 
the 1957 road programme: 
1. By-law Number 1375: $24,500.00 from Road Construction to 

Bridge Construction on Contract No.5C-57. (Derry West) 
12. By-Law Number 1375: $3,200.00 from Road Construction to 
Bridge Construction on Contract No. 110=57 (15 Sideread) 
13. By-law Number 1368: $20,000.00 from Bridge Construction 


to Road Construction on the Normal Construction By-law. 


| Page Number Two of the February 7th Minutes: 
14. By-law Number 1375: $21,500.00 from Road Construction 
on Contract LP18-57 (5th Line West) to 


| Bridge Construction: (1) $16,300.00 Contract B5C-57 
(Mount Charles Bridge) 


(2) $5,200.00 Contzact BhA-57 
(O'Briens Bridge) 
Subject to the approval of the Department of Highways. 
Carried, 


There being no further business the meeting adjourned 


e 


secretary Chhirman 


MINUTES 
ROAD COMMITTEE 
Brampton, March 6th, 1958. 
Peel County Good Roads Committee met on the above date at 


11.30 P. M. 


Members were all present. 
Chairman H. Pind presided. 
Minutes of the February 6th and February 7th meetings were 
jread and on motion adopted. 
Moved by W. G. Shaw Seconded by E. Trathen 
That pay Sheets Number 13 to Number 22, inclusive be a 
japproved for payment. 
Carried. 
Moved by R. W. Speck Seconded by &. Trathen 
Resolved that Mr. F. Dixon of the firm of Adamson and 
\Harmer be retained as the County negotiator for land purchases 
\re public purposes for the southern end of the County of Peel. 
Salary at the rate of $50.00 per day, for an eight hour day. 
jSubject to the approval of the Department of Highwsgs. 
Carried. 
Moved by E. Trathen Seconded by F. Dowling 
That the road rate for 1958 be set at 5 mills and that the 
sum of $325,000.00 be debentured to complete the 1958 road 
jprogramme. Subject to the approval of the County Council. 
Carried. 
Moved by C. Clark seconded by W. G. Shaw 
Resolved that the Engineer be authorized to sign the plans 
submitted by the Canadian Pacific Railway Company re the re-= 
jLocation of the railway signals at the C. P. R. crossing and 
jthe Dixie Road. 
Carried. 
Moved by R. W. Speck seconded by &. Trathen 
Resolved that the proposal submitted by the Avro Aircraft 
iLtd. re the construction of an overpass on the 6th line &. H. 
ls. at the entrance to the Avro Aircraft Ltd. by the Avro 
|Aircraft Ltd., be accepted in principle. Subject to the 
lapproval of the Department of Highways. 


Carried. 


| Page Number Two of the March 6th minutes: 
| Moved by CG. Clark Seconded by W. G. Shaw 
That this committee recommends acceptaace of purchase 
|offers on the Dixie Road, of the following properties: 
|H. Inglis, Bruce Pallett, Howard Pallett, Ken Hyland | 
jand Mrs, Nuttall, and that the Chairman sign same, 
Carried. 


There being no further business the meeting adjourned. 


secretary Chahirman 


\ 


MINUTES 
ROAD COMMITTEE 
Brampton, March 12th, 1958. 


Peel County Good Roads Committee met on the above date 


at 8 P. M, 


Members were all present except F. Dowling. 
Chairman H. Pind presided. 


A delegation of property owners from the 5th line west, 


|Township of Toronto was present re deeding part of their 


property to the County, After considerable discussion it was 


|decided to have Mr. Dixon, County Land Purchases for the 


south end of the County interview the property owners, and 


|have agreements signed. 


Moved by R. W. Speck Seconded by W. G. Shaw 
Be it Resolved that Construction on the Contract 7F-58, 


being the work on the sixth line from Caledon East to 15 


\Sideroad, be changed from the total estimate of $208,000.00 


to $143,000.00 and the work be started at 15 sideroed and 
proceeded southward to Caledon East, and that the First Line 


Hast, be paved from the C. N. R. tracks to the Queen Elizabeth 


Way. 


Lost. 


There being no further business the meeting adjourned. 


secretary Chairman 


Ps 
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MINUTES 
ROAD COMMITTEE 
Brampton, March 13th, 1958, 


Peel County Good Roads Committee met on the above date 


| during the session of County Council. 


Members were all present. 
Chairman, H. Pind presided. 
Moved by R. W. Speck Seconded by W. G. Shaw 


Resolved that the supplementary Boad Programme as covered 


| in By-law Number 1426, be amended as follows:- 


| Item 2, 6th Line East, Caledon Hast to 15 Sideroad, 3.0 


miles of grading and granular base, 5.0 miles of Land Purch- 


| ases and Fencing $143,000.00. 


Item 4. lst Line East, Highway Number 2 to the Queen Elizabeth 
Way, Granular Base and Paving $107,000.00. 
Subject to the approval of the Department of Highways. 
Carried. 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE | 
Brampton, March 20th, 1958. 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 

Members were all present. 
Chairman H. Pind presided. 
Moved by W. G. Shaw Seconded by R. WwW. Speck 
Resolved that Pay Sheets Numbered 27 and 28 be approved 


(’) 


for payment. 


Carried. 


There being no further business the meeting adjourned. 


Pte W/ bh 


secretary Chairman 


f 
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MINUTES 
ROAD COMMITTEE 
Brampton, April 10th, 1958 
Peel County Good Roads committee met on the above date 
Jat 1.30 P. M. 
Members were all present except F. Dowling. 
Chairman H. Pind presided. 
Minutes of the March 6th, March 12th, March 13th and 
|March 20th meetings were read and on motion adopted. 
Mr. Manjuris, Solicitor for Mr. Bullock of Bolton was 
| present and addressed the Committee re damages to his clients 
| property. 
: Communications were read and dealt with. 
Moved by W. G. Shaw Seconded by R. W. Speck 
That Pay Sheets Numbered 23 to 26, inclusive and 29 to 37 
;inlusive, be approved for payment. 
Carried. 
Moved by W. G. Shaw Seconded by C. Clark 
Resolved that the tenders submitted for the supply of 
| granular crushed gravel be accepted, as follows: 
lArea # 1 = 6000 tons @ $1.42 per ton - J. C. Duff Co. Ltd., 
|Area # 2 = 4000 tons @ $0.92 per ton - Armstrong Bros. Co. Ltd. 
fon # 3 = 7000 tons @ $1.35 per ton —- Armstrond Bros. Co. Ltd. 
Subjedt to the approval of the Department of Highways. 
Carried. 
Moved by R. W. Speck Seconded by W. G. Shaw 
Be it Resolved that the road committee recommends that the 
iCounty Engineer be authorized to call for tenders for the 
|construction of storm sewers on the First Line East, Township 
lof Toronto. This work not being subsidized, is provided for 
in the General road budget. 
| Carried. 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, April 17th, 1958. 
Peel County Good Roads Committee met on the above date 
| during the session of County Council. 
Members were all present. 
Chairman H. Pind presided. 
Moved by R. W. Speck Seconded by E. Trathen 
That Pay Sheet Number 38 be approved for payment. 
Carried. 


There being no further business the meeting adjourned. 


cecretary Chairman 


MINUTES 
ROAD CORMITTEE 
Brampton, May lst, 1958, 
| Peel County Good Roads Committee met on the above date at 
ieo0 Pe By 

Members were all present except Warden C. Clark. 

Chairman H. Pind presided. 

Mr. Wm. Davis, County Solicitor was present, and the 
Lexerapris ida hearing before the Municipal Board in connection 
| with Motor City Investments and Enterprises Ltd. was 
discussed. 

Moved by R. W. Speck seconded by F. Dowling 

That the County Solicitor be authorized to offer Motor 

City Investments and Enterprises Ltd. $2,000.00 in full 
settlement for costs for the plan of abandonment filed by 
| the County on their property and if settlement is not agreed 
|} on, the Solicitor be instructed to appear at the Municipal 
| Board hearing. 

Carried. 

Moved by Ek. Trathen Seconded by F. Dowling 
Resolved that the County Solicitor be instructed to inform 
| Claudius Wilson, through his Solicitor that the County will 
|not increase their offer of $1,000.00 per acre for his 
| propery expropriated by the County. 
Carried. 


There being no further business the meeting adjourned. 


secretary Chairman 


{INUTES 
ROAD COMMITTEE 
Brampton, May 8th, 1958. 
Peel County Good Roads Committee met on the above date at 
(1,30 P. M, 
Members were all present except F. Dowling. 
Chairman H. Pind presided. 
Minutes of the April 10th, 17th and May lst meetings were 
| read and on motion adopted. 
| Mr. & “rs, Kallen of Clarkson were present and addressed 
the Committee re their property at the corner of the 5th 
line west Township of Toronto and Number 2 Highway. 
Moved by C. Clark Seconded by W. G. Shaw 
That pay sheets Number 39 to Number 50, inclusive be 
| approved for payment. 
Carried. 
Tenders were opened for the following: 
Front End Loader, 
Prime Dust Layer and Surface Treating, 
11PC-58 - Caledon Sideroad paving, 
17A-58 - Storm Sewer, Township of Toronto, 
Eldorado Bridge and Two culverts on 17 sideroad. 
On motion the tenders were referred to the County Engineer 
|to have the specifications and extensions checked. 
Communications were read and dealt with. 
Moved by R. W. Speck Seconded by C. Clark 
Be it Resolved that when property is purchased for road 
|widening on a County road, the property owner having an old 
fence removed, may receive either a new fence or payment. The 
| property mae eaetaa a prvious fence will receive a new 
fence if desired but will not receive a payment in lieu of 
|}a new fence. 
Carried. 


There being no further business the meeting adjourned. 


vecretary 


MINUTES 

ROAD COMMITTEE: 
Brampton, May 15th, 1958. 

Peel County Good Roads Committee met onthe above date ak 
| during the session of County Council. 
Members were all present. 
| Chairman H. Pind presided. 
| The following resolutions were dealt with: 

Moved by R. W. Speck Seconded by E. Trathen 

That pay sheets Number 51 to Number 53, inclusive be 
| approved for payment. 
Carried. 
Moved by R. W. Speck Seconded by &. Trathen 
Resolved that the resolution passed on May lst, 1958 re 
| Land purchase from Claudius Wilson be recinded. 
Carried. 

Moved by F. Dowling Seconded by CG. Clark 
Resolved that the tender received from Dominion Bridge Co. 
Ltd. for the supply and erection of the superstructure of the 
| Terra Cotta Bridge be accepted as per tender for the lump 
| sum of $20,980.00. Subject to the approval of the Department 
|of Highways. 
Carried. 
| Moved by W. G¢ Shaw Seconded by R. W. Speck 
| Resolved that the tender received from A. G. Duck Construct: 
lion for Contract Nos. Cl14D=-58 and Eldorado-58, reinforced 
concrete culvert construction, be accepted at unit prices 
| totalling $8518.00. Subject to the approval of the Department 
lof Highways. 
| Carried. 
| Moved by E. Trathen Seconded by F. Dowling 
| Resolved that the tender from Armstrong Bros. Co. Ltd. for 
|Contract No. 11PC-58, paving Concession 3 and 4, HE. H. S., 
|15 Sideroad, Township of Caledon, be accepted at unit prices 
|totalling $33,415.00. Subject to the approval of the 
— of Highways. 
Carried. 


Moved by F. Dowling Seconded by #. Trathen 
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Resolved that the tender received from Peel Construction 


'Co. Ltd. for the supply and application of Bituminous Mater- 


| ials be accepted at unit prices totalling $62,200.00. Subject 
|to the approval of the Department of Highways. 


Carried. 
Moved by R. W. Speck Seconded by E. Trathen 
Resolved that the tender reveived from Dileo and Company 
| for Contract No. S17A-58, First Line East, Storm Sewer, 
| Toronto Township, be accepted, at unit prices totalling 
| $41,364.00. 
Carried. 
Moved by E. Trathen Seconded by F. Dowling 
| Resolved that the tender received from G. H. Godsall Equip- 
| wont Ltd. for the supply of one Michigan 75A Front End Loader 
| with one Trojan LH-75 as trade-in be accepted at a total 
| price of $8906.00. Subject to the approval of the Department 
| of Highways. 
Carried. 


There being no further business the meeting adjourned. 


vecretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, May 28th, 1958 


Peel County Good Roads Committee met on the above date 


Members were all present. 

Chairman H. Pind presided. 

Moved by R. W. Speck Seconded by F. Dowling 

Resolved that pay sheet Number 56 be approved for payment. 
Carried. 


The Engineer was instructed to have Mr. Davis obtain two 


i 


more appraisalls of the Motor Cnty Investements and 
‘Enterprises Limited. The appraasalls were to be obtained from 
Earl Clare and Harold Clarke. 

The Engineer was isntructed to have an agreement prepared 
icovering the costs of moving water mains on County roads, 
during road construction. 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, June 13th, 1958. 
Peel County Good Roads Committee met on the above date at 
1.30 P. M, 
Members were all present. 
Chairman H. Pind presided. 
Minutes of the May 8th, May 15th May 28th meetings were 
fread and on motion adopted. 
Mr. J. Greenwood, sub-contractor on 27 sideroad paving 
was present and addressed the Road Committee. 
| Moved by R. W. Spedk Seconded by W. G. Shaw 
Be it Resolved that the Good Roads Committee recommends to 
County Council that Onway Construction Company be permitted 
ko proceed on the basis of sprayed asphalt and chips to 
rectify the condition of 27 sideroad, providing that a 
maintainance bond of $30,000.00 be placed on the top layer 
of ashpalt for a period of 24 months, to guarantee the 
durability of the liquid asphalt and chips. 
| Carried. 
Moved by R. W. Speck seconded by W. G. Shaw 
That pay sheets Number 54 and 55 and Number 57 to Number 
65, inclusive be approved for payment. 
Carried. 
Communications were read and dealt with. 
Tenders were oparned for the following: 
Terra Cotta Bridge 
Dixie Road Paving. 
On motion the tenders were referred to the County Engineer 
to have the specifications and extensions checked. 
Moved by W. G Shaw Seconded by CG. Clark 
Resolwed that any trees on the County roads that obstruct 
ithe proper construction of the road, be removed. 
| Carried. 


There being no further business the meeting adjourned. 


secretary Chairman 


i * 


MINUTES 
ROAD COMMITTEE 
Brampton, June 18th, 1958, 


Peel County Good Roads Committee met on the above date 


| at 9.30 A. M. 


Members were all present. 
Chairman H. Pind presided. 
Moved by ©. Clark Seconded by W. G. Shaw 


Resolved that the tender from Scott-Jackson Construction 


|Ltd. for Contract 4A-58, the Dixie Road paving, be accepted 


as per tender submitted, at unit prices totalling One 


|hundred and twenty-seven thousand, three hundred and fifty- 


| four dollars and twenty cents. ($127,354.20). Subject to the 


approval of the Department of Highways. 
Carried. 
Moved by E. Trathen Seconded by C. Clark 
Resolved that the tender received from Armstrong Bros. Co. 


Ltd., for contract B9A=-58, the general contract for the Terra 


|Cotta Bridge, be accepted as per tender submitted at unit 


| prices totalling $26,793.99. Subject to the approval of the 


Department of Highways. 


Carried. 


Mr. F. Dixon, Land Purchaser was present and valuations of 


| several properties on the Dixie road were discussed, 


There being no further business the meeting adjourned 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, June 19th, 1958 


Peel County Good Roads Committee met onthe above date 


during the session of County Council. 
Chairman H. Pind presided. 
Members were all present. 
The following resolutions were considered. 
Moved by R. W. Speck Seconded by W. G. Shaw 
Resolved that pay seets Numbered 66, 69 and 70 be approved 
for payment. 
Carried. 
Moved by C. Clark Seconded by F. Dowling 
Resolved that the resolution of June 13th, 1958 re 27 
simteroad be recinded. Be it Further Resolved that the County 
Solicitor be instructed to inform the bonding company of the 
‘Onway Construction Company Limited that contract No. 9C-57 is 
Inot up to specifications and should ber rectified by applying 
an additional 14" of hot mox asphalt, or to remove the infer- 
ior 18" and replace with hot mix asphalt as per specifications. 
Carried. 
Moved by C. Clark Seconded by F. Dowling 
Resolved that the County Solicitor be authorized to settle 
the claim of Moton City Investments Ltd. re land purchase 
in the amount of $18,000.00 to include damages and all costs 
providing that the existing barn is removed by the owner with- 
in thirty days, and the County obtain immediate possession 
of the land. 
Carried. 
Moved by R. W. Speck Seconded by k. Trathen 
Resolved that the County Solicitor be instructed to obtain 
ithe services of Tom Dale and Fred Giles evaluators to evaluate 
properties expropriated on the Dixie Road from Roadhouse, 
McCallum amd Gill. Be it Further Resolved that the County 
Solicitor instruct Harold Clarke and Karle Claire that there 
services are no longer required by the County because of 
their inability to submit their evaluations in time. 


Carried. 


Page Two, June 19th Meeting: 


There being no further btsiness the meeting adjourned. 


dh V4 hin fa ee, 


Secretary : Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, July 10th, 1958. 
Peel County Good Roads Committee met on the above date at 
1.30 P. M. 
Members were all present. 
Chairman H. Pind presided. 
Minutes of the following meetings were read and on motion 
adopted. June 13th, June 18th and June 19th. 
Moved by E. Trathen Seconded by C. Clark 
Resolved that the following pay sheets be approved for 
payment: 67, 68, 71, 72, 73, 7h, 75, 76, 77, 78, 79,5 
Carried. 
Moved by R. W. Speck Seconded by E. Trathen 
Resolved that the County Solicitor be instructed to obtain 
evaluations from Mr. Fred Giles and Mr. Tom Dale re property 
expropriated from A. Harris and W. Abel in the Police Village 
of Malton and request a Municipal Board hearing at the same 
time as Burnhamthorpe comaer hearing if possible. 
Carried. 
Moved by C. Clark Seconded by R. W. Speck 
Be it resolved that the Warden and the Clerk be authorized 
to sign an agreement between the County and Mr. Kenneth 
Honsberger re sewer line on County road. 
Carried. 
Moved by R. W. Speck veconded by W. G. Shaw 
Resolved that the Good Roads Committee authorize the County 
Engineer to accept the quotation of the Armco Company for 
supply and instal of steel sheet metal piling along the 
stream on Cawthra road as a seperate contract at unit prices 
| of $14.86 and $16.86 for six and eight foot walls respectfully 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by W. G. Shaw Seconded by i. Trathen 
Resolved thet the Engineer be instructed to prepare an 
estimate of costs of completing the Derry West sideroad 
within the limits of Malton for submission to Toronto 


| Township so that an agreement can be made in 1958 between the 
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County anc the Township to carry out the above work in 1959, 
Carried. 
Mowed by C. Clark Seconded by R. W. Speck 
That we accept the settlement re T. Madgett, Derry West at 
1a price of $1800.00 per acre plus 10% for forceful taking plus 
5% interest. 
Carried. 
Moved by E. Trathen Seconded by W. G. Shaw 
Resolved htta this committee be authorized by County Council 
to award the contract for contract Number 9D-58, being the Sana 
|}Sandhill to York County paving contract. Tenders to be opened 
lon Thursday July 24th, 1958, and to be awarded subject to the 
| approval of the Department of Highways. 
Carried, 
Moved by R. W. Speck Seconded by C. Clark 
Be it Resolved that the County Solicitor, after having 
received three evaluations concerning the Gill, MacCallum 
and Roadhouse properties request a hearing at the Municipal 
Board as quickly as possible. 
Carried. 
Moved by R. W. Speck Seconded by W. G. Shaw 
Be it Resolved that the Roads Committee of Peel County 
Council recommends to County Council that a By-law be 
presented for their consideration stating that the set back 
\for all buildings on County roads be 105 feet from the centre 
line of the road and that if the By-law is approved that a 
copy of the By-law be sent to each Munkexpakxky building 
inspector and Clerk of every Municipality in Peel County. 
Carried. 
Moved by E. Trathen Seconded by H. Pind 
Resolved that construction of the road east of Bolton be 
j@arried out so as to achieve the engineering requirements, in 
particular the grade in front of Mr. Robert Bullochs property 
cannot be lowered as this would reduce the "sight distance", 
Carried. 
Moved by R. W. Speck seconded by C. Clark 


Be it recommended to County Council that a By-law be 
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be presented to Council for their consideration, requesting 
that each Municipality, before registration of any plan of 
subdivision on a County road require the developer to dedicate 
the land for future road widenings, and furthermore that upon 
divisaon of land on commercial properties on a County road 
the land for future road widenings be also dedicated to the 
local Municipality and transferred to the County of Peel. 
Legal costs of the above dedication to be assumed by the 
County. 
Carried. 
Moved by W. G. Shaw Seconded by E. Trathen 
Be it Resolved that the County Solicitor draft an agree= 
ment between the County and Mr. E. Ward of Caledon Township, 
to absolve the County of all damages to Mr. Wards property 
|upén payment of $1250.00. 
Carried. 


There being no further business the meeting adjounned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEES 
Brampton, July 16th, 1958, 
Peel County Good Roads Committee met on the above date 
|; at 7.30 P. M. 
Members were all present except F. Dowling. 
Chairman H. Pind presided. 
As this was a Special meeting no minutes were read, 
The following resolutions were considered. 
Moved by W. G. Shaw Seconded by C. Clark 
Resolved that the tender received from Mabee Construction 
for contract No. B1l4D-58, the Wildfield bridge extension be 
accepted at unit prices totalling $2,421.00. Subject _ the 
approval of the Department of Highways. 
| Carried. 
Moved by E. Trathen Secondedby R. W. Speck 
Resolved that the resolution re road widenings on plans 
of subdivion of July 10th, 1958 be recinded. 
Carried. 
Moved by E, Trathen Seconded by W. G. Shaw 
That the resolution of July 10th, 1958 re set back By-law 
be recinded. 
Carried, 
Moved by R. W. Speck Seconded by E. Trathen 
Be it resolved that the Good Roads Committee recommend to 
County Council that a letter be sent to the Clerks of the 
Municipalities of Chinguacousy, Toronto Gore, Toronto, Albion 
and Caledon, requesting that the Planning Boards of each 
Municipality carry out the provisions of the Planning Act of 
Ontario for the dedication for future road widenings on 
County roads before registraténn of any plans of subdivision 
and upon any single division of land for commercial or 
industrial purposes that the dedication for future road 
widenings on County roads be taken by the Municipalities and 
transferred tok the County and that the County pay any legal 
costs involved by the Municipalities, 
Carried. 


Moved by R. W. Speck Seconded by H. Trathen 


a 
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Be it Resolved that the Good Roads Committee recommend to 
County Council that a letter be sent to the Clerks of the 


Munictpalities of Chinguacousy, Toronto Gore, Toronto, Albion 


| and Caledon Townships requesting that a By-law be presented 


to each Council for their consideration containing a minimum 


set-backfor buildings on County roads within their respective 


| Municipalities of 105 feet from the centre line of the County 


road, and that a reply to, or a copy of this By-law if passed 


| be sent to the County Clerk. 


Carried, 


There being no further business the meeting adjourned. 


oecretary - Cahirman 


MINUTES 
ROAD COMMITTEE 
Brampton, July 24th, 1958. 
Peel County Good Roads Committee met on the above date 
at 1.30 P. M. 
Members were all present. 
Chairman H. Pind presided. 
As this was a Special meeting no minutes were read, 
Hendars were opened for paving Number Ten Sideroad, Townshit 
of Albion from Sandhill to the York Boundary. 
Moved by C. Clark Seconded by W. G. Shaw 
Resolved that the tender received from Brennan Paving 
Company Limited for Contract No. 9D-58, Ten Sideroad, Sandhill 
to York County, paving, be accepted as per tender submitted, 
at unit prices totalling $186,271.00. Subject to the approval 
of the Department of Highways. 
Carried. 
M Moved by E. Trathen Seconded by F. Dowling 
Resolved that the County Solicitor be instructed to inform 
the Onway Construction Company Limited as well as the 
bonding company that Contract 9C=-57 is not up to specifications 
and must be rectified, as per resolution of County Council 
on July 2nd, 1958, at no cost to the County. 
Carried, 
Moved by R. W. Speck Seconded by F. Dowling 
Be it Resolved that the County Engineer, The Chairman, 
the Warden, Mr. Speck and any other member of the County 
Roads Committee be delegated to meet with the Department of 
Transport in Ottawa, re proportion cost of the construction 
of the 6th line whenever an appointment can be made, 
Carried. 


There being no further business the meeting adjourned. 


Lb Kabel _— 


secretary Chairman 


~ 


a 


MINUTES 
ROAD COMMIT 


cs 


Sf. 


Brampton, August 7th, 1958. 


Peel County Good Roads Committee met on the above date 
at 1:30 P.M, 

Members were all present. 

Chairman H. Pind presided, 

Minutes of the following meetings were read and on 
motion adopted. July 10, 16 and 2kth. 

Moved by C, Clark seconded by E. Trathen 

Resolved that the members of the Good Roads Committee, 
the County Engineer, and Assistant County Engineer, and 
the County Clerk-Treasurer be delegates to the Canadian 
Good Roads Convention in “ontreal and that the usual 


e 


expenses be paid, 


Carried, 
Moved by F. Dowling Seconded by R. W. Sneck 
Resolved that this Committee be authorized by Co 
Council to award Contract for Contract No. 7F- 5& being the 
grading from Caledon Fast to 15 Sideroad and westerly 
through Concessions © and 5 E.H .S., Township of Caledon. 
Tenders to be opened on Tuesday, August 26, 1958 and to be 
awarded subject to the approval of the Denartment of 
Highways. 
Carried, 
Moved by Rh. W. Speck seconded by F. Dowling 
Resolved that this Committee te authorized by County 
Council to award the contract for Contract 17A-58 being the 
grading and paving of Cawthra Road between King's Highway 
No. 2 and the Queen Elizabeth Way. Tenders to be orened 


on Tuesday, August 26, 1958 and to be awarjed subject to 


kb 


tne approval of the Department of Highways. 
Carried. 
Moved by GC. Clark Seconded by G. Shaw 
Resolved that pay sheets Number 80 to Number 90, 
inclusive be approved for payment. 


Carried, 
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Moved by C. Clark Seconded by E. Trathen 

Resolved that the Engineer be instructed to ensure 
that all haul roads used when constructing a County Ebad be 
maintained throughout the construction. The cost of 
maintainence to be included in the Contract price, subject 
to the approval of the Department of Highways. 

Carried, 

Moved by R. W. Speck Seconded by F. Dowling 

Due to necessary changes in borrowings and payments by 
the County Treasurer with respect to Capital Road 
Construction: 

Be it resolved that the Treasurer be authorized to 
withhold payment of approved road invoices, following] road 
committee meetings, until the accounts are Seaton to 
ordinary or capital road accounts, 

Carried. 

Moved by R. W. Speck Seconded by F. Dowling 

With reference to a letter from the Solicitor for 
Onway Construction Company be it resolved thut the 
Sclicitor for the County be instructed to write to Onway 
Construction Company informing them that the County of Peel 
require that Contract 9C-57 be completed in accordanck with 
Original plans and specifications, 

Carried, 

Moved by R. W. Speck Seconded by F. Dowling 

Resolved that the County Clerk be instructed to wrkte to 
the Bonding Company of Armstrong Bros. Construction Cb. 
informing them that major construction work shall beglin on 
Contract B9A-58, Terra Cotta Bridge, within 10 calendbr 
days of the above date, otherwise the Bonding Company] will 
be instructed to secure another Contractor. The origfinal 
completion dates of the Contract shall be met, and a fopy 
of letter be sent to Armstrong Construction Co, 

Carried 
Moved by C. Clark Seconded by F. Dowling 
Resolved that the Draft Agreement between the Townlship 


of Toronto and the County of Peel re the paving of thie 


a =n . _ ee ——— s— —— 
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Derry West Sideroad in the police village of Malton be 
sent to the Township of Toronto for their approval. 
Carried, 
Moved by G. Shaw Seconded by C. Clark 
Resolved that the Draft Agreement between the Village 
of Bolton and the County of Peel for paving of the road 
within the limits of Bolton be sent to the Village for 
their approval. 
Carried. 
Moved by C. Clark Seconded by E. Trathen 
Resolved that the Draft Agreement between the Village 
of Caledon Hast and the County of Peel for the grading 
in the limits of Caledon East te sent to the Village for 
their approval. 


Carried, 


There being no further business, the meeting 


adjourned. 


secretary Chairman 


\ MINUTES 


ROAD COMMITTEE 


BRAMPTON, August 14th, 1958, 


Peel County Good Roads Committee met on the above date 
during the session of County Council, 

Chairman H, Pind Presided, 

Members were all present. 


The following resolution was considered, 


Moved By R. W. “peck Seconded by Frank Dowling 
Resolved that the Warden and Clerk be authorized 

to sign the expropriation plan of the 5th Line West 
from the Queen Elizabeth Way to Highway # 5 in the 


Township of Toronto, 


Carried, 


There being no further business, the meeting adjourned 


S 


Dbwmg I) Cth Te 


Secrdary Chairman 


MINUTES 
ROaD COMMI'TrhE 
BRAMPTON, August 26th, 1957. 
| Peel County Good Roads Committee met on the above date 
lat 1:30 P.M, 
Members were all present, 
Chairman H. Pind presided, 
As this was a Special meeting, no minutes were read, 
Moved by E. Trathen Seconded by F. Dowling 
jThat well curbing removed on roadside fronting lot 10 in 
the fourth concession Albion be replaced, and further 
Ithat the interested party be required to sign an agreement 


| 
jreleasing the County of Peel from any further responsibility 


It 
| 


with regard to lost water supply. 

| Carried 
Moved by F. Dowling Seconded by E. Trathen 
[Resolved that the tender received from the Scott-Jackson 
iGonstraetion Limited for Contract No. 7F-58, grading and 
granular base of the 6th Line E,H.S., and 15 Sideroad be 
yaccepted at unit prices totalling $138,985.00. Subject to 
l the approval of the Department of Highways. 


Carried, 
Moved By G. Shaw Seconded by R.W.Speck 


| Resolved that the tender received from the Standard Paving 
| Limited for Contract No. 17A-58, the Cawthra Road p aving, | 
Ibe accepted at unit vrices totalling $74,715.00. Subject 7“ 
the approval of the Department of Highways. 
) Carried. 
| Moved by R. W,. Speck Seconded by F. Dowling 
| Resolved that the Chairman of the Good Roads Committee, 
| the Treasurer and the Road Superintendent be authorized to 
| sign the petition for interim subsidy from the Department 
| of Highways for expenditures made in 1958, 
Carried, 
Moved by E,. Trathen Seconded by G. Shaw 
| Be it resolved that the County Engineer draft a plan re: 


| steps to be taken on County Road in front of Mr, Robert 


| Bullock's property, to ensure Mr. Bullock of a proper entrance 
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| also to take — of drainage problems, and that the 
Engineer contact Mr, Bullock in order to make an 
agreement, satisfactory to the County and Mr, Bullock, 
Carried, 
Moved by R. W. Speck Seconded by F. Dowling 

Resolved that the Engineer prepare a report outlining the 
| feasibility of allowing the Township of Toronto to Sanitary 
liana fill, the property owned by the County at Erindale on 
\No. 5 Highway. 

Carried, 
Moved by Cyril Clark Seconded by G. Shaw 
Resolved that all necessary trees on the south side of 
127 Sideroad, township of Chinguacousy, along the north 
l side of J. L. McKane's farm be cut so that proper ditching 


| might be completed. 


Carried, 


There being no further business, the meeting adjourned. 


Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, September 4th, 1958, 
Peel County Good Roads Committee met on the above date at 
1.30 P. M. 
: Members were all present, 
Chairman H. Pind presided. 
Minutes of the August 7th, August 14th and August 26th 
| meetings were read and on motion adopted. 
Moved by C. Clark Seconded by E. Trathen 
Resolved that pay sheets Number 91 to Number 104, 
inclusive be approved for payment. 
Carried, 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
September 16th, 1958, 

Peel County Good Roads Committee met on the above date 
jat 10 A. M. 

The meeting was held at the corner of the 2nd line East, 
| and 27 sideroad, Township of Chinguacousy. 

Members were all present. 

Chairman H. Pind presided. 

As this was a special meeting called to meet with Mr. J. 
IL. McKane re cutting of trees alond his property no minutes 
| were read, 

Moved by R. W. Speck Seconded by C. Clark 

Resolved that due to a prevéous committment, that this 
| committee purchase fourteen maple trees from the east end 
| of J. L. McKanes' property and that he paid $50.00 per tree, 
; and that the County plant sixteen replacement trees of Mr, 
| McKanes choice, not over $10.00 (purchase price), the 
| County to replace any trees that die within the next three 
| years. 

Carried. 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 

Brampton, October 9th, 1958, 
Peel County Good Roads Committee met on the above date at 
11.30 P. M. 
Members were all present except C. Clark and R. W. Speck. 
In the absance of R. W. Speck, Mary Fix was permitted to sit 
in at the meeting to represent Toronto Township. 
Chairman H. Pind presided. 
Minutes of the September 4th and September 16th meetings 
jwere read and on motion adopted. 
Moved by W. G Shaw Seconded by &. Trathen 
Resolved that pay sheets number 105 to number 118, 
jinclusive be approved for payment. 

Carried. 
Moved by F. Dowling Seconded by W. G. Shaw 
Resolved that the County Solicitor be authorized to make 
ja settlement with Mr. M. Thompson in respect to his property 
|situated on part of Lots 23 and 24, Plan PeCh-9 for the 
\County of Peel, for a sum not to exceed $4,867.50 plus costs, 
provided that ih ke be a term of the settlement thatthe 
|house situated on the property be either moved or removed 
ifrom its present location. 

Carried. 

Mr. Brown of Hammond Road, Township of Toronto was present 
and addressed the Committee re the widening of the fifth line. 
After a discussion with Mr. Brown, Mr. Brown was asked to 
jleave the meeting. j 
Mr. Dixon was present and addressed the Committee “land 
purchase. 

Moved by E. Trathen Seconded by W. G. Shaw 

Resolved that the County Solicitor be instructed to obtain 
la Municipal Board hearing re compensation for lands exprop- 
iriated from Mr. K. E. Munro and Mr. W. A. Poulton and A. M. 
Poulton being owners of parts of Lot 31, Concession L. S. D. 5S. 
Township of Toronto. 


Carried. 


Mr. George Miller of Brennan Paving was presnt and addressed 
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|the Committee re Contract 9D=58. 

The visit to the Minister of Highways on October 6th was 
ldiscussed and the Committee agreed to visit the 5th line 
West, Township of Toronto on October 14th. 

The recommendation from County Council re staff holidays 
= discussed. The recommendation outlined holidays in 
jaccordance with the present road staff policy, with the 
Lscepbten of temporary help, which are paid 2% holiday pay 
ion leaving the employ of the County. 

Moved by H. Pind Seconded by W. G. Shaw 

| Resolved that the resolution of July 10th, 1958, re Elwood 
Ward, the owner of Lot 15, Con. 3 &. H. S., Township of 
\Caledon be recinded. 

Carried, 

Moved by W. G. Shaw Seconded by &. Trathen 

| Resolved that the Warden and Clerk be authorized to sign 
ithe agreement with the Village of Caledon East and the County 
jof Peel re extra woad work within the Village limits. 
Carried. 


There being no further business the meeting adjourned. 


secretary | Chairman 


ps 


MINUTES 
ROAD COMMITTEE 
Brampton, October 16th, 1958, 
| Peel County Good Roads Committee met on the above date 
jcuring the session of County Council. 
Members were all present except C. Clark and R. W. opeck, 
H. Pind, Chairman, presided. 
Moved by F. Dowling Seconded by E. Trathen 
Resolved that the tender received from Browne and Louth, 
Norval, Ontario for Guide Rail and Brace Panel construction 
be accepted at unit prices totalling $8,465.76. Subject to 
jthe approval of the Department of Highways. 
Carried, 


There being no further business the meeting adjourned. 


secretary Chairman 


oy 


MINUTES 
ROAD COMMITTEL 
Brampton, Nov. 6th, 1958 


Peel County Good Roads Committee met on the above date 


at 1.30 P. M. 


Members were all present. 


Chairman H. Pind presided. 


Minutes of the October 9th and 16th meetings were read 
and on motion adopted. 
Moved by R? W. Speck Seconded by C. Clark 
That pay sheets Number 119 to Humber 129, inclusive, be 
approved for payment. 
Carried. 
Moved by F. Dowling Seconded by E. Trathen 
Be it Resolved that due to the seriousness of the lawsuit 
now entered against the County of Peel by the Onway 
Construction Company, that the County Solicitor be requested 
to secure the assistance of Mr. J. Weit and in particular 
that we receive from Mr. Weir the opinion as to the possibilit 
of bringing this case to a succesful conclusion, furthermore 
that a deputation of the County&arrzedx Solicitor, the 
Chief Engineer, the Warden and the Chairman of the Good Roads 
Committee arrange an interview with Mr, Weir for this 
purpose. 
Carried, 
Moved by R. W. Speck Seconded by W. G. Shaw 
Be it Resolved that a counter claim for damages against 
the Company of Hyco Reddy Mix be filed by the County 
Solicitor in respect to the damages to bridge on Number & 
sideroad in the Township of Caledon on the 21st day of 
October, 1958. 
Carried. 
Moved by R. W. Speck Seconded by C. Clark 
Resolved that the County Engineer be authorized to advert- 
ise for a Professional Engineer for the Roads Department. 
Carried. 
Moved by W. G. Shaw Seconded by R. W. Speck 


That the claim received from the Brennan Construction Co. 
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for damages re location of supply pit be rejected as the 
Committee feels that this is strictly a responsibility of 
successful tenderer, 
Carrned. 


There being no further business the meeting adjourned. 


| vecretary | Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, November 13th, 1958, 


Peel County Good Roads Committee met on the above date 


during the session of County Council. 


Members were all present. 
Chairman H. Pind presided. 
Moved by R. W. Speck Seconded by E. Trathen 


Be it Resolved that a formal request be made to the Dept- 


| of Highways to take over the Malton Airport Road from the 


north limits of the Village of Malton to the Etobicoke 


boundary as a Development Road. 


Carried, 
Moved by W. G. Shaw Seconded by F. Dowling 
That pay sheets Numbered 130 and 131 be approved for 


| payment. 


| 


Carried. 


There being no further business the meeting adjourned. 


secretary Cahirman 


rr 


MINUTES 
ROAD COMMITTEE 
Brampton, December Ath, 1958. 


Peel County Good Roads Committee met on the above date 


lat 1.30 P. M. 


Members were all present. 
Chairman H. Pind presided. 
Moved by R. W. Speck Seconded by E. Trathen 


That pay sheets Number 132 to Number 142, inclusive be 


| approved for payment. 


Carried. 
Moved by F. Dowling Seconded by W. G. Shaw 


That the Warden and Clerk be authorized to stign the deed 


| to C. Wilson for land expropriated which was subsequently 


| reverted to the original owner. 


Carried. 
Moved by F. Dowling Seconded by W. G. Shaw 


Resolved that the tender for snow plowing from Beel 


| Construction for the northern section be accapted at the 


| following prices: 


Standby $10.00 per day 
Plowing $ 6.00 per hour 


and further that the tender from Bruell Construction be 


accaepted for the Malton areaat the following prices: 


Standby $ 6.00 per day 
Plowing $ 7.50 per Hour. 


| Subject to the approval of the Department of Highways. 


Carried, 
Moved by R. W. Speck Seconded hy E. Trathen 
Resolved that the following tenders for supply of sand be 
accepted subject to the material passing the specifications 


and approval of the Department of Highways: 


| Erindale Hayward & Picket 1.30 
| Huttonville Industrial Sand & Gravel 1.20 
| Malton Industrial Sand & Gravel 1.30 
| Makiko Xn eK LAX SanexxexGKravexxkxZ@ 
| Cheltenham Armstrong Bros. 1.20 


| Forks of the Credit Armstrong Bros. 1.00 
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| Sandhill Matsons Haulage °99 
Carried, 

Moved by F. Dowling Seconded by W. G. Shaw 

That the tender from Denny Motors for the supply of a 
| on 1959 Chevrolet car, with a trade in difference in the 
| amount of $1155.00, be accepted as per tender submitted for 
| Model 1119 Chevrolet. 
Carried. 

Moved by E, Trathen Seconded by R. W. Speck 

Resolved that the County accept the a, of 
| Canmiims . 
| Transport and Canadian Pacific Railways report for the 
j installation of short arm gates at the third line hast, 
| Township of Toronto, 

Carried. 

Moved by W. G. Shaw Seconded by C. Clark 

“esolved that the tender submitted by Ambler & Courtney 
| for clearing and grubbing on work order 4A=58 at unit prices 
| totalling $3,000.00 be accepted. Subject to the approval of 
|the Department of Highways. 


Carried, 


There being no further business the meeting adjourned. 


92 » BA 


Scaratans Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, January 6th, 1959 
ree, County Good Roads Committee met on the above date 
at 1.30 P. M. 
Members were all present zecept R. W. Speck, 
Chairman H. Pind presided, 
Minutes of the November 6th, November 13th, and December 
4th meetings were read, and on motion adopted, 
Moved by C. Clark seconded by E. Trathen 
That pay sheets Numbered 143 to 155, inclusive be 
approved for payment. 
Carried. 
Moved by W. G. Shaw Seconded by E. Trathen 
That Mr. John Weir be authorized to engage the firm 
of Proctor and Redfern for the purpose of testing pavement 
on sideroad 27 = Sandhill to Victoria, at a cost of 
$375.00, 
Carried. 


There being no further business the meeting adjourned, 


Secretary 


MINUTES 
ROAD COMMITTEE 
Brampton, January 28th, 1959. 

Peel County Good Roads committee met on the above date at 
11.30 P. M. 
Members were all present. 
Chairman C. Clark presided. 
The proposed road budget for 1959 was discussed at length, 
The Secretary was instructed to write to all the Reeves 
lin the County inviting them to be present at the next road 
eeu iis when urban refunds would be discussed. 
| The Secretary was also instructed to write to all the 
cleric in the County requesting information with respect 
|to assessment and local County mill rates, so that the 1959 
|County rate might be figured in relation to local County 
lrates. 


There being no further business the meeting adjourned. 


secretary 


MINUTES 
ROAD COMMITTEE 
Brampton, February 10th, 1959. 

Peel County Good Roads committee met on the above date at 
llo A. M. 
Members were all present, 
Chairman C. Clark presided. 
Minutes of the January 6th meeting were read and on motion 
| adopted. 
The Reeves of the five urban municipalities in the County 
|were present, and considerable discussion took place re the 
amount of urban refunds, now being paid by the County. 
Moved by R. W. Speck Seconded by R. Johnston 
That the following percentages for urban refunds be 


adopted tor 1959; 


Brampton 35% Bolton 35% 
Caledon East 35% Port Credit 35% 
Streetsville 35% 

Carried. 


Moved by &. Trathen Seconded by Mary Fix 
| That pay sheets Number 1 to Number 11, inclusive be 
lapproved for payment. 
Carried. 
Moved by &. Trathen seconded by W. G. Shaw 
Resolved that the tender received from the Sam Cosentino 
iLtd., General Contazctor be accepted for the construction 
jof the Brittania sideroad bridge at unit prices totalling 
$127,220.00 as per tender submitted. Subject to the approval 
of the Department of Highways. 
Carried. 
Moved by Mary Fix Seconded by W. G. Shaw 
| Resolved that the County Solicitor be authorized to settle 
with Mr. Harris & Wheeler for lands expropriated by the County 
Jin the Police Village of Malton for $1500.00, to includes 
|cOsts. 
| Carried. 
Moved by W. G. Shaw Seconded by R. Johnston 
Resolved that the County Clerk be instructed to inform the 
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|| Minister of Highways that the County of Peel is willing to 

| assume Kings Highway 24 from Coulterville to Orangeville as 

la County road, subject to the following conditions: 

(1) The above portion of Highway 24 to be rebuilt by 
the Department to a standard acceptable to the County of 
Peel. 

(2) County Road 18 - the 5th Line West from Highway 2 

to the Queen HKlizabeth Way is to be assumed as a 

Provincial Highway. 

(3) County Road 7 - the Malton Airport Road from 

Etobicoke, Toronto Township Boundary to the Police Village 

of Malton is to assumed by the Department as a Develope- 

ment road, as previously requested by the County of Peel, 

Carried. 

Moved by R. W. Speck Seconded by W. G. Shaw 

That the mill rate for road purposes in 1959 be Five 
mills. 

Carried, 

Moved by R. W. Speck Seconded by &. Trathen 
Be it Resolved that the County Solicitor be instructed to 
jobtain the services of John Weir to handle the expropriations 

Jin connection with Messrs. Gill, McCollum, Poulton, Munroe 

and Todd and to request a Municipal Board hearing as soon as 

| possible. 

Carried. 


There being no further business the meeting adjourned. 


Vera Grech ae s- al ELoAb. 


secretary Chaiyman 


MINUTES 
ROAD COMMITTEE 
Brampton, February 12th, 1959, 

Peel County Good Roads Committee met on the above date 
| during the session of County Council. 
Members were all present. 
Chairman C. Clark presided. 
The following resolution was considered: 
Moved by R. Johnston Seconded by W. G. Shaw 
: That pay sheet Number 12 be approved for payment. (Land 
| Purchase) 
Carried, 


There being no further business the meeting adjourned. 


secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, March 5th, 1959. 

Peel County Good Roads Committee net on the above date 
lat 2 P. M. 
| Members were all present except Mary Fix. 
Chairman C. Clark presided. 
Minutes of the January 28th, February 10th and 12th 
meetings were read and on motion adopted. 
Communications were read and dealt with. 
Moved by R. W. Speck Seconded by E. Trathen 
That Pay Sheets Numbered 13 to gl, inclusive be approved 
lfor payment. 

Carried. 
Construction of 17 sideraad, Township of Chinguacousy 
|was discussed. 
| Moved by R. W. Speck Seconded by W. G. Shaw 
Resolved that an additional appropriation By-law be passed 
Ito finance the construction of 17 sideroad, Concession 1 and 
lo BE. H. S., Township of Chinguacousy, at an estimated cost of 
|$95,000.00, and that the County debenture thier share of the 
lcost. subject to the approval of the Department of 
Highways. 
| Carried. 


There being no further business the meeting adjourned. 


Dhnpry Voth fT Cy ihe... Loah, 


secretary Chairma 


4 


MINUTES 


ROAD COMMITTEE 
| Brampton, 11 March 1959 


Peel County Good Roads Committee met on the above 


| date at 4:00P.M. 


Members were all present except Mary Fix and W.G. 


| : 
| Shaw. 


| 


| Chairman C. Clark presided. 

jl. Moved by R.W. Speck and seconded by R. Johnston, 

| The pay sheet No. 23 with additions as listed on the reverse 
| side of this resolution be approved for payment. The 


| 


| total amount $46,971.97. 


| Carried, 
| 

Todd ¢ 37,000.00 
| Wessel 620.44 
Lay 724.16 
| Feast 547 23h 
| Pudden 842.04 
| Pudden 738.00 
| Strandholt 72h, .60 
| Taylor 431.04 
| tokens 1918.17 
| Davison $35.38 
| Paquin 617.80 


£e Moved by E. Trathen and seconded by R. Johnston, 

| Resolved that the tender received from McClelland 

| Construction Limited be accepted for the construction 
of the Port Credit bridge detour as per tender submitted 
Jat unit prices totalling $43,903.00. Subject to the 


‘approval of the Department of Highways. 


Carried. 


There being no further business the meeting adjourned. 


Secretary Chairman 


MINUTES 
ROADS COMMITTEE 


| Brampton, March 26, 1959 
Peel County Good Roads Committee met on the above 


| date at 1.30 PM. 
Members were all present except Mary Fix andW.G,. 


\Shaw. Also present Mr. A.G. Davis Q.C., County Solicita@ 


Chairman C. Clark presided. 

Moved by R. Johnston and seconded by R.W. Speck. 
Resolved that the County Clerk be instructed to 
foc the Minister of Highways of Ontario that the County 
of Peel is willing to assume the Kings Highway # 24 from 


q 


Coulterville to Orangeville, subject to the following 


| 


/conditions= 


| 
| 
jl. The above portion of Highway #24 is to be rebuilt 


to a Standard, acceptable to the 
| BY CAS VSpTgetets County of Peel. 
|2. County Road #18 , the 5th Line West from Highway #2 
| 0 the Queen Elizabeth way, is to be assumed as a Provin- 
lcial Highway and reconstructed by 1960, 
Carried. 
Moved by E. Trathen and seconded by R. Johnston, 
That we recommend to the County Council that the 
| Engineer be instructed to proceed with reconstruction 
lof Cawthra Road from the Queen Elizabeth way to 
| Highway # 5 according to terms of Department of Highways 
j letter dated March 23rd 1959. 


Carried, 


| There being no further business the meeting adjourned. 


erate kere ae Cpa L look 


| secretary C 


MINUTES 
ROADS COMMITTEE 


Brampton April 9th, 1959 


Peel County Good Roads Committee met on the above 
date at 1:30 P.M. 

Members were all present. 

Chairman C,. Clark presided. 

Minutes of the March 5th, March 11th and March 26th 
meeting were read and on motion adopted. 

Communtrations were read and dealth with. 

Moved by R.W. Speck seconded by W.G. Shaw 
1. That the pay sheets No, 24 to No. 34 inclusively 
he approved for payment. 

Carried. 

County Solicitor was instructed to check the Highway 
Improvement Act to see what authority the Road Committee 
has with respect to the payment of accounts. Tenders 
were opened for, four (4) tires for the Motor Graders. 

Moved by R.W. Speck seconded by R. Johnston. 

2 Resolved that the quotation from the Elmwood Tire 
Service Ltd. for the supply of four (4) Goodyear Grader 
Tires at a price of $1,092.33 to be accepted. 

Carried. 

Moved by R. Johnston seconded by EH. Trathen, 

32 Resolved that the Vertical clearance mid-span of the 
proposed Port Credit bridge remain at 9 ft. above the 
mean lake level of 246.0 ft. 

Carried. 

Moved by R.W. Speck seconded by W.G. Shaw. 

4, That the County Solicitor be instructed to prepare 
an Agreement between the County and Gordon Oughtred, 
relating to a proposed plan of Subdivision by Mr. 
Oughtred. 


Carried, 


a 


The County Solicitor was instructed to write to the 
Solicitor for Mr. Ward of Caledon Township to see if 
a settlement could be reached, re damage to Mr. Ward's 
property. 

It was decided that the Annual Road Inspection would 
be held on Tuesday and Wednesday, April 21st and 22nd, 
129 » 

All members of County Council would be invited to 
attend the inspection and the roads in the south end 
would be inspected on the 21st and the roads on the 
north end, on the 22nd, 


There being no further business the meeting adjourned. 


dnp 1 festheaf Lyn Lbeuth 


Secretary Chairman 


MINUTES 
ROADS COMMITTEE 


Brampton April 15th, 1959 


Peel County Good Roads Committee met on the above 
date at 4:00 P.M. 

Members were all present. 

Chairman C. Ulark presided. 

Mr. Frank Cowan County Insurance Broker and Mr. ©, 
Mitchinon of the General Accident Assurance Company were 
present and addressed the Committee re Road Liability and 
Insurance. 

Moved by R. Johnston seconded by ,. Trathen. 
Resolved the resolution of April 9th, 1959 regarding 
the purchase of Grader Tires be rescinded. Be it further 
resolved that the quotation from the Thompson Tire and 
Battery Service be accepted for the supply of four (4) 


Grader Tires and tubes at a price of $1,142.28. 


Moved by W.G. Shaw seconded by E. Trathen. 
Resolved that the Warden and Clerk be authorized 
to sign the plan of expropriation on the Sixth Line East 


Carried. 

| 

between the Townships of Albion and Caledon, From Caledon 
| 


| East to the 15th Side Road, Township of Caledon. 
| Carried, 
Moved by W.G. Shaw Seconded by E, Trathen, 

Resolved that the tender received for Work Order No. 
7CD=59 be accepted as per tender, submitted by Holley 
Construction at unit prices totalling $2,802.80. Subject 
to the approval of the Department of Highways. 

Carried. 


There being no further business the meeting adjourned. 


Pha Y fete ge, re L. Lhe 


Secretary Chairman 


MINUTES 
ROADS COMMITTEE 
Brampton, April 16th, 1959 

Peel County Good Roads Committee met on the above 
date during the session of County Council. 

Members were all present. 

Chairman C. Clark presided. 

The following resolution was presented. 

Moved by &. Trathen seconded by R. Johnston, 

Resolved that Pay sheet No.39 be approved for payment. 


Carried. 


There being no further business the meeting adjourned. 


Dhony 11 eth he Hark Clark 


secretary Cha ane 


a  —— 


MINUTES 
ROADS COMMITTER 


| Brampton, May 13th, 1959. 
| 


Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 

Members were all present accept Mary Fix. 

Chairman ©. Clark presided. 

Minutes of the April 9th, April 15th, and 4pril 16th 
meetings were read and on motion adopted. 

Communications were read and dealt with, 

Moved by R. Johnston, Seconded by E, Trathen, 

That Pay Sheets No. 35 to No. 38 inclusive and No, 40 


to No. 47 inclusive be approved for payment. 


Carried, 

Moved by *, Johnston. Seconded by W.G. Shaw. 

Resolved that the tender received from the Armstrong 
Bros. Co. Limited for the supply of Betumiuous material 
pe accepted as per tender submitted at unit prices 
totalling $46,185.00. Subject to the approval of the 
Vepartment of Highways, 

Carried, 

Moved by ™, Trathen. Seconded by W,G. Shaw. 

Resolved that the tenders for the supply of Maintenance 
Gravel be accepted as per tenders submitted at unit prices 
as follows: 

Area #1 4W.R. Greenley $1.25 per ton 
Area # 2 W.R, Greenley «95 per ton 
Area # 3 Armstrong Bros, 1.12 per ton, 
Subject to the material meeting the County Council 
specifications and subject to the approval of the Depart- 
ment of Highways. 

Carried. 

Moved by 2, Johnston. Seconded by &. Trathen. 

Resolved that the tender received for the construction 
of Work Order C18A=59 be accepted as per tender submitted 
by Leonardelli Construction at unit prices totalling 


$4,269.00 Subject to the approval of the Department of 


im 
Highways. 

Carried. 

Moved by W.G. Shaw. Seconded by E. Trathen, 

Resolved that the Warden and Clerk be authorized to 
execute a deed from the County of Peel to Grace EL, 
Hutchinson. 

Carried. 
Moved by R. Johnston. Seconded by R.W. Speck. 
Resolved that the County Engineer be authorized to 
approve railway signal focations for the following 
Canadian Pacific Railway Crossings: 
(1) Road #9 ~~ Bolton 
(2) Road #5 }#£4-= Meadowvale 
(3) Road #4 = Dixie Road, 
Be it further resolved that the County Engineer be 
authorized to approve any further railway crossing signal 
locations as requested by the County of Peel, 
Carried. 

Moved by R.W. Speck. Seconded by “, Trathen. 

Resolved that submission from the Board of Transport 
Commissioners for the installation of automatic signals 
and bells at the two C.N.R. railway crossings in the 
police Village of Malton at an estimated cost of $24,590. 
of which the Vounty'ts share will be 124% be accepted. 

Carried. 

Moved by R.W. Speck. Seconded by E. Trathen. 

That the Warden and Clerk be authorized to sign the 
appropriation plan on the Dixie oad from Burnhamthorpe 
Road to Highway 401. 

Carried. | 

Moved by E. Trathen. Seconded by W.G, Shaw, 

That the Warden and Clerk be authorized to execute 
an agreement between the County of Peel and Oughtred 
Bros. Limited, 

Carried. 


There —— no further business the meeting oe aaa 


Cha 


Secretary rman 


Ee Re a 


MINUTES 
ROADS COMMITTEE 
Brampton, May 20th, 1959. 


Peel County Good Roads Committee met on the above date 


at 8:00 P.M. 


Members were all present except Mary Fix, 

Chairman C, Clark presided. 

Moved by E, Trathen. Seconded by &, Johnston. 

That Pay Sheet No. 48 be approved for payment. 
Carried, 

Moved by R. Johnston. Seconded by W,.G, Shaw. 


Resolved that the tender received from the Sawyer- 


Massey Ltd. for the supply of one Austin Western Motor 


Grader Model 300 for $24,460.00 be accepted as per tender 
submitted. 
Carried. 

Moved by R.W. Speck. Seconded by R. Johnston, 

That the following land purchases accounts be approved 
for payment: 
Howard Graham $ 2,870.50 
Wm. Driedzic 600.07 
Philip E, Band, Calvin Cappell and Samuel Utken 

$1,668.34 


Carried. 

Moved by R.W. Speck. Seconded by ®, Johnston. 

Be it resolved that Mr. Fred Dickson be retained by 
the Peel County Road Vommittee on a yearly basis ata 
salary of $6,500,00 and mileage of 10¢ per mile. 
Starting date being lst June 1959, 

Carried. 

Moved by E. Trathen. Seconded by R.W. Speck. 

Whereas sufficient money was set up in the 1959 Road 
Budget to cover convention expenses, which was approved by 
Peel County Youncil. Be it resolved that all members 
of the Good Roads Yommittee, the County Engineer and the 


County Clerk-Treasurer be delegates to the Canadian Good 


\ 


oD 
Roads Convention with all convention expenses paid by 
the County. 


Carried, 


There being no further business the meeting adjourned, 


J hrggy 0 Ca haps » Cy asd . LLork 


Secretary airman 
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MINUTES 
ROADS COMMITTEE 
Brampton, June 4th, 1959. 
Peel County Good Roads Committee met on the above date 
at 1:30P.M. | 
Members were all present except Mary Fix. 
Chairman ©. Clark presided. 
Minutes of the May 13th and May 20th meetings were 
read and on motion were adopted. 
Communications were read and dealt with. 
Moved by W.G. Shaw. Seconded by R. Johnston, 
That Pay Sheets No.49 to 62 inclusive be approved 
for payment. 
Carried. 
Moved by R.W. Speck. Seconded by R,. Johnston. 
Resolved that the committee recommend that a‘letter 
be sent to the Toronto Twp. Planning Board stating that 
the County is desirous of having the minimum number of 
entrances possible on the fifth line west from Highway 
#2 north to Britiannia sideroad. 
Carried. 
Moved by R.W. Speck. Seconded by W.G. Shaw. 
| Resolved that the tender received from H.M. Davis 
& Sons, Streetsville, Ontario for the Clearing and 


Grubbing of Contract 4A-59 be accepted as per tender 


submitted at unit prices totalling $5,120.00. Subject to 


|the approval of the Department of Highways. 
| 


Carried. 


Ez een rad Llowh. 


¥, 
Secretary Chairman, 


There being no further business the meeting adjourned, 


MINUTES | 
ROADS COMMITTEE 
Brampton, June 10th, 1959. 


Peel County Good Roads Committee met on the above date 
at 8:00 P.M. 

Members were all present except Mary Fix. 

Chairman ©, Clark presided. 

Moved by E, Trathen. Seconded by W.G. Shaw. 

Resolved that the Tender received from Percy M. 
Finnigan of Weston Ontario, for the construction of three 
(3) structures be accepted at unit prices submitted as 
follows: 


Percy M, Finnigan - Contract B7CD=-59: 


' Smith's Flats Bridge $ 8,709.93 
Carberry's Arch 17,765.84 
Norris' Bridge 9,263.26 

Total Bid $35,739.03 


Subject to the approval of the Ontario Department of 
Highways. 


Carried. 

Moved by E, Trathen, Seconded by W.G. Shaw. 

Resolved that the Warden and Clerk be authorized to 
Sign the deed regarding the exchange of lands between 
Mrs. Beatrice Roadhouse and the County of Peel. 

Carried. 

Moved by R. Johnston. Seconded by W.G. Shaw. 

Resolved that the tender received from the Armstrong 
Bros. Co. Ltd. for contract 4A-59 the Dixie Road paving 
be accepted as per tender submitted at unit prices totall- 
ing $242,463.70. Subject to the approval of the Depart- 
ment of Highways. 

Carried. 

Moved by E. Trathen. Seconded by BR, Johnston. 

Resolved that the tender received from the Armstrong 
Bros. Co. Limited for contract 70-59 the 6th line east 
from Woodhill to Tullamore be accepted as per tender 
submitted at unit prices totalling $319,778.65. Subject 


to the approval of the Department of Highways. 
Carried. 


Lae 


There being no further business the meeting adjourned. 


secretary "Ch man. 


MINUTES 
ROADS COMMITTEE 


Brampton, June 11th, 1959 


Peel County Good Roads Conmittee met on the above date 
during the session of Peel County Council, 

Memberswere all present. 

Chairman ©, Clark presided, 

The following resolution was presented: 

Moved by R.W. Speck. seconded by Mary Fix. 

That pay sheet number 63 be approved for payment. 


Carri ed. 


There being no further business the meeting adjourned. 


Jhreg yeti Zt Caw. Llork 
an 


Secretary Chai 


MINUTES 
ROADS COMMITTEE 
Brampton , July 9th, 1959. 
Peel Vounty Good Roads Committee met on the above date 
at 1:30 P.M. 
Members were all present. 
Chairman ©, Clark presided. 
Minutes of the June 4th, June 10th, and June lith 
meetings were read and on motion were adopted. 
Communications were read and dealt’ with. 


Moved by W.G. “haw. Seconded by R.W. Speck. 


for payment. 


Carried. 


Resolved that the tender received from the Armstrong 
Brothers Company Limited for grading and paving of Cawthra 
Road, Contract No. 17A-59 be accepted as per tender submitted 
at unit prices totaling $93,014.70. Subject to the approval 
of the Department of Highways. 

Carried. 


That Pay Sheets No. 64 to No. 76 inclusive be approved 
Moved by R. W, Speck. Seconded by R. Johnston. 


Moved by R. Johnston. Seconded by ©. Trathen. 


Resolve the tender received from the Marentette Bros. 
Ltd. for the construction of the Sixth Line from Tullamore 
to Sandhill be accepted as per tender submitted at unit 
prices totaling $138,305.06. Subject to the approval of 
the Department of Highways. 
Carried. 
Mr. 4, Ingram, Chairman of the Town of Brampton Water 


Vommission, was present and addressed the Road Committee Re 


offer to purchase part of the County of Peel property on the 
Brampton By-Pass at the corner of 10 Sideroad,Townshiy: of 
Chinguacousy and the First Line east Township of Ching- 
uacousy. The Engineer was instructed to contact Ching- 
uacousy East School Board to see if they were interested in 
the purchase of this property and if not the committee inform 
Mr. Ingram that they would consider a offer from Brampton 


Water Commission. 


-2- 


The Secr2tary was instructed to write to the Minister of 

Highways re the transfer of Highway #24, Township of Caledn 

to the County and the assumption of the fifth line west 

Township of Toronto by the province as a King's Highway. 
Carried. 

Moved by R. W. Speck. Seconded by E. Trathen. 

Resolved that the Engineer be instructed to prepare 
location plans for the extension of the fifth line West 
from Britiannia Sideroad to Highway #401 in conjunction 
with the Township of Toronto Phanning Board and the Depart- 
ment of “ighways. 

Carried. 

The Secretary was instructed to check upon the By-laws 
covering the Speed Limit on the Mississauga Road and the 
Dixie Road from Highway #2 to the Queen Elizabeth Way. 

The Secretary was instructed further to prepare By-Laws 
covering both these roads making the Speed Limit 35mph. 

Moved by R. Johnston. Seconded by E. Trathen. 

Resolved that the Department of Veterans Affairs be 
informed that the County does not intend to purchase a road 


widening from Mr. W. N. Fleming being the owner of Part of 


Lot 33 Con. 6 EHS., Township of Chinguacousy, and be it 
further resolved that the Béll Telephone Company be so 
informed. 

Carried. 

The Engineer was instructed to complete pre Engineering 
survey on the Streetsville Subway for the Board of Trans- 
port Commissioners. 
| The Secretary was instructed to prepare a By-law for 
the next session of Council reverting part of Britiannia 
| Sideroad to the Township of Toronto and assuming two con- 
: session of the Derry West Road as a Younty Road. 


Moved by “ary Fix. Seconded by W. G. Shaw. 


| 


| 
| 
| 


Resolved that the Sixth Line from Maltbn four corners 


northwards to the village north bimits be scarified and 


rolled and primed. 


Carried. 


= 


There being no further business the meeting adjourned. 


Secretary airman 


| Jhonny 21 fants pe _  Cyacd Ll _ 


MINUTES 
ROADS COMMITTEE 


va 


re | Brampton, July 15th, 1959. 
Peel County Godd Roads Committee met on the above date 
at 6:45 P.M. 
" — “Members were all present. 

Chairman C. Clark presided. 

Moved by E. Trathen. Seconded by R.- Johnston. 

That the County property next to Sein Section 22, 
Chinguacousy Bast School. Board, be sold to the School Board 
at $2,000.00 per acre, subject to the School Board agreeing 
to sell the property back to the County if it is not required 
for school purposes, at the same price. 

Carried. 

Moved by R.W. Speck. Seconded by R. Johnston. 

That the r esolution dated July 9th, 1959, awarded the 
contract for construction of the sixth line to Marentette 


Bros. be recincded. . 


. oe. Uarried. 
| Moved By R. Johnston. Seconded by HE. Trathen. 

Resolve that the tender received from Armstrong Bros. Ltd 
forthe construction of the sixth line from Tullamore to Sand- 
hill be accepted as per tender submitted at unit prices 
totaling $138,873.85. Subject to the approval of the 
Department of Highways. 

Carried. 
Moved by R. Johnston. Seconded by W, G. “haw. 
Resolved that the tender received for the supply, fabri- 


cation and erection of the structural steel for the Port 


Credit Bridge be accepted as per tender submitted by the 


Runnymede Construction Limited for the lump sum price of 
$52,725.00. Subject to the approval of the Department of 
Highways. 
7 Carried. 

Moved by E. Trathen. Seconded by R.W. Speck. 
That pay sheet No. 77 be approved for payment. Pay 


sheet No. 77 also will include the following land purchase 


may 


ai Dies 


accounts: 
George F. Gill and Wilheminia Gill $14,080.00 
M. Endicott 850.00 


Carried. 


There being no further business the meeting adjourned 


Dbney 21 Lerrhinffe pp Lh 
Vhairman,. 


Secretary 


MUNITES 
ROAD COMMITTEX 


Brampton, August 4th, 1959. 


A At the request of the County Engineer, Mr. C. Clark, 
Chairman of the Good Roads Committee and Mr. L.O. Fiander, 
| 

(\Divisional Engineer, met with the Engineer to open tenders 


for Port Credit Bridge. The following tenders were received 


Bailey Construction 3) 13,459.50 
McClelland Construction [15,194.00 
- Russell Construction j 14,384.00. 


There being no further business the meeting adjourned. 


Joly Y adrfe | 


secretary. 


rman. 


MINUTES 
ROADS COMMITTEE 
Brampton, August 6th, 1959. 

Peel County Good Roads Committee met on the above date 
at 1;30 P.M. 

Members were all present except Mary Fix. 

Chairman C. Clark presided. 

Minutes of July 9th and July 15th meetings wereread and 
on motion adopted. 

Communications were read and dealt with. 

Moved by E. Trathen. Seconded by W. G. Shaw. 

That pay sheets No. 78 to No. 90 inclusive be approved 
for payment. 

Carried. 

The Secretary was instructed to request the County 
Solicitor to write to the Village of Bolton re their account 
with the Road Department. 

Moved by R, Johnston. Seconded by E. Trathen. 

Resolved that the tender submitted from the Russell 
Construction Ltd. for the general contract for the Port 
Credit Bridge be accepted as per tender submitted at unit 
prices totaling #14, 384.18. Subject to the aprroval of the 
Department of Highways. 

Carried. 

Moved by W.G. Shaw. Seconded by E. Trathen. 

Resolve that the submission for an alternative design 
for the structural ste@l of Port Credit Bridge be accepted 
as per tender submitted by the Runnymede Steel Construction 
Ltd. at a total price of $49,500.00. Subsect to the approwl 
of the Department of Highways. 

Carried. 

The Secretary was instructed to phone the Minister of 
Highways re the transfere of Highway #24 in the Township of 
Caledon to the County andthe assumption by the Department of 
Highways of Fifth Line West, Township of Toronto. 

The County Solicitor was instructed to inform the Sol- 


icitor for Mr. Ward of Caledon that the County were willing 


ae 


|jto pay $1,250.00 for damages to “r. Ward's property. 


There being no further business the meeting adjourned. 


an 


secretary Chain 


MINUTES 

ROADS COMMITTEE 
Brampton, Auzust 13th, 195. 
Peel County Good Roads Committee met on the above 
date during the session of County Council. 

Members were all present. 

Chairman C. Clark presided. 

The following resolution was presented. 

Moved By E. Trathen. Seconded by R. Johnston. 

That pay sheet No. 91 be approved for payment. 

Carried. 


There being no further business, the meeting adjourned 


Jerry 1) ehh Cyrak Cloak, . 
an 


secretary Chair 


MINUTES 
ROAD COMMITTEE 
Brampton, September 2, 1959. 

Peel County Good Roads Committee met on the above date 
at 10:00 A.M. 

Members were all present except Mary Fix and R.W. Speck. 

Chairman ©. Clark presided. 

The Chairman informed the Committee that the meeting 
had been called to meet with representatives of the King's 
Highway Branch in connection with Maintenance on haul roads 
leading to Highway 401. Mr. L.O. Fiander, Divisional Eng- 
ineer and Mr. Greenland,Construction Engineer, and Mr. Benny 
from the King Road Branch were present. 
| After considerable discussion in connection with the 
condition of the roads used by the Department and Contractors 
as haul roads to Highway 401, it was decided that the De- 
partment representatives would look over the roads and 
report back to the Committee. 


There being no further business, the meeting adjourned. 


Secretary Cha an. 


MINUTES 
ROAD COMMITTEE 
Brampton, September 10, 1959. 

Peel County Good Roads Committee met on the above date 
at 7:00 P.M. 

Members were all present. 

Chairman C. Clark presided. 

Minutes of the August 4th, August 6th, August 13th and 
September 2nd meetings were read and on motion adopted. 

Communications were read and dealth with. 

Moved by R.W. Speck. seconded by Mary Fix. 

That pay sheet Nos; 874A, and pay sheet No. 92 to 101 in- 
clusive and 103 and 104 be anproved for payment. 

Carried. 

fr. Thomas BE. Allison, Caledon East, was present and 
addressed the Committee requesting the UCommittee to authorize 
the sale of a parcel of land near his property to him. After 
discussion the Secretary of the Committee was instructed to 
inform Mr. Allison that it is not the intention of the Com- 
mittee to sell the parcel of land in question at this time. 

Moved by R.W. Speck. Seconded by Mary Fix. 

That the Chairman of the Good Roads Committee and the 
Clerk be authorized to sign the statement for interim 
subsidy. 

Carried. 

Moved by W.G. Shaw. seconded by E. Trathen. 

Resolved that the Tender submitted by Clan Construction 
at unit prices totaling 925,312.00 for the York-Peel Bound- 
ary Bridges, Contract 7P-59 be accepted; subject to the 
approval of the Department of Highways. 

Carried. 

Moved by R. Johnston. seconded by 2.wW. Speck. 

Resolve that Tenders submitted by the Armstrong Bros. 
Construction Co. at unit prices totaling $29,320.10 for the 
Derry West Bridge, Contract No. B5C-59 be accepted. subject 
to the approval of the Department of Highways. 


Carried. 


RS a RN 


<= 


x Ome 


Tenders were opened for Construction and Paving of 
that part of Derry West Road in the limits of the Village of 


Malton. As the Tenders were in excess of the Budget allow- 


ance the Tenders were deferred until the next meeting of the 


Road Committee. 
There being no further business, the meeting adjourned. 


pecretary Chairman. 


MINUTES 
ROAD COMMITTEE 


Brampton, September 16, 1959. 


Peel County GoOd Roads Committee met on the above date 
at §:00 P.M. 

“embers were all present. 

Chairman C. Clark presided. 

Moved by R. Johnston. Seconded by W.G. Shaw. 

That pay sheets No. 102 and 105 be approved for payment. 

Carried. 

Moved by R.W. Speck. Seconded by E. Trathen. 

That the Todd House owned by the County, be sold to 
Lakeview Salvage for the sum of $715.00, Lakeview Salvage 


to clean up all the material from the house. 


Carried. 
Moved by W.G. Shaw. seconded by R. Johnston. 
Resolved that the Warden and Clerk be authorized to 
Sign the plan of expropriation for the 17th Sideroad, Conces-'. 
Sion 1 & 2 E.H.S. Township of Chinguacousy. 
Carried. 

The Board of Trustees of the Village of Malton and the 
Toronto Township Councillor from Ward 5 were present and 
discussed with the Road Committee the addition and planned 
improvements to that portion of Derry West Sideroad within 
the limits of the Police Village. The Chairman of the Roads 
Committee assured the delegation that the Road Committee 
would recommend to Council that part of the work at least be 
completed in the year 1959. 

Moved by R.W. Speck. Seconded by W.G. Shaw. 

Whereas the lowest tender received for construction of 
that part of Derry West Sideroad within the limits of the 
Police Village of Malton, is in excess of thebudget alloted 
for this work, be it resolved that the Road Department 


proceed with this construction, with the exception of the 


ee 
paving, by their own forces, and if completed in time this 
fall and sufficient money is available, that the paving 
be completed on invited bids. 
Carried. 


There being no further business, the meeting adjourned. 


hg yhehpsS . durik bak 
al n 


Secretary 


MINUTES 
ROAD COMMITTEE 
Brampton, October 8, 1959. 

Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 

Members were all present. 

Chairman C. Clark presided. 

Minutes of the September 10th and September 16th meetings 
were read and on motion adopted. 

Moved by W.G. Shaw. Seconded by R.W. Speck. 

That pay sheets No. 106 to No. 117 inclusive be avproved 
for payment. 

Carried. 

Communications were read and dealt with. 

The Reeve of Caledon reported on an accident at the 
C.P.R. crossing in Alton. The Road Committee agreed to sup- 
port the Township of Caledon in requesting the Minister of 
Highways to change the Kings Highway No. 24 through Alton to 
illimate the railway crossing. 

The Engineer was instructed to request the Department of 
Highways to make a study re the advisablity of Stop Lights at 
27 Sideroad and No. 10 highway, in the Township of Chinguac- 
ousy. 

Moved by Mary Fix. Seconded by E. Trathen. 

Resolved that the revised tender received from the 
G.W. Porter Construction Company Limited for Contract 5C-59 
- the construction of Derry West Sideroad within the limits of 
Malton be accepted at unit prices totalling $60,378.00. Sub- 
ject to the approval of the Department of Highways. 

Carried. 

Moved by R.W. Speck. Seconded by R. Johnston. 

Be it resolved that the 1960 Peel County Roads Committee 
consider the paving of the 6th Line from the ditch south of 
the four corners to the north limits of the Village in 
co-operation with the Township of Toronto. 


Carried. 


— 

The County Solicitor was instructed to contact Mr. Weir 
re the claim of Onway Construction Limited and to make an 
offer of settlement in the amount of the hold-back. 

The Engineer reported on the amount of money that the 
Department of Highways would pay the County of Peel in con- 
nection with haul roads leading to Highway 401. 

The Engineer was authorized to have headwalls installed 


on new entrance culverts. 


There being no further business, the meeting adjourned. 


try lend Caake Hate. 


Secretary Chai 


MINUTES 
ROAD COMMITTEE 
Brampton, October 15th, 1959. 
Peel County Good Roads Committee met on the apove date 
during the session of County Council. 
Members were all present. 
Chairman C. Clark presided. 
The following resolution was presented. 
Moved by W.G.Shaw. Seconded by R. Johnston. 
That pay sheet No. 118 be approved for payment. 
Carried. 


There’ being no further business, the meeting adjourned. 


Secretary Chairman. 


NINUTES 
ROAD COMMITTEE 
Brampton, November 5, 1959. 
Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 
Members were all present. 
Chairman C. Clark presided. 
Minutes of the October 8 and October 15 meetings were 
read and on motion adopted. 
Communications were read and dealt with. 
Moved by R. Johnston. Seconded bv &. Trathen. 
That pay sheets No. 119 to 129 inclusive be approved 
for payment. 
Carried. 
Moved by W. G. Shaw. Seconded by tary Je 


Resolve that the tenders rece¢ived for e suppby of 


sand be accepted as follows: 


ANG \ t@n - Hayward & Picket 
Ltd. 


1. Erindale - 2750 tons @ % 


- Huttonville - 750 Tops @ Wl5u per ton -Armstrong Bros. Ltd 


f 
» Maiton - ZUVUU Tons’@ 13488 pay ben - Armstrong Bros. Ltd. 
Zi 


ie 159 per ton - J.C. Duff Ltd. 


- Forks of the 


2 

3 

4. Cheltenham - 15 
5 1Q0O0Tons @ .99 per ton = J.C. Duff 
6 


» vandhill -/5900 Tons #2 1.00 per ton - Armstrong Bros. Ltd. 
Subject to the “oprovay/ at the Department of Highways. 
Carried. 

Moved by R.W. Speck. seconded by Re Johnston. 

That the offer made to Mr. E. Ward in the amount of 
$1,250.00 be not increased, and that the County Solicitor be 
so notified. 

A recorded vote was requested on this resolution which 
resulted as follows: 

For the motion: Clark 1, Fix 1, Johnston 1, Shaw 1, 
speck 1. Total 5 

Against the motion: Trathen l. 


The motion was carried. 


The 1960 proposed road construction was discussed. 


ae 


Moved by R.W. Speck. Seconded by E. Trathen. 

Resolved that the continuation of County Road No. 8 in 
the Township of Toronto Gore be assumed as a County Road from 
Highway No. 7 to the Peel-York Boundary line north of Claire- 
ville, a distance of approximately 0.7 miles. 

Carried. 


There being no further business the meeting adjourned. 


ghey Mle Oh bleah 


mecretary Chai/frman 


MINUTES 
ROAD COMMITTEE 
B rampton, November 12, 1959. 
Peel County Good Roads Gommittee met on the above date 
during the session of County Council. 
Members were all present. 
Chairman CG. Clark presided. 
The following resolutions were presented. 
Moved by Mary Fix. seconded by R. Johnston. 
That Pay sheet No. 130 be approved for payment. 
Carried. 

Moved by W.G. Shaw. Seconded by Mary Fix. 
Resolve that tenders received for the supply of sand be 


accepted as follows: 


1. Brindale- 2750 T. @ 1.35 per ton----Hayward & Picket Ltd. 
; Malton - 2000T. @ 1.38 per ton ---Armstrong Bros. Ltd. 


Huttonville @ 750 T. @ 1.20 per ton --Alrex Contracting. 


Cheltenham - 1500 T. @ 1.09 per ton----J.C. Duff Ltd. 

. Forks of Credit - 1000 T. @ .99 per ton--J.v. Duff Ltd. 
6. Sandhill - 2000 T. @ 1.00 per ton -- Armstrong Bros. Ltd. 
Subject to the approval of the Department of Highways. 

Carried. 
Moved by &. Trathen. seconded by W.G. Shaw. 
Resolve that tender received for the construction of 
hunder Bridge = Contract BllH-59 from the W.&. Calder Con- 
struction be accepted at unit prices totalling $26,492.55, 
ubject to the approval of the Department of Highways. 
Carried. 


There being no further business the meeting adjourned, 


secretary Chaiyvman. 


Pog 2A tet Clack 
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MINUTES 
ROAD COMMITTEE 
Brampton, December 10, 1959. 

Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 
Members were all present except R.W. Speck. 
Chairman C. Ulark presided. 
Minutes of the November 5 and November 12 meetings were 
read and on motion adopted. 
Communications were read and dealt with. 


Moved by E. Trathen. Seconded by R. Johnston. 


That pay sheets No. 131 to 143 inclusive be approved for 
payment. 
Carried. 
Te Chairman of the Committee and the County Engineer _ 
were requested to see Mr. Kupsov witn respect to making a 
settlement for his property expropriated on the Brampton 


By-Pass. 


Tenders were opened for the Roadhouse Property and after 
considerable discussion, the Committee decided to leave the 
matter over until the Road Committee during the session of 
County Council. 

Moved by R. Johnston. seconded by E. Trathen. 

Resolved that the tenders received for the rental of 
truck mounted snow-plow and wings from December 15, 1959, to 
March 15, 1960, be accented as follows: 

1. Malton Area - Bruell Paving - one truck 

Standby time % 9.00 per day, 
Plowing time 7.50 per hour. 
2. Northern Area - Peel Construction - two trucks - 
Standby time $10.00 per day; 
Plowing time 6.00 per hour. 


Subject to the approval of the Department of Highways. 


Carried. 
Moved by W.G. Shaw. Seconded by E. Trathen. 
Resolved that the warden and Clerk be authorized to sign 


the expropriation plan for the 6th Line East of Woodhill to 


—_ — = _ ——SS___aaaa —_ — 


( 


() 


yaledon Kast. 


Carried. 


There being no further business the meeting adjourned. 
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secretary Chairman. 


MINUTES 
ROAD COMMITTEE 


Brampton, December 17, 1959. 


Peel County Good Roads Committee met on the above date 
during the session of County Council. 

Members were all present. 

Chairman C. Clark presided. 

The following resolution was presented. 

Moved by W.G. Shaw. Seconded by R. Johnston. 

That pay sheets No. 144 to 148 be arproved for payment. 

Carried. 


There being no’ further business, the meeting adjourned. 


Phowy 2) Ree Tar fed Cy rt Clark . 


secretary Chairman. 
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MINUTES 
ROAD COMMITTER 
Brampton, January 7, 1960. 

Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 

Members were all present except Mary Fix. 

Chairman C. Clark presided. 

Minutes of the December 10 and December 17th meetings 

were read and on motion adovted. 

Moved by W.G. Shaw. seconded by R. Johnston. 

That Pay sheets No. 149 to No. 156 inclusive be approved 
for payment. 

Carried. 

Moved by R.W. Speck. Seconded by E. Trathen. 

Resolve that the County Solicitor be instructed to 
arrange a Municipal Board Hearing to determine the compen- 
sation for lands expropriated from Messrs. Kupsov on the 
Brampton by-pass. 

Carried. 

Moved by &. Trathen. seconded by R. dohnston. 

That the Clerk be instructed to have a By-law prepared 
for the January session of County Council, appointing one 
member to the Good Roads Committee, replactng the member 
whose term of office has expired. 

Carried. 
Moved by W.G. Shaw. Seconded by t. Trathen. 
we recommend that the following Land Purchase Accotints 


be approved for payment, and listed. on Pay Sheet No. 157: 


Wilfred Dunkley 1000.00 
Harry ©. Sibbald L500..00 
R. oamyn and G. Vanoostuyze ae ae ® 
Total 2673.50 

Carried. 


There being no further business the meeting adjourned. 
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Secretary - Chairman. 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 20, 1960. 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Members were all present. 
On motion, Mr. R.W. Speck was appointed Chairman of the 
tommittee for the year 1960. 
It was decided to hold a Special meeting of the Road 
Committee on Wednesday, January 27 at 1:30 P.M. to discuss 


he 1960 proposed budget. 


There being no further business, the meeting adjourned. 
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Secretary Chairman. 


MINUTES 
ROAD COMMITTEE 
Brampton, January 27, 1960. 

Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 

Members were all present. 

Chairman R-W. Speck presided. 

Moved by T.W. Glassford. Seconded by W.G. Shaw. 

Resolved that the quotation submitted from J.C. Wiggins 
of Cheltenham, for grading on Contract: 14K-59 be accepted as 
b hewnt 


L. Earth Excavation 31,000 Cu. Yd. @ .35¢ per Cu. Yd. 
$10,850.00 


. Compaction 30,000 Cr. Yd. @ .05¢ per Cu. Yd. 1,500.00 


Total $12,350.00. 
ubject to the approval of the Department of Highways. 
Carried. 
A letter was read from the Board of Trustees of the 


Olice Village of Malton in connection with the condition of 


the roads in the Police Village and requesting appointment for 
he Malton Police Village Trustees to meet with the Road 
ommittee. The Secretary was instructed to inform the Trustees 

of the Police Village that the Road Committee would meet with 
hem at the County Buildings, Brampton, on Thursday, February 
lth, at 11:30 A.M. 

The Engineer presented a Study of Speed limits on County 
roads in the Township of Toronto. On motion the Engineer was 
instructed to forward the study to the Police and Traffic 
Committee of the Township of Toronto for their consideration. 

The Maintenance Budget in the amount of $25,000.00 was 
considered and approved. 

The normal Construction Budget in the amount of $200,000 
was discussed and approved. 

Moved by ©. Clark. Seconded by R. Johnston. 

Resolved that the land purchaser be instructed to negot- 


iate with Mr. Fred McCallum to purchase all his property at 


2 


the Burnhamthorpe - Dixie intersection instead of that portion 
sxpropiated by the County. The Land Purchaser be further 
iL 


nstructed to obtain a settlement at the lowest possible price 
nd then to submit this to the Committee for consideration. 
Carried. 
The Engineer presented the proposed Road Department 
alary schedule for the year 1960. The Salary schedule was 
iscussed and amended and on motion the schedule was adopted 


as amended. 


There being no further business, the meeting adjourned. 


PLomeg dl Leth fr . ./ 
Secretary Chairman. ~~ 


MINUT as 
ROAD COMMITTa& 
Brampton, February 6, 1960. 


Peel County Good Roads Committee met on the above date 


at 9:00 A.M. - 

| Members were all present. 

| Uhairman R.W. Speck presided. 

| 

| Minutes of the January 7, January 20 and January 27th 
meetings were read and on motion adopted. 

Moved by ©. Clark. Seconded by u.G. Shaw. 

that pay sheets No. 157 to No. 159, 1959, inclusive and 
No. 1 to No. 10, 1960, inclusive be ap»roved for payment. 

Carried. 

the Chairman informed the Committee that he had received 
a letter from the Minister of Hichways in connection with the 
5th Line west in the Yownship of Toronto and that a copy of 
the letter would be Yorwarded to the Road Committee for their 
consideration. 

The County #ngineer was instructed to discuss with the 
County Solicitor the matter of reverting 10 feet of roed 
videning on the Mississuaga Road to Dr. Armstrong. 

An apolication from Uonsumers Gas for permission to en- 
stall an 30 inch gas main alone Derry West Sideroad was discu- 
ssed. 

The County Engineer was instructed to inform the County 
Solicitor that the Road Committee would not increase the 
amount offered to Onway Construction Company. 

The resolution from the County of Wentworth re financing 
of County and Suburban foads was discussed and it /‘decided that 
mo action would be taken on the resolution. 

The County Solicitor was présent and was instructed to 
make an offer to the Solicitor for Mr. Ward of Caledon in the 
amount of $1500.00 without prejudice. 

It was cecided to refer the salary of the County lngineer, 
Assistant County Sngineer and the Land purchaser as well as 


he proposed 1960 budget to the next meeting of the road 


C) 


a 


a Se 
committee which would be held at 9:30 A.i. on ‘luesday, 
February 9. 


There being no further business, the meeting adjourned. 
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Secretary Chairman. 


MINUTES 
ROAD COMMITTEE 
Brampton, February 9, 1960. 


Peel County Good Roads Committee met on the above date 


at 9:00 A.M. 


Members were all present. 
Chairman R.W. Speck presided. 
Moved by W.G. Shaw. Seconded by ©. Clark. 
The annual convention of Ontario Good Roads Association 
Nill be held at the Royal York Hotel in Toronto on February 
23, and 24, 1960. We recommend that all members of County 
Council be delegates, and that their expenses be paid ata 
rate not to exceed $20.00 per day for each day's attendance 
plus necessary mileage. 

Carried. 
Considerable discussion took place in connection with 
\ithe proposed 1960 budget. 
On motion the Committee adjourned so that the members 
might view some of the suggested work for the year 1960. 
The Committee reconvened in the Committee room after 
visiting some of the Construction projects and ajourned to 


meet again on February 10th at 3:00 P.M. 
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ecretary Chairman. - 


MINUTES 
ROAD COMMITTEE 
Brampton, February 10, 1960. 
Peel County Good Roads Committee met on the above date 
at 3:00 P.M. 
Members were all present. 
Chairman R.W. Speck presided. 
Moved by C. Clark. seconded by T.W. Glassford. 
That the salary of the County ingineer be increased 
&1,000 per year effective January lst, 1960. 
Carried. 
Moved by C. Clark. Seconded by W.E. Downey. 
That the salary of the Assistant County Engineer be 
increased to $7,500 per annum effective January lst, 1960. 


Carried. 


Moved by W.G. Shaw. Seconded R. Johnston. 

That the Land Purchaser's salary be increased from 
$6,500 to 6,825 per annum effective June lst, 1960. 

Carried. 

The Proposed 1960 Road Programme was discussed and 
adopted. 

Moved by R. Johnston. Seconded by W.G. Shaw. 

Resolved that 55% of all new 1960 road Construction be 
raised by sale of debentures, and that 45% of all new 1960 
road construction be raised by current taxes. This will make 
the debenture issue in 1960 $499,800.00 and the mill rate 
for 1960 construction 3,27 mills, plus a mill rate of 2.80 
mills for maintenance, debenture re-payment and miscellaneous 
expenditure not for subisdy. Total Mill rate for roads 6.07 
mills, and further that the above formula of 55% debenture 
and 45% from current taxes for new capital construction be 
recommended to the 1961 County Council. 

Carried. 
There being no further business, the mecting adgourned. 
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Chairman, 
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Secretary 


MINUTES 
GOOD ROADS COMMITTEE 
Brampton, March 11, 1960. 

Peel County Good Roads Committee met on the above date 
at 1:00 P.M, 

Members were all present. 

Chairman R.W. Speck presided. 

Minutes of the February 6, February 9, and February 10 
meetings were read and on motion adopted. 

Moved by C. Clark. Seconded by W.G. Shaw. 

That paysheets No. 11 to No. 21 inclusive be approved 
for payment. 

Carried. 

Communications were read and dealt with. 

Moved by W.E. Downey. Seconded by R. Johnston. 

Resolved that the Ontario Department of Highways be 
requested to approve the following transfer within by-law 
No. 1501 for subsidy purposes on the 1959 expenditure. 

From "Road Construction” to "Bridge and Culvert Construction" 
- $33,000.00. 
Carried. 

Moved by W.G. Shaw. Seconded by CG. Clark. 

Resolved that one Pear Scout whiteprint machine be pur- 
chased from the Atlas-Helio Company Limited as per quotation 
received in the amount of $1,598.00. Subject to the approval 
of the Department of Highways. 

Carried. 

Moved by R. Johnston. seconded by W.G. Shaw. 

Resolved that the Tender received from Armstrong Bros. 
Co. Ltd., for Contract No. SS14K-59 being the concrete gutter, 
catch basin and storm sewer construction located in Conces- 
Sion 1, E.H.S. on 17 Sideroad be accepted at unit prices 
totalling $6,705.40. Subject to the approval of the Depart- 
ment of Highways. 

Carried. 
Moved by C. Clark. Seconded by W.H. Downey. 
Resolved that the tender received from the Dundas Con- 


Struction Company Limited for the relocation of water mains 


aj. Pe 


land sanitary sewers on the Port Credit Bridge and approaches 


be accepted as per tender submitted at unit prices totalling 
%8,956.50. Subject to the approval of the Department of 
Highways. 

Carried. 

A letter was read from the Village of Streetsville 
requesting a suspension of Half Load Limits on the Fourth 
Line West from Streetsville to Highway 401. The Engineer 
was instructed to inform the Village of Streetsville that the 
Road Committee felt that it would not be advisible to lift the 
half load restrictions. 

Moved by W.G. Shaw. Seconded by R. Johnston. 

That the Warden and Glerk be authorized to sign a deed to 
H.G. Armstrong for property originally dedicated to the 
County for road widening and which the County does not 
require. 

Carried. 

Moved by W.G. Shaw. | Seconded by C. Clark. 

Resolved that the County Solicitor in the Onway Constr- 
uction matter be authorized to withdraw the counter claim 
previously filed at their discretion, and be it further 
resolved that $36,500.00 be paid into Court on behalf of this 
action. 

Carried. 

The Land Purchaser and Appraiser was present and outlined 
a suggested policy for future land purchases for road widening, 

Moved by T.W. Glassford. Seconded by C. Clark. 

Resolved that the policy of the County regarding 


compensation for trees on lands expropriated be classified as 


follows: 

Maximum payment for ornamental trees 7500 
Maximum payment for hardwood trees 50.00 
Maximum payment for softwood trees 30.00, and 


further that the report of the Land Purchaser and Appraiser 


be adopted as presented. 


Carried. 


( ) 
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There being no further 


5 Dteweeg 2/ heathifre 


Secretary 


business, the meeting adjourned. 


Chairman. a 
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MINUTES 
ROAD COMMITTEE 
Brampton, March 17, 1960. 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Members were all present. 
Chairman R.W. Speck presided, 
Moved by C. Clark. Seconded by T.W. Glassford. 
That Pay sheets numbered 18A, 22 and 26 be approved 
for payment. 
Carried. 
Moved By W.G. Shaw. Seconded by R. Johnston. 
Resolved that the Solicitors for the County regarding 


the Onway Construction matter be informed to attempt to settle 


this claim as follows: 


Contractors Holdback $35,997.61 
Disputed extras by 0 ORI 
Costs 1,500.00 
Total 41,997.61 

Carried, 


se, 
There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, April 7, 1960. 
Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 
Members were all present. 
Chairman R.W. Speck presided. 
Minutes of the March 11 and March 17 meetings were read 
and adopted. 
Moved by C. CUlark. seconded by T.W. Glassford. 
That pay sheets numbered 23 to number 26 inclusive and 
number 28 to number 35 inclusive be approved for payment. 
Carried. 
Communications were read and dealt with. 
Moved by T.W. Glassford. Seconded by R. Johnston. 
That the Warden and Clerk be authorized to Sign an agree- 
ment with the Department of Transport authorizing the instal- 


| 


lation of underground cable and two poles on Derry West 


ideroad. 


The Engineer reported the traffic count on the Chingua- 
cousy - Caledon Base line and it was decided that the Road 
Committee and County Council wotild review this road when they 


were on the yearly road inspection. 


Moved by R. Johnston. Seconded by T.W. Glassford. 

That the following maintenance gravel tenders be accepted. 
| rea 1 - Armstrong Bros. VUonstruction Ltd. $1.37 per: ton. 
| rea 2 = J.C. Duff Ltd. 1.38 per ton. 
Area 3 - W.R. Greenley -96 per ton. 
Area 4 - W.R. Greenley 1.10 per ton. 


Subject to the approval of the Department of Highways. 
Carried. 
Moved by C. Ulark. Seconded by T.W. Glassford. 
Resolved that the tenders received from the following for 
the supply of vehicles be accepted as follows:- 
1. Stonehouse Motor Sales - 2 - 4Ton Ford pick-up trucks less 


trade in = $2,800.90. 


2. George Farr and Son - 1 Chevrolet car - less trade in 


~ 3 « 

$1,200.00. 

3. J.A. McCleave & Sons - 1 - International 5 Ton Truck less 

trade in $8,575.50. 

Subject to the approval of the Department of Highways. 
Carried. 

Moved by W.G. Shaw. Seconded by C. Clark. 

Resolved that the quotation for the supply of four 
1400 x 20 - 12 ply general grader tires be accepted as per 
quotation received at a total price of $1,040.00. Subject 
to the approval of the Department of Highways. 

Carried. 

It was decided to interview two applicants for the pos- 
ition of Assistant County Engineer on County Council meeting 
day. 

The Engineer reported re Bell Telephone seeking permis- 
Sion to bury a cable in Caledon Township on 15 Sideroad. 

The Bngineer reported on the formation of a Public Util- 
ities Co-ordinating Committee. 

It was agreed that the following paving contracts would 
be called as one contract: 7F-60, 7D-60 and 14K-60. 

It was decided to hold the annual road inspection on 


April 21st and 22nd. 


There being no further business, the meéting adjourned. 
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Secretary | Chairman. 


MINUTES 
ROAD COMMITTEE 


Brampton, May 5, 1960. 


Peel County Good Roads Committee met on the above date at 
9:00 A.M. 


Members were all present. 


Chairman R.W. Speck presided. 
Mynutes of the April 7 meeting were read and on motion 
adopted. 
Moved by W.G. Shaw. seconded by R. Johnston. 
That Pay sheets Numbered 36 to Number 49 inclusive be 
approved for payment. 

Carried. 
Communications were read and dealt with. 
Moved by T.W. Glassford. Seconded by W.E. Downey. 
Resolved that the draft agreement between the Townships 
of Chinguacousy and Toronto, The Town of Brampton and the 
County of Peel be accepted in principle regarding the mainten- 
ance of The Chinguacousy - Toronto Township Base Line. Subject 
to the approval of the County Solicitor. 

Carried. 
Tenders were opened for the Construction of two bridges 
and they were referred to the County Engineer for checking. 
The Engineer reported that the Department of Highways 
would approve of the supplementary By-laws an the understand- 
ing that not more than $400,000.00 would be spent before 
September lst, 1960. 
Moved by C. Clark. seconded by W.G. Shaw. 
Resolved that the Engineer be instructed to proceed with 
the piping of approximately 2000 lineal feet of open ditches 
on the Cawthra Road at an estimated cost of $13,800.00. 

Carried. 

The Base Line between the Townships of Chinguacousy and 
Caledon was discussed and it was agreed that the County would 
not assume this road as a County Road at the present time. 

A petition in connection with Queen Street West, of 


Brampton to Huttonville wasdiscussed. The Engineer was 


i 
instructed to erect adequate signs at the School. 


Moved by R. Johnston. Seconded by W.G. Shaw. 


Resolved that the Engineer be instructed to scarify the 


the Fifth Line West between Balsam Avenue and the Queen Eliz- 


abeth Way south service road immediately. 


Carried. 


The Engineer was instructed to have a price for the next 


meeting to cover the cost of sodding the hill at Fuller's 


property east of Bolton. 


f 


There being no further business, thems ype 


Secretary Chairman. 
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MINUTES 
ROAD COMMITTEE 


Brampton, May 11, 1960. 


A special meeting of the Good Roads Committee was held 
on the above date at 8:00 P.M. 

Members were all present except R.W. Speck and Warden 
W.E. Downey. 

In the absence of the Chairman, CG. Clark was appointed 
acting Chairman. 

Moved by W.G. Shaw. seconded by T.W. Glassford. 

Resolved that the tender received from the John Patterson 
Construction Co. Ltd. for Contract No. B1l2F-59, the construc- 
tion of the Inglewood Bridge be accepted as per tender sub- 
mitted at unit prices totalling $58,563.00. Subject to the 
approval of the Department of Highways. 

Carried. 

Moved by W.G. Shaw. © Seconded by R. Johnston. 

Resolved that the tender received from Percy M. Finnigan 
Construction Co., for Contract No. B4A-60 for the construction 
of Scarlet's Bridge be accepted as per tender submitted at 
unit prices totalling $24,846.26. Subject to the approval of 
the Department of Highways. 

Carried. 

Moved by R. Johnston. seconded by T.W. Glassford. 

Resolved that the tender received from the Llan Construc- 
tion Company for Contract No. B-14K-60 for the construction 
of Jackson's Arch Bridge, be accepted as per tender submitted 
at unit prices totalling $18,244.00. Subject to the approval 
of the Department of Highways. 

Carried. 

Moved by R,wz Johnston. Seconded by T.W. Glassford. 

Resolved that the tender received from the Peel Construc- 
tion Co. Ltd. for the supply and application of Bituminious 
materials be accepted as per tender submitted at unit prices 

totalling $37,888.00. Subject to the approval of the Depart- 


ment of Highways. 


Carried. 


MINUTES 
ROAD COMMITTEE 
Brampton, May 20, 1960. 
Peel County Good Roads Committee met on the above date 


during the session of County Council. 
; Members were all present. 


Chairman R.W. Speck presided. 

Moved by C. Clark. Seconded by R. Johnston. 

Resolved that the Warden and Clerk be authorized to 
Sign the expropriation plan of the Dixie Road from Highway 
No. 401 to the Derry West Sideroad,. 

Carried. 

There being no further business, the meeting adjourned. 
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secretary Chairman. 


MINUTES 
ROAD COMMITTEE 
Brampton, June 2, 1960. 

Peel County Good Roads Committee met on the above date 
at 9:00 A.M. 

Members were all present except T.W. Glassford. 

Chairman R.W. Speck presided. 

Minutes of the May 5, May 11 and May 20 meetings were 
read and on motion adopted. 

Moved by C. Clark. | Seconded by W.G. Shaw. 

That Pay Sheets number 50 to number 60 inclusive be 
approved for payment. 

Carried. 

Communications were read and dealt with. 

Moved by R. Johnston. Seconded by W.G. Shaw. 

That all members of County Council be delegates to the 
Canadian Good Roads Association annual convention in Toronto, 
October 17 to 21st, 1960, and that a suite be reserved at the 
Royal York Hotel in the name of the County. 

Carried. 

The Engineer presented a brief outlining the advantageous 
of Prequalification of Contracts. The Committee agreed that 
future contracts let by the Road Committee would be ona 
Prequalification basis. 

The County Solicitor was present and reported that he 
had been able to settle the Kupsov Property on the Brampton 
By-Pass in the amount of $2,500.00. 

The Land Purchaser was present and informed the Committee 
that he had been able to settle the McCallum and Gill Property 
at Burnhamthorpe. 

The Committee agreed to meet at 9:00 A.M. previous to 
the meeting of County Council on June 16. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, June 16, 1960. 

Peel County Good Roads Committee met on the above date 
during the session of County Council. 

Members were all present. 

Chairman R.W. Speck presided. 

Moved by R. Johnston, Seconded by T.W. Glassford. 

Resolved that Pay Sheet Number 64 and 65 be approved 
for payment. 

Carried. 
A letter was read from Leo Contracting Company re the 
awarding of Contract B-12F-59. 
The Clerk was instructed to answer this letter. 
The Engineer was instructed to issue tender forms to 
ponway Construction Company for Contracts 7F-60, 7D-60 and 
4 K-60. 

Moved by T.W. Glassford. Seconded by C. Clark. 

That the Highway No. 10 study be extended north of Vict- 
loria to the Caledon Mountain. 
Carried. 

Moved by W.G. Shaw. Seconded by C. Clark. 

Resolved that the bid received from the Lakeview Wrecking 
pnd Salvage at a cost price of $100.00 for the removal of the 
Gill and Roadhouse houses at the Dixie -Burnhamthorpe inter- 
ection be accepted with the provision that both houses be 
removed within 60 days, 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, July 7, 1960. 
Peel County Good Roads Committee met on the above date 
at 9:00 A.M. 
Members were all present. 
Chairman R.W. Speck presided. 


Minutes of the June 2 and June 16 meetings were read 


and on motion adopted. 

Moved by W.K. “owney. Seconded by T.W. Glassford. 

That pay sheets Number 61 to Number 63, inclusive and 
Pay sheets Number 66 to Number 71, inclusive be approved for 
payment. 

Carried. 

Moved by T.W.Glassford. seconded by R. Johnston. 

Resolved that the Tender received from the Peel Construc- 
tion Company Ltd. for Contract - Paving-60 be acceptedas per 
tender submitted at unit prices totalling $429,956.00. Subject 
to the approval of the Department of Highways. Be it further 
resolved that the Engineering Department be instructed to 
attempt to have this Contract completed within the limits of 


the budget. The low tender as above plus Engineering costs 


is approximately $34,000.00 in excess of the $406.700.00 as 


set up in the budget. 


Carried. 
Mr. EB. Ward of Caledon was present and addressed the 


Committee in connection with damages to his property due to 


iia Widening and grading. 
Moved by C, Clark. Seconded by W.G. Shaw. 

That Mr. E. Ward be offered the sum of $1500.00 to cover 
all damage to his property, and further that the County agree 


*° re-erect necessary gates and fence along his property to 


Department of Highways specifications, without. prejudice. 
Carried. 
Moved by W.G. Shaw. Seconded by vt. Clark. 
That the Tender submitted by G. Yarranton to replace 


lights in the drafting Office in the amount of $373.00 be 


MINUTES 
ROAD COMMITTEE 
Brampton, July 14th, 1960 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 

Members were all present. 
Chairman R.W. Speck presided. 
Moved by R. Johnston. seconded by C,Clark, 
That pay sheet Number 75 be approved for payment. 


Carried, 


There being no further business the meeting adjourned, 
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accepted, this being the lowest tender. 


Carried. 
Moved by T.W. Glassford. Seconded by R. Johnston. 


That the Warden and Clerk be authorized to execute an 


| 


pereenens with the Township of Toronto to cover construction 


he the 6th Line within the Police Village of Malton. 


Carried. 


| 


| 


Within the County prepared for presentation to the next Road 


f the County By-law assumming certain bridges as County bridges 


Lommittee meeting. 


W.G. Shaw presented a claim for Weed spraying damages on 


i ot J.A. Stein and. the Clerk was instructed to forward 


r letter to the Insurance Company with a request that they 


‘eport back to the Committee in connection with this claim. 


There being no further business, the a 
a 


Jéory Wlechep. At, 


lecretary Chairman. 


‘ 
‘ 
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MINUTES 
ROAD COMMITTEE 


Brampton, 
August 4, 1960. 


Peel County Good Roads Committee met on the above date 
at 9:00 A.M. 

Members were all present. 

Chairman R.W. Speck presided. 

Minutes of the July 7 and July 14 meetings were read and 
on motion adopted. 

Communications were read and dealt with. 

Moved by C. Clark. Seconded by W.G. Shaw. 

That Pay sheets Number 76 to Number 88 inclusive be 
approved for payment. 

Carried. 

Moved by W.G. Shaw. Seconded by T.W. Glassford. 

Resolved that the tender received from Peel Construction 
Co. Ltd. for Contract 7B-60, the grading and paving of the 
6th Line East within the Police Village of Malton be accepted 
as per tender submitted at unit prices totalling $110,641.25. 
Subject to the approval of the Department of Highways. 

Carried. 

Moved by R. Johnston. | Seconded by C. Clark. 

Resolved that the tender received from the John Gaffney 
Construction Co. Ltd. for the construction of the Cheltenham 
Bridge be accepted as per tender submitted at unit prices 
totalling $74,481.65. Subject to the approval of the 
Department of Highways. 

Carried. 

Moved by T.W. Glassford. seconded by R. Johnston 

Resolved that the Warden and Clerk be authorized to sign 
the expropriation plan for Part of Lot 9, Concession 10 E.H.S., 
Township of Toronto Gore. 

Carried. 
Moved by W.E. Downey, Seconded by W.G. Shaw. 
Resolved that the Village of Streetsville be notified that 


the County of Peel is willing to dédicate that portion of the 


ca 
road under the jurisdiction of the County adjacent to the 
demolished Britiannia Bridge to the Village of Streetsville. 
Be it further resolved that any legal or survey costs 
incurred be borne by the Village. 

Carried. 

set Back By-laws in the five Townships in the County 
were discussed and it was pointed out that the Townshin of 
Albion and Township of Caledon had not passed a Set Back By-law 
as yet. The Reeves of both these municipalities agreed to 
report to the Road Committee at its next meeting. 

The Engineer was authorized to send the plan of the 
Sth Line Extension at Streetsville to the Township of Toronto 
Planning Board. 

The Engineer was authorized to inform the Board of 
Transport Commissioners that the County would require a four 
lane Bridge over the C.N.R. By-Pass on the 6th Line East. 

A request from the Safety Council of Toronto Township to 
have a sidewalk placed on part of Mississauga Road was deferrec 
to the next meeting of the Committee. 

The Committee agreed to meet again on August 17 at 1:00 
P.M. to open tenders. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, August 17, 1960. 

A special meeting of Peel County Good Roads Committee 
was held on the above date at 1:00 P.M. 

Members were all present. 

Chairman R.W. Speck presided. 

Moved by T.W. Glassford. Seconded by R. Johnston. 

Resolved that the Warden and Clerk be authorized to sign 
the deed exchanging portions of the Sixth Line East with the 
Department of Transport as per Agreement. 

Carried. 

Moved by W.E. Downey. Seconded by T.W. Glassford. 

Resolved that the resolution of August 4, 1960, regarding 
the Britiannia Sideroad Bridge be rescinded. 

Carried. 
Moved by R. Johnston. seconded by W.G. Shaw. 
That pay sheet number 89 be approved for payment. 
Carried. 

Moved by T.W. Glassford. Seconded by W.G. Shaw. 

Resolved that the tender received from the Moir Construc- 
tion Co. Ltd. be accepted as per tender submitted for Contract 
BllH-60 the Credit Forks Bridge at unit prices totalling 
$21,651.00. Subject to the approval of the Department of 
Highways. | 

Carried. 

Moved by R. Johnston. Seconded by W.E. Downey. 

Resolved that the tender received from The Armstrong 
Bros. Co. Ltd. be accepted as per tender submitted for Contract 
B 80-59 The Wylie Bridges at unit prices totalling $23,823.00. 
Subject to the approval of the Department of Highways. 

Carried. 

Moved by W.E. Downey. Seconded by R. J,hnston. 

Resolved that the tender received from the Carl C. Schaum 
Co. be accepted as per tender submitted for Contract Fencing, 
1960, the fence construction on Contracts 4A-60 and 5H-60 at 
unit prices totalling $15,445.50. Subject to the approval of 


= ow 


| 
| 
lthe Department of Highways. 
Carried. 
Moved by T.W. Glassford. Seconded by C. Clark. 
Resolved that the tender received from the Clan Construc- 
tion Co. Ltd. be accepted as per tender submitted for Contract 
WP-60, The Wellington-Peel Boundary Bridge at unit prices tot- 
alling $33,993.00. Subject to the approval of Wellington 
County, Department of Highways and subject to an arrangement 
being reached with the Credit Valley Conservation Authority. 


Carried, 


There being no further business, the meeting adjourned. 


ay 


2D Amr AY ie Ake pS 4 iy Yn 4) Opel a Ce 6 


Secretary a Chairman. 


MINUTES 
ROAD COMMITTEE 
Brampton, August 25, 1960. 

Peel County Good Roads Committee met on the above date 
at 10:30 A.M. 

Members were all present except Mr. R.W. Speck. 

As this was a special meeting called to dteande the 
building of a bridge on the Peel-Well ington County Boundary, 
the following persons were present. 

Mr. A. Wheeler, Vice Chairman of the Credit Valley Conservation 
Authority. 

Mr. E.F. Suiter, Field Officer for the Credit Valley Conserva- 
tion Authority. 

Mr. J. Murray, Engineer of the Conservation branch of the 
Department of Planning and Development. 

Mr. L. Fiander, Divisional Engineer, Department of Highways. 
Mr. William Davis, M.P. County of Peel. 

Mr. M. Allan and Mr. J. MacMillen representing the County 

of Wellington Good Roads Committee. 


Mr. Crusie, Peel County Engineer, outlined the purpose 


lof the meeting, as follows: 

I"To discuss problems encountered by the County of Peel in 
replacing structures throughout the County that at some future 
date will be affected by works being performed by the various 
Conservation Authorities and specifically to outline the 
iproblems encountered by the Counties of Peel and Wellington 
lragsirdine the proposed structure over the Credit River on the 
Peel-~Wellington Boundary Line." 

Mr. Cruise further pointed out that if the bridge was to 
jbe constructea in conformity with future plans of the Credit 
alley Conservation Authority, the additional cost to the 
|two Counties would be $11,580.00. 


Mr. Fiander, Divisional Engineer, informed the meeting 


Provincial Subsidy in the amount of 80 per cent of the total 


cost of the proposed bridge. 


ae 

Further discussion took place in connection with future 
road building and bridge building which. might effect future 
plans of Conservation Authorities, 

The members present agreed to consider this problem. 

The Peel County Engineer was authorized to proceed with 
the construction of the proposed bridge on the Peel - Welling- 
ton Boundary on the understanding that Provincial Government 
Subsidy would allow 80 per cent subsidy. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
| Brampton, September 8, 1960. 


Peel County Good Roads committee met on the above date 


at 9:00 A.M. 
Members were all present. 


Chairman R.W. Speck presided. 


| 
Minutes of the August 4, August 17 and August 25 meetings 
jwere read and on motion adopted. 

Communications were read and dealt with. 

| The Secretary was instructed to write to the Minister of 
lia chways requesting that the Department of Highways re-consider 
the increase of the Speed Limit on No. 10 Highway through the 
County of Peel. 


The Engineer was instructed to make a survey and list of 


all railway crossings on County Roads within the County of 


‘Peel. 


It was decided that the Road Committee would meet again 


on Wednesday, September 14 at 4:00 P:M. to open tenders. 
Moved by W.G. Shaw. Seconded by ©. Clark. 
That pay sheets Number 90 to Number 99 incluSive be appro- 
ved for payment. 
Carried. 
Moved by W.E. Downey. Seconded by W.G. ohaw. 
Resolved that the Chairman of the Good Roads Committee 
and the Clerk be authorized to sign the statement for interim 
Bubsidy. 
Carried. 
Moved by T.W. Glassford. Seconded by R. Johnston. 
Resolved that the Warden and Clerk be authorized to sign 
ohe deed regarding the exchange of lands for a road widening 
on 15 Sideroad, Township of Caledon from Mr. Hausford. 
Carried. 
The chairman of the Good Roads Committee and the Engineer 


ov authorized to attend the next meeting of the Albion Town- 
| 


ship CounciZ in connection with Set-back By-laws. 


| The Engineer reported that he would have the survey com- 


-2- 
leted on the County Bridges as well as the expropriation of 


and on Mississauga Road for a sidewalk for the next regular 


meeting of the Committee, 


Moved by C. Clark. Seconded by W.G. Shaw. 


Resolved that the Engineer be instructed to apply a second 


Carried. 


The Solicitor was instructed to draft a release for 


bignature of Mr. Ward in the Township of Caledon. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, September 15, 1960. 

Peel County Good Roads Committee met on the above date 
previous to the session of County Council, at 9:00 A.M. 

Members were all present except T.W. Glassford. 

Chairman R.W. Speck presided. 

Moved by R. Johnston. Seconded by W.G. Shaw. 

That pay sheet Number 84A and pay sheets Number 100 to 
Number 102 inclusive, be approved for payment, 

Carried. 
Moved by W.%. Downey. Seconded by W.G. Shaw. 
Resolved that a tender received from Peel Construction 


Company Limited for Contract 14K-60 grading and granular base 


ae 17 Sideroad Concession 3 to 6E.H.S. inclusive be accepted 

as per tender submitted at unit prices totalling $118,208.40. 

Subject to the approval of the Department of Highways. 
Carried. 

Moved by R. Johnston. Seconded by W.G. Shaw. 

Resolved that a tender received from Peel Construction 
Company Limited for Contract 4A-60 grading and granular base 
for Dixie Road from Highway Number 401 to the Derry West Side- 
road be accepted as per tender submitted at unit prices total- 
ling $135,560.40. Subject to the approval of the Department of 
Highways. 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, October 6, 1960. 

Peel County Good Roads Committee met on the above date 
at 9:00 A.M. 

Members were all present except Warden W.E. Downey. 

Chairman R.W. “peck presided. 

Minutes of the September 8 and September 15 meetings were 
read and on motion adopted. 

Communications were read and dealt with. 

The Engineer presented the Survey of all railway crossings 
on County Roads within the County. 

On motion the report and recommendations were adopted, 
as amended by the Committee. 

Moved by C. Ulark. Seconded by W.G. Shaw. 

That Pay sheets Number 103 to Number 106 inclusive and 
pay sheets Number 108 to Number 113 ingiueive, be approved 
for payment. 

Carried. 

The Engineer submitted the report in connection with 
bridges in the County of Peel. The report was studied by 
the Committee. | 

Moved by CG. Clark. Seconded by R. Johnston. 

That "Conclusions" as set out by the County Engineer on 
page Number 3 of the Report regarding bridge Structures with- 
in the County of Peel, be approved and recommended to Council 
for approval. 

Carried. 

The Canadian Good Roads Convention was discussed by the 
Committee. It was moved, seconded and carried that a limit of 
$100.00 would be placed on refreshments to be purchased by the 
County of Peel for the Canadian Good Roads Convention. 

Moved by T.W. Glassford. Seconded by R. Johnston. 

Resolved that the Warden and Clerk be authorized to sign 
the expropriation plan of Part of Lot Number 11, Concession 1 


Township of Alb&on for land required for road widening from 


a me 
Mr. Craig Wilson of Sandhill. 
Carried. 

Moved by C. Clark. Seconded by W.G. Shaw. 

Resolved that the County Solicitor be instructed to 
request a Municipal Board Hearing to determine compensation 
for lands expropriated by the County of Peel on Dixie Road 
from Lorriene G. Kelly, being part of Lot 8, Consession 4EHS 


Township of Toronto, and be it further resolved that the County 


Solicitor be instructed to obtain evaluations to substantiate 


the position of the County in this matter. 


Carried. 


There being no further business, the meeting adjourned. 
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Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, November 10, 1960. 

Peel County Good Roads Committee met on the above date at 
10:00 A.M. 

Members were all present. 

Chairman R.W. “peck presided. 

Minutes of the October 6 and October 13 meetings were 
read and on motion adopted. 

Moved by W.G. Shaw. Seconded by T.Ww. Glassford. 

That pay sheets Number 115 to Number 127 inclusive, be 
approved for payment. 

Carried. 

The report submitted by the Engineer in connection with 
Bridges in the County of Peel was discussed and it was decided 
that the report would be included in the October Good Roads 
Report to County Council. 

The Clerk was instructed to have an additional appropria- 
tion By-law in the amount of %35,000.00 for maintenance pre- 
pared for the session of County Council. 

Widening of Derry West Sideroad at Meadowville was dis- 
cussed and the Engineer was instructed to prepare vrices on 
alternate methods of building the road at the east end of 
Meadowville. 

Moved by R. Johnston. Seconded by T.W. Glassford. 

Resolved that the tenders for the supply of sand be 


accepted at unit prices as follows: 


1. Erindale 2750 tons 1.28 per ton Hughes Haulage. 
2. Huttonville 750 tons 1.19 per ton Armstrong Bros.Lt 
3. Malton 2000 tons 1.34 per ton = 
4. Gheltenham 1500 tons 9k per ton " 
5. Forks of the Credit 

LOOO tons 94 per ton . 
6. Sandhill 2000 tons 94 per ton = 


Subject to the approval of the Department of Highways. 
Carried. 


The Engineer was authOrized to call tenders on one hopver 


MINUTES 
ROAD COMMITTEE 
Brampton, October 13, 1960. 
Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Members were all present. 
Chairman R.W. Speck presided. 
Moved by W.%. Shaw. Seconded by C. Clark. | 
That pay sheets Numbered 107 and, 114 be approved for 
payment. 
Carried. 
Moved by R. Johnston. Seconded by T.W. Glassford. 
Resolved that the Warden and Clerk be authorized to sign 
the deed dedicating 0.73 acres of land beings a portion of 
Lot No. 8, Con. 7 Township of Albion to Mr. Robert Bullock, 
Carried. 


There being no further business, the meeting adjourned. 
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Secretary eT Chairman. 
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The Secretary was instructed to 


renew the insurance on 


the Log House on the 6th Line North of Caledon East. 


The Engineer reported that tenders for the Churchville 


Bridge would close on December 7, 1960. 


The Engineer reported that the Department of Transport 


had completed their traffic study on 
Sideroad and Queen Street and Thomas 
Streetsville and that traffic lights 
the present time. 

The Committee agreed to meet at 
Sideroad and Dixie Road at 9:00 A.N. 


Council. 


There being no further business, 


4 , 
phony Father | 7, 
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yecretary 


Chairman. 


Queen Street and Brittaniég 
Street in the Village of 


would not be installed at 


the corner of Derry West 


the morning of County 


the meeting adjourned. 
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MINUTES 


Brampton, December 8, 1960. 


| 

| 

| 

| 

ROAD COMMITTEE 
| Peel County Good Roads Committee met on the above date 
| 


‘at 9:30 A.M. 


Members were all present. 


Chairman R.W. Speck presided. 
Minutes of the November 10 and November 17 meetings were 
jread and on motion adopted. 
Communications were read and dealt with. 
Moved by C. Ulark. seconded by W.G. Shaw. 
| That Pay sheets Number 128 to Number 131 inclusive, and 


Number 133 to Number 142 inclusive, be approved for payment. 


| Carried. 
| Tenders were opened for a Sander. 
On motion the tenders were referred to the Engineer for 
a report and recommendation. 
Tenders were opened for snow-plowing. 
Moved by W.G. Shaw. seconded by T.W. Glassford. 
Resolved that the tenders received for the rental of three 
snowplow mounted trucks be accepted as follows: 
1. Malton Area - Bruell Paving - Stand by time $9.00 
per day 


- hourly rental - 
$7.50 per hr. 


2. NorthernSection - Peel Construction - Stand by time 
€10.00 per day 
- hourly rental - 
$7.00 per hour 
3. Huttonville Section - Peel Construction - Stand by time 
10,00 per day 
- hourly rental - 
#7.00 per hour, 
| Subject to the approval of the Department of Highways. 
| Carried. 
| Moved by T.W. Glassford. Seconded by R. Johnston. 
Resolved that the Ontario Department of Highways be 
requested to approve the following transfers. 
1. From By-law No. 1535, the Normal Construction and Mainten- 
ance By-law the sum of $37,000.00 to By-law No. 1536, the 


Supplementary Construction By-law. 


MINUTES 
ROAD COMMITTEE 


Brampton, November 17, 1960. 


Peel County Good Roads Committee met on the above date 
during the session of County Council. 
Members were all present. 
Chairman R.wW. Speck presided. 
w Moved by T.W. Glassford. Seconded by R. Johnston. 
Resolved that Pay sheet Number 132 be avproved for 
payment. 
Carried. 
Moved by W.G. Shaw. Seconded by C. Clark. 


Resolved that the offer received from Mrs. Fred McCallum 


\for land expropriated at the Dixie - Burnhamthorpe corner be 


Pemene ya 
| Carried. 


| 

. Moved by W.G. Shaw. Seconded by T.W. Glassford. 

Resolved that the Ontario Department of Highways be 
requested to anprove the following transfers: 
|. From By-law No. 1535 the Norma} Construction and Maintenance 
By-law the sum of {37,000.00 to By-law No. 1536 the Supple- 
mentary Construction By-law. 
2. From the Construction portion of By-law No. 1535 the Normal 
Construction and Maintenance By-law the sum of ¥37,000.00 to 
the Maintenance portion of the same By-law. 
Carried. 


There being no further business, the meeting adjourned. 


a Darryr! Yack fo 


Secretary 7 
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The Transfer from By-law No. 1535 as follows: 


(a) New Railway Crossings $ 27,000.00 
(b) Pre-Engineering Studies 10,000.00 


| $ 37,000.00 
le. From the Construction portion of By-law No. 1535, the Norma. 
Construction and Maintenance By-law the sum of $37,000.00 to | 
the Maintenance portion of the same By-law. 


Be it further resolved that the resolution regarding this 


paaeven of November 17, 1960, be recinded. 

Carried. 

The County Solicitor was present and reported to the 
|Conmittee that in his opinion, Land granted to the County on 


‘Derry West Sideroad in 1947 in lieu of a new fence was a 


legal transaction. 


Tenders were received for the construction of a new bridge 
at Churchville. Considerable discussion took place re the 
construction of the Churchville bridge in the proposed new 
location and the Engineer was instructed to prepare a report 
on the present Churchville bridge for the next meeting of the 


Road Committee to be held the same day as County Council. 


On motion it was agreed that one tender received after 
the closing time, would not’ be opened. 

Tenders were opened for the proposed new bridge at 
Churchville. On motion the tenders were referred to the 
Engineer for consideration. 


There being no further business, the meeting adjourned. 
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Secretary 
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| MINUTES 
ROAD COMMITTEE 

Brampton, December 15, 1960. 


Peel County Good Roads Committee met on the above date 


| during the session of County Council. 


Members were all present. 
Chairman R.W. Speck presided. 
Moved by T.W. Glassford. Seconded by C. Ulark. 


ited for the supply of one Shunk Torwel 6 Cubic Yard Hopper 
type sander be accepted as per tender submitted for the lump 
sum of $2,600.00. Subject to the approval of the Department 
of Highways. 


| 
Resolved that the tender received from Sawyer Massey Lim- 
| Carried. 
Moved by W.G. Shaw. Seconded by R. Johnston. 
Resolved that the tender received from the John Gaffney 


Construction Co. Ltd., for the construction of the Churchville 


Bridge be accepted as per tender submitted at unit prices 
totalling $139,171.45. Subject to the anproval of the 
Department of Highways. 
| Carried. 
Moved by W.E. Downey. seconded by T.W. Glassford. 
Resolved that the agreement received from Mr. & Mrs. 
len Rae for the sale of a lot at the Dixie Road and Derry 
West Road for the sum of $12,000.00 be accepted. 


Carried. 


There being no further business, the meeting adjourned. 
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| MINUTES 

ROAD COMMITTEE 
Brampton, January 5, 1961. 
Peel County Good Roads Committee met on the above date 


| 


| 
| 
| 
at 9230 A.M. 
Members were all present except Warden W.E. Downey. 
| Minutes of the December 8 and December 15 meetings were 
read and on motion adopted. 

A communication was read from the Ontario Good Roads 
Association and it was referred to the next meeting of the 
Road Committee. | 

Moved by G. Clark. seconded by W.G. Shaw. 

That Pay sheets Number 143 to Number 157 inclusive be 
approved for payment. 

Carried. 

Mr. Fiander was requested to check with the Minister of 
Highways re the promise of the Department of Highways to 
assume the Fifth Line West in Toronto Township as a Provincial 
Highway. 

The Land Appraiser was instructed to ascertain the exact 
taxation figures on a property in the Township of Toronto 
which had been reduced to less than five acres by the County 
of Peel Expropriation for Road widening. 

The County Engineer was instructed to look into the ques- 
tion of proper stop signs at Wildfield. 

The County Engineer was authorized to proceed with tree 
cutting on the County road allowance between Sandhill and 


Caledon East. 


There being no further business, the meeting adjourned. 
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Secretary 


MINUTES 


| 
| ROAD COMMITTEE 
Brampton, January 27, 1961. 


A Special meeting of Peel County Good Roads Committee 


| 

| 

| 

| 

was held on the above date at 9:30 A.M. 
Members were all present except R.W. Speck. 

| Moved by C. Clark. Seconded by W.E. Downey. 

Resolved that pay sheet number 7 be approved for payment. 
Carried. 

Moved by T.W. Glassford. Seconded by R. Johnston, 


Resolved that the Ontario Department of Highways be 


jrequested to approve the trasfer of $37,000.00 from Bridge 
Construction to Road Construction within By-law No. 1536, 
|the Supplementary Construction By-law for 1960. 

Carried. 

Moved by C. Clark. Seconded by T.W. Glassford, 
Resolved that the Road Committee, County Engineer and 
|the Clerk-Treasurer be delegates to the Canadian Good Roads 
Convention in September 1961 and that the necessary arrange- 


ments be made, 


} Carried. 
| The normal expenditure Budget in the amount of $200,000.00 
for construction and $400,000.00 for maintenance was considered 
jand approved, 


There being no further business, the meeting adjourned. 
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| ROAD COMMITTEE 
Brampton, February 3, 1961. 


A Special meeting of Peel County Good Roads Committee 


| 
| 
| 


was held on the above date at 9:30 A.M. 
Members were all present. 
Chairman R.W. Speck presided. 


The proposed Supplementary Construction Estimates for 


the year 1961 were studied. 


The Engineer was instructed to work out the final cost 


|figures on several proposed construction jobs for the year 


| The Proposed Road Department Salary Schedule for the 
year 1961 as presented by the Engineer, was studied, amended 
| 


and adopted as amended. 


There being no further business, the meeting adjourned. 


Secretary Chairman. 


| MINUTES 

ROAD COMMITTEE 

| Brampton, February 9, 1961. 
Peel County Good Roads Committee met on the above date 
| 


at 9:30 A.M. 


Members were all present. 
Minutes of the January 5, January 27 and February 3 
meetings were read and on motion adopted. 

Communications were read and dealt with. 
| Moved by W.E. Downey. Seconded by GC. Clark. 

That Pay sheets number 158,159 and 160, 1961 and pay 


| 
| 


sheets number 1 to number 6, and Number 8 to Number 12, 
inclusive, 1961 accounts be approved for payment. 
Carried. 

By-law Number 1588, a By-law to assume certain bridges 
in the County as County bridges, was discussed and it was 
agreed that when a municipality decides to build a new bridge, 
not at present in the By-law that the construction would be 
reconsidered by the Good Roads Committee and the County 


Council if and when the new bridge is needed. 


By-law was discussed. It was agreed that the amount of money 


for consteuction on 17 Sideroad East, Township of Chinguacousy 


The proposed construction in the 1961 Supplementary 
wana be transferred to 17 Sideroad West, Township of Chingua- 
cousy. 

It was agreed that the necessary appropriation By-laws 
to complete the proposed 1961 construction would be introduced 
at the February session of Peel County Council. 

The following changes in salaries were agreed upon to 
be recommended to Peel County Council at the February session, 
salary changes to take effect January lst, 1961: 
R.A. Cruise increase from $9,000.00 per annum to $10,000.00 
| per annum. 
| R.W. Knight increase from $7,800.00 per annum to $8,000.00 
- annum. 
F, Dickson increase from $6,825.00 per annum to $7,000.00 per 


annum. 


oe 
Half load restrictions on certain County Roads were 

discussed and it was agreed that the policy for half load 

_ on County Roads would be left at the discretion of the 

lcounty Engineer. 

| Moved by W.G. Shaw. Seconded by W.E. Downey. 

| The annual Convention of the Ontario Good Roads Associa- 

| eson will be held at the Royal York Hotel in Toronto, 

[February 21 and 22, 1961. We recommend that all members of 


|County Council be delegates, and that their expenses be paid 


ance plus the necessary mileage. 
Carried. 

On motion the Chairman of the Good Roads Committee was 
authorized to sign an application to the Committee of Adjust- 
ment, Township of Toronto. 

Tenders received for the purchase of a log house owned 
by the County of the 6th Line north of Caledon East were 
deferred until the next meeting of the Road Committee. 

The County Solicitor reported that the hearing before 
the Municipal Board in connection with compensation for Lands 
expropriated from Mr. Poulton and Mr. Munroe would be held 
on April 11 and 12, 1961. 

The Land Appraiser reported that the increased taxes on 
a parcel of land in the Township of Toronto which had been 
reduced to less than five acres by the County of Peel expro- 
priation for Land widening amounted to $357.36. The Solicitor 
was instructed to draw a release to the owner of the property 
in question and that when the release was signed, the County 
would be willing to pay the increase in taxes. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
| Brampton, February 16, 1961, 

Peel County Good Roads Committee met on the above date 
during the session of County Council. 

| Members were all present. 

Chairman R.W. Speck presided. 

Moved by W.E. Downey. Seconded by ©. Clark. 

That pay sheet Number 13 be approved for payment. 


Carried. 


Moved by C. Clark. Seconded by W.G. Shaw. 
Resolved that the offer received from Mr. R.J. Smith for 
the pruchase of the log cabin and lot located at Lot 13, 
Concession 6 E.H.S., Township of Caledon in the amount of 
$400.00 be accepted. 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, March 2, 1961, 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present except W.G. Shaw. 

Minutes of the February 9 and February 16 meetings were 
read and on motion adopted. 

Communications were read and dealt with. 

Moved by C. Clark. Seconded by T.W. Glassford. 

That the following pay sheets be approved for payment - 
1OA, 14, 15, 16, 22 and 23. 

Carried. 

Moved by R. Johnston. Seconded by T.W. Glassford. 

Resolved that the Warden and Clerk be authorized to 
Sign the expropriation plan for the Churchville Bridge. 

Carried. 

It was agreed that before any future expropriation plans 
were Signed by the Warden and Clerk, that a By-law would 
be passed by County Council. The County Solicitor was 
instructed to prepare a draft By-law suitable for authoriza- 
tion of signatures on expropriation plans. 

The County Engineer was authorized to attend at the Civil 
Defence College in Arnprior the First week in May. It was 
further agreed that the regular Road meeting that should be 
held the First week in May would be held April 27. 

The Engineer was instructed to look into the parking 
Situation on Dixie Road at the C.N.R. tracks near Number 2 
Highway. 

The Engineer was instructed to obtain prices re making 
an extra turning lane at the entrance to the Toronto Inter- 
national Airport. 

The Engineer was instructed to contact the Director of 
Veteran's Land Act in connection with the Fleming property on 


the 6th Line East, north of Sandhill. 


a 
There being no further business, the meeting adjourned, 
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Secretary Chairman, / 


MINUTES 
ROAD COMMITTEE 
Brampton, March 9, 1961. 
Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present, 
Chairman R.W. Speck presided. 
Moved by ©. Clark. Seconded by T.W. Glassford,. 
That pay sheets Number 17 to Number 21 inclusive and 
pay sheet Number 24 be approved for payment. 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, April 11, 1961. 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

_Members were all present. 

Minutes of the March 2 and March 9 meeting were read and 
on motion adopted. 

Moved by W.E. Downey. Seconded by R. Johnston. 

That Pay sheets Number 25 to Number 37 inclusive be 
approved for payment. 

Carried. 

Communications were received and read from the following. 
Streetsville and District Chamber of Commerce re 4th Line 
West. 

Department of Highways approval of Peel County By=law Number 
1600. 

Haines, Thomson, Rogers, Howie and Freeman re claim against 
the County of Peel. 

The Township of Toronto re Write off of Taxes, 

Department of Highways re Assumption of Highway in the Town- 
Ship of Toronto. 

Department of Highways re Assumption of Highway in the Town- 
Ship of Toronto Gore. 

Village of Bolton approval of Peel County By-law Number 1588. 
Prouse and Mackie re Beer and Calder Construction. 

Canadian Good Roads Association re reservations. 

The County Solicitor reported that the necessary expro- 
priation By-laws for Churchville Bridge and Derry West Side- 
road would be prepared for County Council. 

The following tenders were opened. 

a) Clearing and Grubbing - Derry West. 
b) Loader. 
c) Car. 
d) Materials. 
On motion the tenders were referred to the Engineer for 


his recommendations, 


| 
| 
| 
The Engineer presented a Report re Malport Road. It was 


agreed that no further action with the exception of extra 


| 


maintenance on the shoulders of the Road for the balance of 


| 
1961 due to the possibility of a complete reconstruction of 


| 
| 


he road in the year 1962. 

The County Solicitor reported that the Municipal Board 
earings in connection with Munroe and Poulton had been post- 
boned. 


The offer received from the Department of Highways in 


connection with Land Purchase at the Erindale Maintenance 
tard was not acceptable by the Committee, 
The Supplementary Construction By-laws were reviewed, 


It was moved by R. Johnston, that the following construc- 
| 


— works be deferred, 


a) Main Street Bridge - Streetsville 40 ,200,00 
b) 17 Sideroad West 66,200.00 


An amendment was moved by C. Clark. 


Total $106 ,4,00,00 
That the following Construction Works be deferred, 


| a) Main Street Bridge - Streetsville 40,200,00 
b) Base Line Bridge - Toronto and Chinguacousy 
Townships 5 200,00 
6) Dixie Road - Highway 401 to Derry West 
Paving 54,000.00 
Total $99 , 400.00 


The amendment carried, 


There being no further business, the meeting/ 
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MINUTES 
ROAD COMMITTEE 
Brampton, April 13, 1961. 
Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present. 
Chairman R.W. Speck presided, 
Moved by W.E. Downey. Secandes by T.W. Glassford. 
That pay sheet Number 38 be approved for payment. 
| Carried. 
Moved by T.W. Glassford. Seconded by W.G. Shaw. 
Resolved that the tender received from the Geo. Crothers 
Limited for the supply of one Caterpiller Model 922A, Front 
end Loader be accepted as per tender submitted at a net price 
of $10,000.00. One 1953 Hough Model HF Front end Loader is 
to be traded in. Subject to the approval of the Department 
of Highways. 
Carried. 
Moved by R. Johnston. Seconded by C. Clark. 
Resolved that the tender received from the Moore-Hawley 
Motors Limited for the supply of one 1961 Pontiac be accepted 
as per tender submitted at a net price of $1,170.00. One 
1959 Chevrolet is to be trade-in. Subject to the approval 
of the Department of Highways. 
Carried. 
Moved by W.E. Downey. Seconded by ©. Clark. 
Resolved that the tender received from Carl ©. Schaum, 
Ilderton, Ontario for the Clearing and Grubbing of the Derry 
West Sideroad from Highway Ne. 10 to the 4th Line West be 
accepted as per tender submitted at unit prices totalling 
$7,178.00. Subject to the approval of the Department of 
HighwaySe 
Carried. 
Moved by W.G. Shaw. Seconded by T.W. Glassford,. 
Resolved that the Warden and Clerk be authorized to sign 


the expropriation Plan for the Derry West Sideroad from 


— 2 = 


Highway No. 10 to the Fourth Line West, in the Township of 
Toronto. 
Carried. 


There being no further business, the meeting adjourned. 
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secretary Chairman. 
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MINUTES 
ROAD COMMITTEE 
Brampton, May 4th, 1961 
Peel County Good Roads Committee met on the above date 
at 9330 A.M. 
Members were all present. 
Chairman R.W. Speck presided. 
Minutes of Avril llth and April 13th meetings were 
read and on motion adopted. 
Moved by ©. Clark. Seconded by W.G. Shaw 
That Pay Sheets Number 39 to 47 inclusive and 49 to 
51 inclusive be approved for payment. 
Carried. 
Communications were received and read from the following. 
Prouse and Mackie re Beer and Calder Construction. 
The Police Village at Malton, re erection of traffic signs. 
The municipality of Metropolitan Toronto requests for amend- 
ment of agreement repecting maintenance of portion of Malton 
road. 
Mr. Russell Erwin re construction rods and survey stakes 
left on his property. 
Department of Highways' copy of the 1960 Audit Report. 
Canadian Good Roads Association re Annual Convention. 
Moved by W.E. Downey Seconded by P.W. Glassford 
Resolved that the Warden and Clerk be authorized to 
Sign the deed transferring 0.351 acres, more or less, in 
10t 13, Concession V1 E.H.S., in the Township of Caledon, 
to Mr. Raymond Boughen of Hamilton. 
Carried. 
The following tenders were opened. 
(a) Tractors. 
(bo) Maintenance Gravel. 
(c) Bituminous Materials 
(d) Car. 
The report prepared by the County Engineer in connection 
with the annual road inspection was read. 


There being no further business the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton,May 11, 1961. 
Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present. 
Chairman R.W. Speck presided. 
Moved by R. Johnston Seconded by W.G. Shaw 
Resolved that Pay Sheet Number 52 be aprroved for 
payment. 
Carried. 
Moved by T.W. Glassford Seconded by C. Clark 
Resolved that the Municipality of Metropolitan Toronto 
be notified that the County of Peel has no objection to the 
termination of the maintenance agreement regarding the main- 
tenance of the Malton Airport road. 
Carried. 
Moved by T.W. Glassford Seconded by R. Johnston 
Resolved that the tender received for the supply of 
maintenance gravel be accepted as per tender submitted by 
W.R. Greenly,Harriston, at unit prices totalling $19,230.00. 
Subject to the approval of the Department of Highways. 
Carried. 
Moved by R. Johnston Seconded by T.W. Glassford 
Resolved that the quotation for the supply of two 
tractors equipped with side-cutting mowers be accepted as 
per quotation received from Love and McDougall Limited, at 
a total price of $4,376.00. Subject to the approval of the 
Department of Highways. 
Carried. 
Moved by T. W. Glassford Seconded by W.G. Shaw 
Resolved that the tender received from the Peel construc 
ion Co. Ltd., for the supply and application of Bituminous 
Materials be accepted as per tender submitted at unit prices 
totalling $50,595.00. Subject to the approval from the 
Department of Highways. 


Carried. 


Y 
f 


me 


Moved by W.G. Shaw Seconded by C. Clark 


Resolved that the quotation for the supply of one 
1961 automobile be accepted as per quotation received 
from H.E. Simpson Motors, at a total price of $1,125.00. 
Subject to the approval of the Department of Highways. 
Carried. 


There being no further business the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Branpton, June 9, 1961. 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present. 

Chairman R.W. Speck presided. 

Minutes of the May 4 and May 11 meetings were read and on 
motion adopted. 

Moved by W.E. Downey. Seconded by W.G. Shaw. 

That Pay sheets Number 48 and Number 53 to Number 64 
inclusive be approved for payment. 

Carried. 

Communications were received and read from the following: 
Department of Highways approval of By-law No. 1620 in the 
amount of $900,500.00. 

Department of Highways approval of By-law No. 1621 in the 
amount of $611,700.00. 

Township of Toronto re approval of Capital expenditure in 
éseneteien with Storm Sewer on Derry West Road. 

Canadian National Railways re crossing protection at County 
Road No. 12 in Inglewood. 

The Engineer reported that the traffic survey requested 
by the Town of Brampton in connection with stop lights at the. 
intersection of Queen Street and McLaughlin Street had been 
completed and that lights were not warranted at the present 
time. 

The resolution from County Council requesting the Road 
Committee to consider the assumption of the Base Line as a 
County Road was discussed. 

The Engineer was instructed to make a report for the Road 
Committee at its next meeting in connection with the Complete 
County Road System. 

Moved by R. Johnston. seconded by T.W. Glassford. 

Resolved that the Warden and Clerk be authorized to sign 
the signal location plan from the Canadian National Railways 


for the Inglewood railway crossing. 


Carried. 


ee 

Moved by T.W. Glassford. Seconded by W.E. Downey. 

Resolved that all lands purchased by the County be 
comaitiod for clear title by the County Solicitor. 

Carried. 

The County Solicitor reported that the deed was now ready 
for signature in connection with the McCallum property at 
the Dixie-Burnhamthorpe corner. 

Purchase of land from Col. Conover on Derry West Sideroad 
was discussed. 

The Engineer was instructed to prepare a report in con- 
nection with all land purchased on Derry West Sideroad for the 
next meeting of the road Committee. | 

The question of assuming certain bridges in the County 
which had a 70 foot span only was discussed. It was moved, 
seconded and carried that the present By-law assuming bridges 
with a span of over 70 feet be not amended at the present 
time. 

The Engineer was instructed to call tenders for a one ton 
truck. 

The question of tree replacement on County roads that had 
been widened was discussed. 

The Engineer was instructed to investigate the possibility 
of starting a tree replacement programme. 

Grading at the Peel-Wellington Bridge was discussed and 
the Reeve of Caledon was to investigate the possibility of 
having the Township of Erin and the Township of Caledon 
complete the work. 

The Engineer was instructed to contact the department of 
Highways in connection with repair work at the Port Credit 
Bridge. 

The Engineer was instructed to contact the Department of 
Highways in connection with the intersection of Dixie Road and 
No. 2 Highway. 

The draft agreement between the Township of Toronto and 
the County of Peel in connection with storm sewers an Derry 


West Sideroad was discussed. 


py 2 


It was agreed that the Warden and Clerk be authorized to 


sign the agreement subject to the approval of Peel County 


| 


Bound. 


The Clerk was instructed to prepare the necessary By-law 


authorizing the Signatures. 


| | 

| Moved by W.G. Shaw. seconded by T.W. Glassford. 
Resolved that the Warden and Clerk be authorized to sign 
| 


the plan of abandonement for a portion of Lot 6, Con. 1 S.D.S. 
Township of Toronto, a portion of land formerly owned by 


Kenneth B. Watson. Subject to clearance by the County 


peas 
Carried. 


The Committee agreed to meet Wednesday evening, June 14 


at 7:00 P.M. to open tenders for various construction works. 
Moved by C. Clark. Seconded by W.G. Shaw. 
Resolved that the following Road Account Receivables 
from the year 1959 be written off: 
Byrd & Rigley $2.16 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
| Brampton, June l4th, 1961. 
A special meeting of Peel County Good Roads Committee 
was held on the above date at 7:00 P.M. 
Members ewere all present. 
Deputy-Chairman W.G. Shaw presided. 
Moved by T.W. Glassford. Seconded by C. Clark. 
That Pay sheet Number 65 be approved for payment. 
Carried. 


It was agreed that two tenders received after the closing 


| 
las would not be accepted. 
The following tenders were opened. 
‘i Derry West Storm Sewer. 
|2. Derry West Bridge. 
3. Sixth Line - Ualedon East to Sandhill. 
4. Streetsville Subway. 
On motion the tenders were referred to the Engineer for 
recommendation. 
Moved by R.W. Speck. Seconded by T.W. Glassford. 
Resolved that the offer to Purchase received from the 
Ontario Department of Highways for the entire property and 
buildings of the Erindale Yard in the amount of $10,000.00 
| be accepted and that the Warden and Clerk be authorized to 
Sign the Agreement on behalf of the County. 
Carried. 
Moved by R.W. Speck. Seconded by C. Clark. 
Resolved that the Warden and Clerk be authorized to sign 
the expropriation plan for road widening for part of Lot 6, 


ry 


Concession 1, N.D.S., township of Toronto. 


| Carried. 
| Moved by R.W. Speck. Seconded by R. Johnston. 
Resolved that the Agreement between Mr. G.F. Gill, the 
owner of the store and service station at the Dixie Burnham- 
thorpe and the County of Peel be accepted in the amount of 
€12,580.00 and that the Warden and Clerk be authorized to 


sign the necessary deeds on behalf of the County. 


Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, June 15th, 1961. 
Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present. 
Chairman R.W. Speck presided. 
| Moved by C. Clark. Seconded by W.G. Shaw. 
| Resolved that the tender received for Contract No: S5H-61 
- The Derry West storm sewer be accepted as per tender sub- 
mitted by the Dupont Drain & Concrete Limited, Toronto, 
Ontario at unit prices totalling $25,499.10. 
Carried. 


Moved by T.W. Glassford. Seconded by R. Johnston. 


Resolved that the tender received for Contract No: 7E-61 


- the grading and granular base of the 6th Line East, from 
| Sandhill to Caledon Last, be accppted as per tender submitted 
by the Armstrong Bors. Co. Limited, Brampton, Ontario, at 
unit prices totalling $111,119.90. Subject to the approval 
of the Department of Highways. 
| Carried. 
Moved by W.E. Downey. Seconded by W.G. Shaw. 
Resolved that the tender received for the Construction 
of the Streetsville subway be accepted as per tender submitted 
by Steed and Evans Limited, Maple, at unit prices totalling 
$196,094.00. Subject to the approval of the Department of 
Highways. 
Carried. 

Moved by W.&- Downey. Seconded by T.W. Glassford. 
Resolved that the tender received for Contract No: 
B-5H-61 - the Derry West Bridge be accepted as per tender sub- 
mitted by Clan Construction Limited, Maple, at unit prices 

totalling $20,665.00. Subject to the approval of the 


Department of Highways. 


Carried. 
Moved by ©. Clark. Seconded by W.G. Shaw. 


Resolved that the Vounty Solicitor be instructed to take 


= & « 


| 
| 
| 
| 
ene necessary steps as outlined under Section 107 of the 

| 

peony Improvement Act to obtain possession of lands expro- 


priated from Reginald V. Conover, the owner of part of 
Bast half of Lot No. 11 Con. 2 W.H.S., Township of Toronto. 


Carried. 


There being no further business, the meeting adjourned. 
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secretary Chairman. 


MINUTES 
ROAD COMMITTEE 


Brampton, September 7th, 1961. 


Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present except W.E. Downey. 

Chairman R.W. Speck presided. 

Minutes of the August 10th and August 17th meetings were 
read and on motion adopted. 

Moved by W.G. Shaw. Seconded by R. Johnston. 

That Pay sheets No. 94 to No. 103 inclusive be approved 
for payment. 

Carried. 

Communications were received and read from the following: 
Public Utilities Commission of the Township of Toronto re 
partial discharge of mortgage. 
| Department of Transport acknowledge receipt of resolution of 
the County of Bruce endorsed by the County of Peel. 

Township of Toronto enclosing copies of completed agreements 
re storm sewer project on Derry West Road at Meadowvale. 

Policing of certain County Roads was discussed and it was 
agreed that the County Engineer would consult with the Police 
Forces in the Local municipalities in which the County Roads 
in question are situated. 

It was agreed that the Road Committee would make an Inspe- 
ction tour on September 22nd. 

It was agreed the Chairman, The County Engineer and the 
County Clerk-Treasurer would draft a letter of reply to 
Mr. Ludgate re contract awards, said letter to be approved 


by the Road Committee before presentation to County Council 


| at its next session. 


It was agreed that the Road Committee would meet with 
| representatives of the Frank Cowan Company re insurance 
claims, at the next regular meeting. 

The Engineer was instructed to request the Canadian 
National Railways to consider the advisability of construc- 


ting an. Underpass at the C.N.R. crossing on Dixie Road and 
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the Township of Chinguacousy. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton July 6th, 1961. 

Peel County Good Roads met on the above date at 9:30 A.M. 
Members were all present. 
Chairman R.W. Speck presided. 
Minutes of June 9th, June 14th and June 15th were read 
jand on motion adopted. 
| Moved by C. Clark. Seconded by R. Johnston. 
That pay sheets numbered 66 to number 77 inclusive be 
japproved for payment. 
Carried. 

Communications were received and read from the following: 
Davis, Davis and Webb, re McCollum and County of Peel. 
|County of Bruce resolution requesting the Provincial Government 
Ito increase the speed limit on approved County Roads from 50 
to 60 miles per hour. 
liceen ene of Highways re assumption of Highway in the Township 
of Caledon. 
Canadian Pacific Railways re signals at crossing of Queen Str- 
eet, Otreetsville. 
Canadian Pacific Railways re signals at crossing at Meadowvale. 
(Minister of Highways acknowledging receipt of resolution passed 
by the Counties of Northumberland and Durham and endorsed by 
Peel County Council. 
Department of Highways re assumption of Highway in the Town- 
Ship of Toronto. 
|\Department of Highways re assumption of Highway in the Town- 
ship of Toronto. 
Department of Highways re transfer of Highway, Township of 
|Toronto. 
endeenené of Highways re assumption of Highway in the Town- 
Iship of Toronto, 
On motion the resolution from the County of Bruce was 
jendorsed. 


Moved by W.E. Downey. Seconded by W.G. Shaw. 


\ 


Secretary a 


se 
Resolved that the Warden and Clerk be authorized to sign 
the signal location plans for the following railway crossings. 
1. Canadian Pacific Railway and County Road # 5. 
2. Canadian Pacific Railway and County Koad # 1. 
| Carried. 
Moved by R. Johnston. Seconded by C, Clark. 


Resolved that the Warden and Clerk be authorized to sign 


the expropriation plan for lands required for the construction 
lof the Streetsville Subway being parts of Lot 5, Concession 5 


\W.H.S. and Fart of Lots 23 and 24 Registered Plan Streetsville 


# 2, Township of Toronto. 


Carried. 


The following tenders were opened. 


ine Streetsville Road. 


en Derry West Road. 
bP Malton Bridge extension. 
Le One = one Ton truck. 


On motion the tenders were referred to the Engineer for 


recommendations. 


The report on the County Road System prepared by the 
Engineer was referred to County Council at its next session. 

The report on Tree planting prepared by the Engineer was 
referred back to the Engineer for further study. 

The Engineer was instructed to prepare prices for Dixie 
Road - Highway No. 2 intersection. 

Moved by W.G. Shaw. Seconded by T.W. Glassford. 


That the Solicitors for Alberta McCallum be authorized 


|to make deed directly to Gill instead of the County of Peel. 


Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, July 13, 1961. 


Peel County Good Roads Committee met on the above date 


| during the session of Peel County Council. 


Members were all present. 

Chairman R.W. Speck presided. 

Moved by W.E. Downey. Seconded by R. Johnston. 

Resolved that the tender received for Contract No: 5H-60- 
Granding and Gra ual Base on Derry Road West from Highway No. 
10 to the Fourth Line West in the Township of Tornto, be acc- 
epted as per Tender Submitted by Curran & Briggs Limited, 


Rexdale, at unit prices totalling $210,088.00. Subject to the 


| approval of the Ontario Department of Highways. 


Carried. 
Moved by T.W* Glassford. Seconded by C. Clark. 


Resolved that the tender received for Contract No. B-7B-61 


| the Malton bridge extension in the Police Village of Malton, 
| be accepted as per Tender submitted by Armstrong Bros. Co, 
| Limited, Brampton, at unit prices totalling $11,246.50. 


| Subject to the approval of the Ontario Department of Highways. 


Carried. 
Moved by R. Johnston. Seconded by W.G: Shaw. 
Resolved that theTender received for the supply of one - 
1 ton pickup truck be accepted as per tender submitted by 


JeA. McCleave & Sons, Brampton, at a total price of $2,510.00, 


| Subject to the approval of the Ontario Department of 


Highways. 
Carried, 
Moved by ©. Clark. _ Seconded by W.G. Shaw. 
Resolved that the Tender received for Contract no: 1A~-61- 


Grading and Granular Base on the Fourth Line West from 


Britannia Sideroad to Highway No. 401, in the Township of 
| Loronto, be accepted as per tender submitted by Peel Construc- 


tion Limited, Brampton, at unit prices totalling $76,107.90. 


Subject to the approval of the Ontario Department of Highways. 


Carried. 
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Moved by CG. Clark. Seconded by T.W. Glassford. 
That pay sheet No. 78 be approved for payment. 
Carried. 


There being no further business, the meeting adjourned. 


Chairman. 


MINUTES 
ROAD COMMITTEE 
Brampton, July 28, 1961. 

Peel County Good Roads Committee met on the above date 

at 9:30 A.M. at the home of Mr. Frank Dowling in Streetsville. 

Members were all present. 

The purpose of the meeting was to observe the portion of 
land required for road widening purposes from Mr. Frank Dowl- 
ing in connection with the construction of the Streetsville 
| Subway. 

The Land Purchaser presented an offer to Purchase in the 

j} amount of $4,136.00. 
: The Committee reeommended that an offer of $5,000.00 be 
| presented to Mr. Dowling which was done verbally by the 
| Chairman and the suggestion was presented that Mr. Dowling 
consider this and contact the Land Purchaser, 


There being no further business the meeting adjourned. 
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Secretary Chairman. 


MINUTES 
ROAD COMMITTEE 
Brampton, August 10th, 1961. 

Peel County Good Roads Committee met on the shove date 
at 9:30 A.M. 

Members were all present. 

Chairman R.W. Speck presided. 

Minutes of the July 6th, July 13th and July 28th meetings 
were read and on motion adopted. 

Moved by ©. Clark. Seconded by W.G. Shaw. 

That pay sheets Numbered 79 to Number 93, inclusive, be 
japproved for payment. 

| Carried. 

Communications were received and read from the following. 
(Canadian Pacific Railway Company re signals at crossing on 
‘County Road Number 5, west of Streetsville. 

The Public Utilities Commission of the Township of Toronto re 
registration of a Deed. 
Bowyer , Beatty and Andrews, Solicitors for Mr. and Mrs. F. 
Dowling re property expropriated by the County. 
(Graydon and Cook, Solicitors for Messrs. W.G-Arch and H. Arch 
ire property expropriated by the County. 
T.E. Allison, Caledon East, re damage to his property by 
le. ooding. 
jpounty of Grey resolution petitioning the Provincial Government 
ito increase road subsidy in connection with snow removal. 
On motion the resolution from the County of Grey was 
not endorsed. 
Moved by T.W. Glassford. Seconded by W.G. Shaw. 
Resolved that the Warden and Clerk be authorized to sign 


the signal location plan for the installation of signals and 


short arm gates at County Road No. 5 and the Canadian Pacific 


Railway crossing. 


a 


Carried. 
Moved by T.W. Glassford. Seconded by Rk. Johnston. 
Resolved that the Ontario Department of Highways be in- 


rormed that the County of Peel isin agreement in principle 


with the proposal to construct the portion of the Airport 

Road within the County of Peel from the Peel-York boundary 

Ito the new Airport terminal entrance to a four lane facility. 
The County of Peel to provide the road widening for a 150 foot 
road allowance and the Ontario Department of Highways to 
jconstruct and pay 100% of the construction costs. 

: Carried. | 

The letter from Mr. T. Allison of Caledon East was dis- 
cussed and the Engineer was instructed to have another cross- 
lroad culvert installed north of Caledon Bast,and the Clerk 
was instructed to forward the letter from Mr. Allison to the 
insurance Company. 

Moved by W.E. Downey. Seconded by W.G. Shaw. 

Be it resolved that a letter be forwarded to the Departe 
iment of Highways , informing the Department that the reason 
that Contract No. 1A-61 was awarded to Peel Construction 
Limited, is that more local labour would be used by awarding 
Ithe contract to a local contractor. 

Carried. 

Moved by G. Clark. Seconded by T.W. Glassford. 
Resolved that the Ontario Department of Highways be 
lrequested to approve an additional $15,000.00 for maintenance 
lexpenditures so that a tree planting program may be undertaken 

ithis year. 
Carried. 
It was agreed that the Road Committee would meet with 
. H. Clark of Inglewood in connection with drainage at his 
properey. 

: Moved by C. Clark. Seconded by W.G. Shaw. 
Resolved that the report regarding the County Road 
System be adopted as presented with the road assumption out- 

Lined in the conclusions, to become effective on the first 
day of January, 1962. Subject to any changes that may be 
made as a result of the current studies on the form of County 
| overnment. 


Carried. 


~ + 

Moved by T.W. Glassford. Seconded by W.E. Downey. 

Resolved that the Engineer be instructed to erect flashing 
light signals at the intersection of the 6th Line East and 15 
lSideroad in the Township of Caledon and that the Ontario 
|Department of Highways be requested to subsidize this expend- 
iture,. 

Carried. 

The Committee agreed to meet at 9:30 A.M. the day of 
County Council to open tenders. 
It was agreed that future Land Purchases would not be 
listed by the Clerk-Treasurer's Office until same had been 
approved by the County Solicitor. 


There being no further business, the mes4 ing adjourned. 
Ya 
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MINUTES 
ROAD COMMITTEE 


Brampton, August 17th, 1961. 


Peel County Good Roads Committee met on the above date 
at 9:30 A.M. previous to the session of Peel County Council. 
Members were all present except R.W. Speck. 
W.G. Shaw, Deputy-Vhairman, presided. 
Moved by W.E. Downey. Seconded by T.W. Glassford. 
Resolved that the tender received for the constrution of 
|the Cheltenham Brick Yard bridge be accepted as per tender 
|Submitted from Armstrong Bros. Co. Ltd., at unit prices 
|totall ing $50,694.50. Subject to the approval of the Depart- 
jment of Highways. 

Carried. 
Moved by R. Johnston. Seconded by T.W. Glassford. 
Resolved that the Chairman of the Good Roads Committee 
land the Clerk be authorized to sign the statement for interim 
| subsidy . 


Carried. 


wo 


e ca Ft oe 
There being no further business, the meeti 
fi 


adjourned. 
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MINUTES 
ROAD COMMITTEE 


BRAMPTON, 
September 21st, 1961. 


Peel County Good Roads Committee met on the above date 
during the session of Peel County UVouncil, 

Members were all present except WE. Downey. 

Chairman R.W. Speck presided. 

Moved by C. Clark. Seconded by T.W. Glassford. 

Resolved that the Warden and Clerk be authorized to sign 
ithe expropriation plan for County Road No. 14, being lots 
(Number 17 and 18, Concession 1 to 6 W.H.S. inclusive, Township 
jot Chinguacousy. 

Carried. 
Letter which had been prepared to forward to Mr. J.V. 
buaeace re Contract Meanie was approved by the Committee. 

It was agreed that the Committee would meet at the County 
Buildings, Brampton on Friday morning, September 22nd at 9 A.M. 
Lo inspect the County Roads, 
| The Clerk and Engineer were instructed to prepare the nec- 
essary Road Assumption By-laws for the October session of County 
Pouncil to cover the Roads as outlined in the Engineers Report 
adopted by Council at the August Session, | 
| Moved by R. Johnston. Seconded by T.W. Glassford. 

Resolved that the offer to purchase for land to be pur chase¢ 
Le Derry Road West for a Maintenance Yard be approved and that 
the Warden and Clerk be authorized to sign this offer. 
| Carried. 


— } There being no further business, the meeting, adjourned. 
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Chairman. 


MINUTES 
ROAD COMMITTEE 
Brampton, October 5th, 1961. 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present. 

Chairman R.W. Speck presided. 

Mr. L.O. Fiander was present and introduced Mr. J.C. Till- 
cock, new Divisional Engineer, to the members of the Road Com- 
mittee. 

Minutes of the September 7th and September 21st meetings 

were read and on motion adopted. 

Moved by GC. Clark. Seconded by W.G. Shaw. 

That pay sheets No. 103A to No. 115 inclusive, be approved 
for payment. 

Carried. 

Communications were received and read from the following: 
Graydon and Cook, Solicitors for Southgate and Arch re pro- 
perty in Streetsville. 

Department of Highways re the Department purchase of the Erin- 
dale Workshed. 

Davis, Davis and Webb, County Solicitors re Deed from the 
Veterians Land ‘Act. 

Department of Highways re Assumption of Highway in the Town- 
ship of Toronto. 

Department of Highways re Transfer of Highway in the Township 
of Toronto. 

The County Engineer reported that 2000 Norway Maples would 
be planted this fall, replacing trees that had been cut down 
due to County Road widening. 

The Engineer was authorized to call tenders for Dix-Seal 
for 10 Sideroad Albion Township, tenders to close at 12 o'clock 
Friday, October 20th. I1t was agreed that the Road Committee 
|would meet at 12:30 P.M. October 20th, to open the tenders for 
Dix-Seal for 10 Sideroad Albion Township. 

A sketch prepared by the Engineering Department for the 


Derry West Maintenance Workshed was studied by the Committee. 


l| 
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On motion the County Engineer was authorized to attend 
| a Civil Defence Course at Arnprior. 
It was agreed that the Road Assumption By-laws to be pre - 

pared for the next session of County Council would include 
| the upper Base Line and the continuation of Dixie Road from 
| Derry West Road to Highway No. 7. 
It was agreed that the Chairman of the Good Roads Commit- 
| tee and the County Engineer would prepare a report on the 
| Canadian Good Roads Convention for the next session of County 
| Council. 

Moved by W.E. Downey. Seconded by T.W. Glassford, 

Resolved that the Committee recommend to the 1962 County 
Council that a programme of constructing at least one grade 
Separation per year at railway crossings be undertaken. 

Carried. 

It was agreed that after a visual traffic count had been 
taken on the Fifth Line West, Township of Toronto, arrangemen- 
| tS would be made to see the Minister of Highways in connection 
with the assumption by the Department of Highways of the 
Fifth Line. 

Moved by C. Clark, - Seconded by W.G. Shaw. 
That Pay Sheet Number 116, be approved for payment. 
Carried. 
There being no further business, the meeting adjourned. 
, | L 
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Secretary Chairman.’ . 
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MINUTES 
ROAD COMMITTEE 
Brampton, October 12th, ]961. 

Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members were all present. 

Chairman R.W. Speck presided. 

Notice of Hearing before the Ontario Municipal Board in 
connection to Township of Albion restricted Area By-law 
Number 795 was read. The Hearing is to be held in Palgrave 
jat 10:00 A.M. on November 13th, 1961. The Secretary was 
instructed to notify all members of the Committee of the date 
jand time of the Hearing. 

Plans and estimate for the construction of a new machinery 
lahed at the Derry West Yard were studied by the Committee. 
The Engineering Department was authorized to proceed with 
jthis construction using County forces as much as possible. 


There being no further business, the meeting adjourned. 
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Secretary Chairman, 


MINUTES 
ROAD COMMITTEE 
Brampton, October 20th, 1961. 

Peel Gounty Good Roads Committee met on the above date 
ay b2t30 Pill. 

Members were all present. 

Chairman R.W. Speck presided. 

As it was a special meeting, no minutes were read. 

Moved by C. Clark. Seconded by ‘W.G. Shaw. 

Resolved that the tender received from the Peel Construc- 
tion Company Limited for contract No. 9M-61, the application 
of Dix-seal be accepted as per tender submitted at unit prices 
totalling $28,420.00. Subject to the apvroval of the 
iaverenant of Highways. 

Carried. 

It was agreed that the Road Committee would meet at 
[Mono Road at 9:00 A.M. on Thursday, November 9th to look at 
a property expropriated by the County of Peel. 

The regular Road Committee meeting will be held in 
Brampton following the meeting in Mono Road. 

There being no further business, the meeting adjourned. 
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Secretary Chairman. 
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MINUTES 
ROAD COMMITTEE 


Brampton, November 9th, 1961 


Peel County Good Roads Committee met on the above date 
had 9:00 A.M. 
| Members were all present. 
Chairman R.W. Speck presided. 
Minutes of the October 5th, October 12th and October 20th 
| meetings were read and on motion adopted. 
Moved by C. Clark. Seconded by W.G. Shaw. 
That Pay sheets Number 117 to Number 129 inclusive, be 
| approved for payment. 
Carried. 
Communications were received and read from the following: 
| Township of Toronto re relocation of services. 
| ALE. LePage Limited re Meadowvale Develooment Limited. 
| Townatidy of Toronto Committee of Adjustment re hearing. 
| Lawrence, Lawrence and Stevenson re property of Dr. Christie 
lin otreetsville. 
| Town of Brampton re Traffic Lights at the corner of McLaughlin 
jRoad and Queen Street West. 
ro of Highways statement of Interium Subsidy. 
 ienartmcnt of Highways re land purchased from the County of 
Peel. 
|Department of Highways re Contract awards. 
Moved by R. Johnston. Seconded by T.W. Glassford. 
Resolved that the tender received for the supply of sand 
lat various locations be accepted from Armstrong Bros. Co. Ltd. 


las follows: 


1. Derry West Yard - 2750 Tons - $1.04 ver ton. 
2. Huttonville - 750 Tons - 1.14 per ton 
|3. Malton - 1000 Tons - 1.28 per ton 
14. Cheltenham - 1500 Tons -  .83 per ton 
5. Sandhill - 2000 Tons -  .89 per ton. Subject 


ito the approval of the Department of Highways. 


Carried. 


a ee 


Moved by W.G. Shaw. Seconded by W.E. Downey. 
Resolved that the tenders received for the rental of three 


|snowplow mounted trucks be accepted as follows: 


M1. Malton Area - Bruell Paving Ltd. Stand by Time 9.50 per 
day 
Hourly rental 7.50 per 
hours 


\2. Northern Section - Armstrong Bros. Stand bv Time 10.00 per 
| Hourly rental 7.00 sae 
hour, 
13. Huttonville Section-Armstrong Bros. Stand by Time 10.00 per 
Hourly rental (77.00 ad 
hour: 
;Sub ject to the approval of the Department of Highways. 
Carried. 
The Secretary was instructed to arrange an appointment witl 
| the Minister of Highways in connection with 5th line West, 
| Township of Toronto. 
| A report prepared by the County Engineer in connection 
| with car mileages was referred to the 1962 Committee. 
Moved by T.W. Glassford, Seconded by W.E. Downey. 
Resolved that the County Solicitor be instructed to request 
| a Municipal Board Hearing to determine compensation for lands 
| expropriated for road widening at Dixie Road from Mr. Abrams. 
| Be it further resolved that the Solicitor be instructed to 
| obtain One additional appraisal to determine the value of the 
| lands expropriated. 
| Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, December 7th, 1961. 


Peel County Good Roads Committee met on the above date 


at 9:30 A.M. 


Deputy Chairman W.G. Shaw presided. 

Minutes of the November 9th meeting were read and on 
fnotion adopted. 

Moved by C. Clark, Seconded by W.&. Downey. 

That Pay sheets number 130 to number 142 inclusive, be 
lapproved for payment. 

Carried. 


Communications were received and read from the following; 


Department of Highways re land purchase from the County of 


Willage of Streetsville requesting another traffic survey at 
ithe Queen Street and Thomas Street intersection in the Village. 


The General Accident Assurance Company of Canada re adjustment 


lof claims. 

(Canadian Good Roads Association re International Highway 

jconference. 

The County Engineer presented a report in connection with 

elocation of services. On motion the report was adopted. 
Moved by C- Clark. Seconded by R. Johnston. 
Resolved that the Engineer be instructed to contact 

- Howard Clark of Inglewood to determine what works are 

equired to prevent future erosion caused by the diversion of 

creek to facilitate road construction into Inglewood. Be 
it further resolved that the Engineer be instructed to repair 
his to the satisfaction of Mr. Clark and the County. 
Carried. 
Moved by ©. Clark. Seconded by W.E. Downey. 
Resolved that the Warden and Clerk be authorized to sign 


he expropriation plan for road widening on County Road No. 14 


) a. 
(17 Sideroad) from Highway No. 10 to the 6th Line West, Town- 


| 
| 
| 
i 


iship of Chinguacousy. 

Carried. 
The Secretary was instructed to forward copies of 
loutstanding Accounts Receivable from 1960 to the County 
Solicitor for collection. 

Hickman Street Bridge in the Village of Bolton was 
discussed and on motion the matter was referred back to the 
Villiage of Bolton Council. 

It was agreed that land owned by the County on the 
Brampton By-pass in connection with School presently used by 
\the Retarded Children would be offered to the Uhinguacousy 
\Public School Board at a price to be agreed upon by the Good 
toads Committee and the School Board. 


The Engineer reported that the lot in Mono Road owned by 
Mrs, Elliot had been fixed. 


Moved by C. Clark. Seconded by W.£. Downey. 


Resolved that the Warden and Clerk be authorized to sign 


lon behalf of the County, the Offer to Purchase for lands for 
the construction of a Maintenance Yard on Derry West Road. 

) Carried. 

An offer that was received for the Cheltenham Bridge was 


Inot accepted and the 4ngineer was instructed to have the Bridge 


moved to the sandhill Yard. 


There being no further business, the meeting adjourned. 
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jpecretary Chairman,’ 


MINUTES 
ROAD COMMITTEE 


Brampton, December 14th, 1961. 
: Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members were all present. 

R.W. Speck presided. 

Due to the fact that the Planning Board of the Township 
jof Toronto had refused the application of the County to build 
ik Norkshop on Derry West Sideroad, alternate locations for the 
proposed new Workshed were discussed. 

On motion the location of the new workshed was deferred 
luntil the Engineer had the opportunity to consider alternate 
| locations. 

Moved bv GC. Clark. Seconded by W.G. Shaw. 

That Pay sheet number 144 be approved for payment. 

Carried. 
There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 4th, 1962. 
: Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present. 

Chairman R.W. Speck presided. 

—_ Minutes of the December 7th, and December 14th meetings 
were read and on motion adopted. 
Moved by C. Clark. Seconded by W.u. Downey. 

That the following nay sheets be approved for payment; 
Number 138A, 143, 145, 146, 147, 148 and Number 150 to Number 
1560 inclusive, 

Carried. 

A letter was read from the Committee of Adjustment of the 
ownship of Toronto re the application of the County of Peel 
ror approval of a workshed on Derry “est Sideroad. The 
ineineer wee instructed to re-suhmit a request on behalf of 
Fhe County for permission to build the proposed workshed north 
pf Derry West Sideroad on the First Line West. 

A proposal to move Hydro poles on Dixie Koad South of 


yjiehway No. 5 at an estimated cost of $11,000.00 was discussed. 


rhe Engineer was instructed to determine and mark the trees 


if 


Res 


that would have to be removed on the road due to the relocation 


of the Hydro line so that the Road Committee could view the 
wea in question before a decision is reached. 
Moved by R. Johnston, Seconded by T.W. Glassford. 
Resolved that the following unit price bids be accepted 


FOr the construction of Contract No: 14H-61 (Seventeen Sideroad 


Vest) 


bh. Carl ©. Schaum - Clearing - 4400.00 per acre 
Grubbing - $344.00 per acre 


= ae Ss ee meas 


e. Browne & Louth - Old tence Removal - $0.25 per rod 
- Supply and Erect New Fences - $4.00 perrod 
- Brace Panels - $8.00 each. 
- Gates - 230.00 each. 


B. Armstrong Bros. Company Ltd. - Excavation of Materials - 
pO.4h per cu. Yd. 
- Compaction of Materials - $0.015 per Cu.Yd 


+e &. Smythe Limited - Granular "B" - $0.70 per ton, 
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Sesame 
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. Caledon Sand & Gravel Ltd. - Granular "A" - $1.15 per ton. 


SS eee 


ubject to the approval of the Department of Highways. 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 

Brampton, January 17th, 1962. 
Peel County Good Roads Committee met on the above date 
jduring the session of Peel County Council. 
Members were all present. 
R.W. Speck was elected Chairman of the Good Roads 
Som ties for the year 1962. 
| W.G. Shaw was elected Deputy-Chairman of the Good Roads 
committee for the year 1962. 
Moved by W.G. Shaw. Seconded by T.E. McCollum, 
| That the Annual convention of the Ontario Good Roads 
ateasinhon will be held at the Royal York Hotel in Toronto, 
February 27 and 26th, 1962. We recommend that all members of 
lCounty Council be delegates if they so wish to attend. 
Carried. 
| It was agreed that the Committee would meet January 25th, 
— lst and February 8th in connection with the proposed 
L962 budget. 
There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 25th, 1962. 

Peel County Good Roads Committee met on the above date 
jat 9:30 A.M. 

Members were all present. 

Communications were received and read from the following: 
Town of Streetsville re County road construction Within the 
(Town for the year 1962. 

Village of Bolton enclosing copy of a resolution re Hickman 
Street bridge. 

Peel County Council resolution of Finance Committee re 
budget and salary changes. 

It was moved, seconded and carried that the Council of 
ithe Village of Bolton be notified that the Hickman Strect 
Bridge does not come under the regulations laid down under 
Ithe County By-law. 

The proposed maintenance Budget for the year 1962 as 
prepared by the County Engineer was approved. The proposed 
— construction Budget prepared by the Engineer for the 
year 1962 was considered. The Miscellaneous Overhead Budget 
lor the year 1962 as prepared by the County Engineer was 
considered. 
| The Engineer was instructed to prepare a County Road 
Mileage report on the Urban Municipalities. The Committee 
ldecided to review the percentage of Urban refunds after the 
|Urban Road Mileage report is received. 


There being no further business the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, February lst, 1962 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present. 

Chairman R.W+ Speck presided. 

The Construction Budget for the year 1962 was discussed. 

The Engineer was instructed to figure estimates on various 
jobs, so that the proposed 1962 budget might be finalized at 
the regular February Road Committee meeting, 

Moved bv T.E. McCollum, Seconded by C. Clark: 

That urban refunds for Towns and Villages for the year 


1962 be as follows: 


Town of Brampton 30% 
Town of Port Credit 4.0% 
Town of Streetsville 25% 
Village of Bolton 25% 
Village of Caledon East 25%. 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, February 8th, 1962. 

Peel County Good Roads Committee met on the above date 
Jat 9:30 A.M. 

Members were all present. 

Chairman R.W. Speck presided. 

Minutes of the January 4th, January 17th, January 25th 
= February lst meetings were read and on motion adopted. 
Moved by C. Clark, Seconded by W.G. Shaw; 

That the following pay sheets be approved for payment: 
er - No. 149 and 149A. 1962 - No. 1, 1A, 1AA, 2, 3, 4, 5, oi, 
loa, 7, 8, 9, and 10. 

Carried. 

Communications were received and read from the following: 
lUnitea Counties of Stormont, Dundas and Glengarry petitioning 
the Department of Highways to increase the subsidy on Chemicals 
jused for dust, snow and ice control from 50% to 80%. 
fhe Ontario Traffic Conference re membership. 

Maurice G. Foster, Solicitor for L.W. Orvis of Streetsville 

re change in road level. 

the completed budget for 1962 was considered by the Com- 
Inittee, approved, with the understanding that the budget would 
be presented to County Council in February with the 1962 
appropriation By-laws presented to Council and aprroved at the 
IMarch session. 

Moved by C. Clark, Seconded by 

Resolved that the 1962 Salary Schedule be accepted as 
presented with the increases to be kept to a maximum of 3% 
be the 1961 Annual salary in each instance. 

Carried. 

Moved by T.E. McCollum. Seconded by R.J. Innis. 

Whereas the Corporation of the County of Peel must 
relocate the maintenance yard at Erindale on Highway No. 5 to 
accommodate the widening of this highway, 

And Whereas the County has been unable to locate land 
suitably zoned that is centrally located for economical and 


| ® @ s e 2 e 
efficient maintenance operations, particularly winter 


ia 2 oe 
maintenance operations, 

Be it resolved that the Council of the Township of Tor- 
lonto be requested to consider the erection of this maintenance 
lard in the vicinity of the intersection of the lst Line West 
land the Derry Road West. 

Carried. 

On motion the Warden and Clerk were authorized to Sign 
an Offer of Purchase to R. Holmes on 17 Sideroad, Township of 
Chinguacousy. 

On motion it was agreed that the settlement with 
lr and Mrs. F. Dowling of Streetsville would be left until the 
jSubway construction was completed. 

It was agreed that a County By-law would be prepared and 
jpresented to Council giving the County the right to avprove of 
all Building Permits issued along County Roads within the 
jbounty. 


There being no further business, the meeting adjourned 
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Secretary Chairman. 


MINUTES 
ROAD COMMITTEE 
Brampton, March 8th, 1962. 


Peel County Good Roads Committee met on the above date at 


}9:30 A.M. 


Members were all present. 
Vice-Chairman W*G. Shaw presided. 


Minutes of the February 8th meeting were read and on 


motion adopted. 


Moved by C. Clark, Seconded by T.W. Glassford. 
That Pay sheets Number 11 to Number 21 inclusive, be 
approved for payment. 
Carried. 


Communications were received and read from the following: 


| Graydon and Cook, Solicitors for Reginald C. Southgate and 


| Harry Arch re claim for land expropriated by the County of 


| Peel 


Township of Toronto re proposed location of Peel County Main- 


| tenance Yard. 


| Department of Lands and Forests re Spring Flooding Conditions: 


| Department of Highways re approval of Peel County By-laws 


Numbered 1641 and 1642, 


The Council of the Village of Caledon Fast was: present 


|) and Road Construction within the limits of the Village for 


| the year 1962 was discussed. The Village Council informed 


| the Road Committee that they were not in a financial position 


to enable them to participate in completing their portion of 


| the County Road through the Village but they requested that 


the County complete their portion of the County Road during 


| 1962. 


On motion the Committee agreed that the County would join 
the Ontario Traffic Conference. 
Moved by R.J. Innis, Seconded by T.W. Glassford. 


Resolved that the Department of Highways be requested to 


| approve the following transfers within the approved limits 


|} of 1961 The Expenditure By-laws: 


| 1) In Supplementary By-law No. 1621 - 


a 
$23,000.00 from Road Construction to Bridge Construction. 
2) In Normal By-law No. 1602 - 
$46,000.00 from Road Construction to Bridge Construction. 
3,300.00 from Bridge Maintenance to Bridge Construction. 
Carried. 


The Engineer reported that a consolidating By-law for 


) all County Roads had now been completed. On motion it was 


| agreed that the consolidation By-law would be recommended to 


| County Council, said By-law to be passed by Council as soon 


| as possible. 


The Engineer reported that an up-to-date By-law in 
connection with Stop Highways had been prepared. On motion 
it was agreed that the Stop Highways By-law would be recom- 
mended to County Council. 


Due to the fact, the Township of Toronto had turned down 


| the application of the County to Build a Workshed on Derry 


| West Sideroad, the Engineer was instructed to investigate the 


possibility of purchasing a workyard and building a Workshed 


adjacent to the Department of Highways Workyard at the 


| intersections of Highway No. 10 and Highway No. 401. 


Moved by C. Clark, Seconded by T.E. McCollum. 


That the County Engineer and the Assistant County Engineer 


| salary be increased $500.00 per annum, effective January lst, 


| 1962, subject to approval of the Finance Committee. 


Carried. 
Moved by R.W. Speck, Seconded by T.W. Glassford; 


Resolved that the annual salary of the Land Purchaser 


| be increased by 3% of the 1961 annual salary, effective 


January lst, 1962, subject to the approval of the Finance 


| Committee. 


Carried. 


The proposed Capital Construction for the year 1962 was 


| considered, 


Moved by T.E. Mc¥ollum, Seconded by R.W. Speck; 


Resolved that Streetsville Main Street Bridge be included 


| in the 1962 Construction By-law and that the reconstruction 


a 
| of Thomas Street be deferred until the development west of 
| the Town of Streetsville commences. 
Carried. 
Moved by C. Clark, Seconded by R.J. Innis; 
Resolved that the construction of 17 Sideroad West be 
completed as per the revised estimate of $104,000.00. 
Amendment to the Resolution. 
Moved by R.W. Speck, Seconded by T.E. McCollum. 
Resolved that the remaining jogs on 17 Sideroad West 
be completed at an estimated cost of $52,000.00. 
The amendment was lost. 
The original resolution was carried, 
Instructions were issued to have a by-law prepared under 
| Section 65 of the Highway Improvement Act regulating gas 
| cuties and signs. 
Instructions were ‘issued to have the By-law setting the 
price for entrance culverts brought up to date. 
the Engineer was instructed to include the resolution in 
connection with Urban Refunds in the Good Roads Committee 
|Report for presentation to County Council on March L5th, 
| 1962. 
Tenders were received for the supply of materials for the 
| year 1962. On motion the Engineer was instructed to open the 
tenders and list same. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, April 5th, 1962, 

Peel County Good Hoads Committee met on the above date 
at 9:30 A.M. 

Members were all present. 

Vice-Vhairman W.G. Shaw presided. 

Minutes of the March 8th meeting were read and on motion 
jadopted. 

Moved by C. Clark, Seconded by T.&. McCollum; 

That pay sheets Number 22 to Number 34 inclusive, be 
lapproved for payment. 

Carried. 

Communications were received and read from the following: 
WWepartment of Highways, Audit report on the County Road expen- 
\diture for the year 1961. 
lrown of Streetsville re Thomas Street Railway protection. 
Board of Transport Commissioners for Canada re railway crossing 
ihird Line Kast, Township of Chinguacousy. 
lontario “ood Roads Association re 1962 School for Road Super- 
lintendents. 

[Department of Highways re payment of subsidy on 1961 Road 
expenditure. 

wanadian Good Roads Association re International Highway Con- 
Eee desuer lth to 20th, 1962. 

On motion it was agreed that the County of Peel would not 
: end any delegates to the International Highway Congress. 

The Secretary was instructed to make the necessary reser- 
ations for all members of the Road Committee at the Canadian 
700d Roads Association annual convention. 

Tenders were opened for Maintenance Gravel. 

Moved by R.J. Innis, Seconded by R.W. Speck; 

Resolved that the tender received for the Sumply of main- 
ILenance Gravel be accepted as per tender submitted by 
H.R. Greenley of Herriston at unit prices totalling $17,205.00. 
pubject to the approval of the Department of Highways. 


Carried. 
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Moved by ©. Clark, seconded by R.W. Speck; 

Resolved that the Warden and Clerk be authorized to sign - 
|the expropriation plan for part of lots 4 and 5, Concession 
3 and 4, Township of Albion, County of Peel. 

: Carried. 

Instructions were given to have the entrance culvert 
ieee keny amended by adding an amount of $30.00 for headwalls, 
}if necessary. 

The Engineer reported that the following By-laws would 
iShortly be ready for presentation to County Council: 
Reversion By-law, Consolidating By-law and Through Highway 
By-law. 

A claim was received from Mr. Olsen in Meadowvale in 
leganenhion with Water used by Mr. Olsen in connection with 
his irrigation svstem. On motion the claim was referred to 
|the County Solicitor for immediate action. 

The Construction programme and proposed dates for Tender 

calls was reviewed by the Committee. 
| The Engineer was instructed to call tenders for the 
| following equipment: 

(a) Shoulder Maintainer 

(bd). Cars 

(c) Truck with plow and wing. 

The question of parking space at Dixie Road and C.N.R. 
| crossing was discussed. 

. Moved by R.W. Speck, Seconded by T.”. Glassford; 

Whereas the summer months are usually considered as being 
= desirable for annual holidays 
| And whereas these holidays conflict with the summer constr: 
luction schedule, 

Be it resolved that any permanent construction employee whc 
lis willing to take his holidays during the months of December, 
jJanuary, February or March be entitled to one additional week's 
holiday with pay. 
| This arrangement to be enforced at the discretion of the 
| Gomaty Engineer, 


Carried. 


a 

The request of the Bell Telephone to lay conduit from 
Brampton to Huttonville on the County Road allowance was 
idiscussed. The Engineer was instructed to inform the Bell 
hvleshous Company that an easement would not be granted on the 
jexisting Road allowance. 

The Land Valuator was authorized to return the original 
}Offer signed by Mr. and Mrs. F. Dowling of Streetsville after 
ja photostatic copy had been made of same. 

) The Engineer was instructed to find a new location for 
a proposed Maintenance Yard. 

It was agreed that the annual VLounty Road Inspection 
jwould be held on the 26th and 27th of April. The South end 
lot the County would be inspected on the 26th and the north 
lend on the 27th. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, May 10th, 1962. 
Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 
Members were all present. 
Chairman R.W. Speck presided. 
Minutes of the April 5th meeting were read and on motion 
adopted. 
Moved by W.G. Shaw, Seconded by T.W. Glassford. 
That Pay Sheets numbered 35 to 49, inclusive, be approved 
for payment. 
Carried. 
Communications were received and read from the following: 
The Ontario Municipal Board re Peel County proposed By-law 
1669. 
Department of Highways re approval of Peel County By-law 1663. 
Canadian Good Roads Association re reservations. 
Mr. John Irvin, re King Cemetery. 


Department of Highways re approval of Peel County By-law 1657 


in the amount of $ 00,000.00. — 
IILD Boprrrndad VW Ger mitre 
The County Solicitor re Refund of Deposit cheque from Doctor 


Holmes. 
Canadian National Railways re Third Line Bast, Township of 
Chinguacousy railway crossing. 
re Arnold R. Terry re Kenneth Devin. 
Department of Highways re Transfer of Service Road adjacent to 
Highway 401, 
The County Engineer reported that the following By-laws 
were now ready for presentation to County Council: 
1) Reversion By-law 
2) Consolidating By-law 
3) Through Highway By-law. 
Moved by T.E. McCollun, Seconded by C. Clark; 
| Resolved that the County Solicitor be instructed to 
obtain a release from Mr. J. Olsen for damages incurred by the 


relocation of a bridge adjacent to Mr. Olsents property. The 


a 
compensation for this release not to exceed $500.00, 
Carried. 
it was agreed that money in the 1962 Budget for the Upper 
Base Line Bridge at the Canadian National Railway crossing 
would be transferred to the Cheltenham Brick Yard Bridge. 
The Engineer reported the following contracts would be 
ready for Tender Calls at the June meeting. 
1) Paving - Dixie Road, Derry Road West, Streetsville Road. 
2) Grading and Paving - Caledon East, 6th Line Sandhill to 
Caledon East. 
3) Dixie Burnhamthorpe Intersection. 
4) Upper Base Line Bridges, 
The following Tenders were opened. 
1) Streetsville Main Street Bridge. 
2) Dixie Road Bridge. 
Bituminous Materials 


) 

4) Grader. 
) Truck and Equipment. 
) 


Two cars. 

The Engineer was instructed to list the tenders received 
with his recommendations for a Road Committee meeting to be 
held the day of County Council. 

Moved by T.E. McCollum, Seconded by W.G. Shaw. 

Resolved that the Town of Streetsville be paid $250.00 
for extraordinary Maintenance on Joymar Drive due to traffic 
using this road for a detour during the construction of the 
Streetsville Subway. 

Carried. 

On motion the Engineer was authorized to purchase one 
Underwood Calculator. 

The question of installing Flashing lights over stop 
Signs at several County Road intersections was discussed, 
The Engineer was instructed to make a further investigation 
with respect to the Flashing lights for the next meeting of 


the Good Roads Committee. 
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There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, May 18th, 1962. 

Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members were all present. 

Chairman R.W. Speck presided. 

The Engineer informed the Committee that several munici- 
palities had met to discuss the new railway crossings being 
constructed in conjunction with Canadian National Railways 
Access Line. On motion it was agreed that the County of Peel 
should be represented at any future meetings concerning these 
crossings, 

Moved by T.W. Glassford, Seconded by C. Clark; 

Resolved that the tender received for Contract SB-62 the 
construction of the Streetsville Main Street Bridge be accepte 
as per tender submitted from Finley W. McLachlin Contracting, 
Toronto, at unit prices totalling $79,683.50. Subject to the 
approval of the Department of Highways. 

Carried. 

Moved by T.E. McCollum, Seconded by W.G. Shaw: 

Resolved that the tender received for Contract BLB-62, 
construction of the Dixie Road bridge be accepted as per 
tender submitted from Armstrong Bros. Company Ltd., Brampton, 
at unit prices totalling $27,304.00. Subject to the approval 
of the Department of Highways. 

Carried. 

Moved by W.G. Shaw, Seconded by R.J. Innis; 

Resolved that the tender received for Contract: Bituminous 
Materials - 1962, the supply and application of bituminous 
materials be accepted as per tender submitted from Peel 
Construction Company Limited, Brampton, at unit prices 
totalling $82,897.50. Subject to the approval of the Depart- 
ment of Highways. 

Carried. 
Moved by T.. Glassford, Seconded by R.J. Innis; 


Resolved that the tender received for the supply of one 
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Shoulder Maintainer be accepted as per tender submitted from 
WeL. Ballentine Company Limited, Toronto, at a total price 
of $10,824.35. Subject to the approval of the Department of 
Highways. 

Carried. 

Moved by R.J. Innis, Seconded by W.G. Shaw: 

Resolved that the tender received for the supply of one 
Five Ton Dump Truck with Snowplow Equipment with one 1957 G.M. 
C. Five Ton Dump Truck as trade-in be accepted as per tender 
submitted by J.A. McCleave & Sons, Brampton, at a net price of 
99,045.46. Subject to the approval of the Department of 
Highways. 

Carried. 

Moved by R.J. Innis, Seconded by T.W. Glassford; 

Resolved that the tender received for the supply of two 
Compact automobiles with one 1960 Chevrolet Sedan as trade-in 
be accepted as per tender submitted by Geo. R. Farr & Son Ltda, 
at a net price of $3,244.50. Subject to the approval of 
the Department of Highways. 

Carried. 

Moved by T.E. McCollun, Seconded by R.J. Innis; 

Resolved that the Warden and Clerk be authorized to 
Sign the plan of expropriation for Dixie Road from Derry Road 
East to Steeles Avenue. 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, June 7th, 1962. 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present. 

Chairman R.W. Speck presided. 

Minutes of the May 10th and May 18th meetings were read. 

On motion Minutes of the May 10th meeting were amended 
to read approval of Peel County By-law 1657 in the amount of 
$900,000.00, 

On motion Minutes of the May 10th meeting were adopted as 
amended and Minutes of the May 18th meeting were adonted, as 
presented. 

Moved by ©. Clark, Seconded by T.W. Glassford; 

That Pay sheets Number 50 to Number 61 inclusive be 
approved for payment. 
| Carried. 

Communications were received and read from the following: 
Department of Highways re approval of Peel County By-law 1658 
in the amount of $548,000.00. 

Department of Highways re approval of Peel County By-law 1659 
in the amount of $688,000.00. 

Ontario Municipal Board approval of Capital Expenditure in 
the amount of $688,000.00 with a debenture issue of 3300 ,000.0 
Northwood Estates Ratepayers Association re traffic lights at 
Queen Street and McLaughlin Road in the Town of Brampton. 
vifto Salt (1960) Limited re salt purchases for the year 
1962, 

Township of Toronto enclosing resolution re grade separations 
on Canadian National Railways Toronto Terminal Project. 
Rosenberg, Walsh, Kroll, Smith & Paton re intersection of 
Dundas Street and Dixie Road. 

Board of Transport Commissioners for Canada re Protection 
installed at the C.N.R. Crossing at Malton. 


Township of Toronto Committee of Adjustment re Public Hearing. 
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On motion the resolution of the Township of Toronto re 
grade separations on the Canadian National Railway was endorsed 

On motion the letter of Rosenberg, Walsh, Kroll, Smith 
& Paton was referred to the County Solicitor. 

The following tenders were opened: 

1. Dixie-Burnhamthorpe intersection 
2. Paving - 62 - Derry Road East 
~ Streetsville Road 
~ Dixie Road. 
3. P7E-62 - Sandhill to Caledon East 
- Caledon East grading. 
4. Neeland's Bridge. 

Due to the fact that County Council would not meet until 
June 2lst, it was agreed that the tenders would be opened and 
contracts awarded by the Road Committee. 

Moved by R.J. Innis, Seconded by T.W. Glassford; 

Resolved that the tender received for the construction of 
the Dixie-Burnhamthorpe intersection be accepted as per tender 
Submitted by The Peel Construction Co. Ltd. at unit prices 
totalling $47,193.00. Subject to the approval of the Depart- 
ment of Highways. 

Carried. 
Moved by T.W. Glassford, Seconded by R.J. Innis; 
Resolved that the tender received from The Peel Construc- 
lon Co. Ltd. for Contract Paving - 1962 be accepted as per 
tender submitted at unit prices totalling $285,750.00. 
Subject to the approval of the Department of Highways. 
Carried. 

Moved by W.G. Shaw, Seconded by C. Clark; 

Resolved that the tender received from the Peel Construc- 
tion Co. Ltd. for Contract P7E-62 be accepted as per tender 
Submitted at unit prices totalling $209,557.70. Subject to 

he approval of the Department of Highways. 
Carried. 
Moved by T.E. McCollun, Seconded by C. Clark: 


Resolved that the tender received from The Armstrong 
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Bros. Co. Ltd. be accepted as per tender submitted for the con- 
struction of Neeland's Bridge at unit prices totalling 
$20,960.50. Subject to the approval of the Department of 
Highways. 

Carried. 

The Engineer reported the following Contracts would be 
ready for tender calls at the July meetings. 
1. Dixie Road = Grading. 

Ze <Streetsville Road - grading and paving. 
3. Burnhamthorpe Cawthra intersection. 

4. 5th Line West ~ Gravel 

D¢ Cheltenham Mill Street Bridge. 

The Engineer submitted proposals in connection with 
Speed Limits on County Roads within the Township of Toronto. 

On motion the proposal was deferred for Study before the 
next meeting of the Road Committee. 

On motion the Engineer was instructed to refer the 
location of the Maintenance Yard in the vicinity of Derry West 
Road and No. 10 Highway to the Planning Director of the Town- 
Ship of Toronto for his recommendation. 

The question of improvements on Cawthra Road from Highway 
No. 5 to Burnhamthorpe Road was discussed. It was agreed that 
the completion of this road would be recommended to the 1962 
Committee, 

The County Solicitor was instructed to prepare a report 
in connection with Motor City Investments for the next meeting 
of the Road Committee. 

The County Solicitor was authorized to offer Dixie Co-op 
the sum of $2,000.00 in full settlement for land expropriated. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, June 2lst, 1962. 

Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members were all present except T.E. McCollum. 

Chairman R.W. Speck presided. 

The County Engineer was authorized to contact the County 
Solicitor to instruct the County Solicitor to offer Dixie 
Co-op the sum of $2,500.00 in full settlement for land expro- 
priated. 

Moved by ©. Clark, Seconded by R.J. Innis; 

That Pay sheet number 65 be approved for payment. 

Carried. 


there being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, July 5th, 1962. 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present. 

Vice-Chairman W.G. Shaw presided. 

Minutes of the June 7th and June 2lst meetings were 
read and on motion adopted. 

Moved by C. Clark, Seconded by T.&. McCollum; 

That pay sheets Number 62 to Number 64 inclusive and 
Number 66 to Number 74 inclusive, be approved for payment. 

Carried. 

Communications were received and read from the following: 
Bowyer, Beatty & Bowyer re Road Closing By-law in the Township 
of Caledon, 

Albert Smith, M.A., Barrister re Shostack purchase from 
Lenworth Developments Limited. 

Moved by GC. Clark, Seconded by T.E. McCollum; 

Resolved that the hourly rental rate for hired trucks be 
increased to $4.25 per hour, effective July 2, 1962. 

Carried. 

The Engineer submitted completed proposals in connection 
with Speed Limits on County Roads within the Township of 
Toronto with changes as suggested by the Committee on June 7th 
1962 incorporated. On motion the proposal for Toronto Town- 
ship was approved and the Engineer was instructed to complete 
proposals for all County roads in the County. 

Moved by R.J. Innis, Seconded by C. Clark; 

Resolved that the Warden and Clerk be authorized to Sign 
the expropriation plan for lands required for the construction 
of the Cheltenham Mill Street bridge, being part of Lot 29, 
Concession 4 W.H.S., Township of Chinguacousy. 

Carried. 
Moved by T.E. McCollum, Seconded by C. Clark; 
Resolved that the Warden and Clerk be authorized to sign 


the expropriation plan for lands required for the construction 
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of the Cawthra Road and Burnhamthorpe Road intersection, 
being part of Lot 5, Registered Plan No. A-24, Township of 
Toronto. 

Carried. 

Moved by R.W. Speck, Seconded by T.E. McCollum; 

Be it resolved that a lease be entered into with the 
Toronto Golf Ulub on the terms as suggested by the County 
Engineer, or failing that, on the terms suggested by the 
Toronto Golf Club and that upon the signing of the lease, the 
County Engineer be instructed to proceed with the fencing, 
levelling and gravelling of same. Before the use of the 
parking lot is permitted, a further meeting of the Committee 
to be held to determine charges, supervision, etc. 

Carried. 

The following tenders were opened: 

i Dixie Road =- Derry Road Kast to Steeles Avenue, grading 
and granular base. 

pe Cheltenham Mill Street Bridge 

a. Steeles Avenue Bast - Culverts 

he 5th Line West - Q.H.W. to Highway No. 5, granular base 

4 Streetsville Road - Streetsville to Highway 403, grading, 
granular base and paving. 

Moved by T.E. McCollun, Seconded by T.W. Glassford; 

Resolved that the tender received for Contract 4B-62, 
grading and granular base of Dixie Road from Derry Road East 
to Steeles Avenue be accepted as per tender submitted from 
Peel Construction Co. Ltd., at unit prices totalling 
$119,999.30. Subject to the approval of the Department of 
Highways. 

Carried. 

Moved by R.W. Speck, Seconded by T.E. McCollum; 

Resolved that the tender received for Contract CM-62, 
the Cheltenham Mill Street bridge, be accepted as per tender 
submitted from Kilmer Van Nostrand Ltd., at unit prices 


totalling $53,366.70. Subject to the approval of the Depart- 


ment of Highways. Carried. 
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Moved by T.B. McUollun, Seconded by ©. Clark; 

Resolved that the tender received for Contract B15K-62, 
two concrete culverts on Steeles Avenue East, be accepted as 
per tender submitted from Armstrong Bros. Co. Ltd. at unit 
prices totalling $19,470.80. Subject to the approval of the 
Department of Highways. 

Carried. 

Due to the fact that only one tender was received for 
5th Line West = Q.E.W. to Highway No. 5, granular base, the 
Engineer was instructed to prepare a report on this contract 
for the next meeting of the Road Committee to be held on 
County Council day. 

Moved by R.J. Innis, Seconded by T.W. Glassford; 

Resolved that the tender received for Contract 14-62, 
grading, granular base and paving of the Streetsville Road 
from Highway 403 to Streetsville, be accepted as per tender 
submitted from Peel Construction Co. Ltd. at unit prices 
totalling $129,388.00. Subject to the approval of the Depart- 
ment of Highways, and subject to the monies being available 
in the 1962 Capital Current Budget. 

Carried. 

The Bngineer was instructed to invite bids on one of 
the bridges stored at the Sandhill Yard. 

Moved by T.W. Glassford, Seconded by R.J. Innis; 

Be it resolved that the Road Committee, Engineer and 
Clerk-Treasurer be delegated to attend the Canadian Good Roads 
Association Convention in Quebec City. 

Carried. 

It was agreed that no further evaluations would be 
obtained on the Kelly and Abrams expropriation. 

The settlement with Dixie Co-op was referred to the 
County Solicitor for finalization. 

Due to the fact that the County Solicitor was not 
present, no report was received in connection with Motor City 


Investments. 


The Road Committee agreed to meet Monday morning, 


eh = 
July 8th, to visit the Streetsville Subway in connection with 


land purchases, 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, July 12th, 1962. 

Peel County Good Roads Committee met on the above date 
Huring the session cf Peel County Council. 

Members were all present. 

Vice-Chairman W.G. Shaw presided. 

An agreement prepared by the Department of Highways 
Oovering construction at Dixon Road to Malton Airport was 
‘evlewed by the Committee and it was agreed that the County 
vouncil be requested to grant permission to have the Warden 
and Clerk sign the agreement. 

The manual on Traffic Control prepared by the Department 
pf dighways was received by the Committee and on motion the 
manual was referred to the County kngineer. 

Moved by R.W. Speck, Seconded by C. Clark; 

Whereas the low bidder, Kilmer Van Nostrand, have 
requested that their tender be withdrawn on Contract CM-62, 
be it resolved that the Contractor be informed that the 

ender deposit cheque in the amount of 95,400.00 will be 
retained by the County of Peel should the Contractor not 
complete the contract in accordance with the terms of the 
ender. 
Carried. 

Moved by T.E. McCollum, Seconded by R.W. Speck; 

Resolved that the Engineer be instructed to proceed with 
he construction of the Fifth Line West by using County forces 
here possible and by obtaining the necessary granular 
materials at the most economical local sources; 

Amendment to resolution. 

Moved by ©. Clark, Seconded by T.W. Glassford; 

Resolved that the Engineer be instructed to recall tenders 
for Contract 16A-62 to close on August 2nd, 1962, and be it 
turther resolved that the Committee be authorized to award 
this tender if the low tender is within the budget. 

Carried. 


The original motion was lost. 


ee ow 

Moved by R.W. Speck, Seconded by C. Clark; 

Whereas the construction of the Streetsville Subway is 
ow completed, 

And Whereas the Committee has beenunable to negotiate 
atisfactory settlements for three parcels of land expropria- 
ed from Mr. and Mrs. Frank Dowling, Mr. Frank Dowling and 

Messrs. Reginald Southgate and Harry Arch, Trustees, 

Be it resolved that the firm of Mason, Foulds, Arnup and 
Neir be engaged as solicitors to represent the County of Peel 
in this matter. 

And be it further resolved that the solicitors be instru- 
cted to make the necessary arrangements to proceed with an 
Ontario Municipal Hearing to determine the compensation for 
lands expropriated. 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, August 9th, 1962. 

Peel County Good Roads Committee met on the above date at 
9:30 A.M. 

Members were all present except R.W. Speck. 

Vice-Chairman W.G. Shaw presided. 

Minutes of the July 5th and July 12th meetings were read 
and on motion adopted. 

Moved by C. Clark, Seconded by T.W. Glassford. 

That Pay Sheets number 75 to number 87 inclusive, be 
approved for payment. 

| Carried. 

Communications were received and read from the following: 
Giffels & Vallet of Canada Ltd. re improvements to No. 50 
Highway from Highway No. 7 to north of the Village of Bolton. 
Mr. Robert S. Holmes, Chairman of the Finance Committee of the 
Brampton and District Association for Retarded Children re 
School Property and the County of Peel Property on the Bramp- 
ton By-pass. 

Board of Transport Commissioners for Canada re Canadian 
Pacific Railway Crossing. 

Board of Transport Commissioners for Canada re Canadian 
Pacific Railway Crossing. 

Board of Transport Commissioners for Canada re Toronto Termin- 


al Project. 


Department of Transport re Toronto International Airport, 


cable installation. 
Department of Highways re Improvements to roads at Toronto 
International Airport. 
The following tenders were opened: 
Ls 9th Line Bridge 
Ae Meadowvale Bridge - Painting 
EF Cawthra Burnhamthorpe Intersection 
Moved by R.J. Innis, Seconded by T.E. McCollum; 
Resolved that the tender received from the Clan Construc- 


tion Ltd. for Contract No: B-8B-62 the 9th Line East Bridge 


a 
be accepted as per tender submitted at unit prices totalling 
$14,262.00. Subject to the approval of the Department of 
Highways. 
Carried. 

Moved by T.W. Glassford, Seconded by R.J. Innis; 

Resolved that the tender received from the Canadian 
Steeplejacks for the Painting of the Meadowvale Bridge be 
accepted as per tender submitted at a lump sum price of 
$2,400.00. Subject to the approval of the Department of 
Highways. 

Carried. 

Moved by T.E. McCollun, Seconded by C. Clark; 

Resolved that the tender received from the Bramall & Co. 
Construction Ltd. for Contract No: Cawthra Burnhamthorpe the 
Cawthra Burnhamthorpe intersection be accepted as per tender 
submitted at unit prices totalling $37,243.25. Sub ject to the 
approval of the Department of Highways. 

Carried. 

Moved by ©. Clark, Seconded by R.J. Innis; 

Resolved that the Warden and Clerk be authorized to sign 
the agreement with Messrs, R.C. Southgate and H. Arch regarding 
the construction of an entrance in conjunction with the Street- 
Sville Subway contract, 

Carried. 

The Engineer was authorized to sell one of the bridges 
stored at the Sandhill yard at a price of %.20 per pound. 

The Engineer was authorized to offer to the Township of 
Albion, one used Weed Sprayer at a price of 500.00. 

The Engineer reported that to date a suitable location 
for a Maintenance yard in the South end of the County had not 
been obtained. 

Moved by T.W. Glassford, Seconded by T.E. McCollum; 

Whereas the Planning Board of the Township of Toronto have 
been unable to suggest a Satisfactory location for the new 


Maintenance Yard, 


Be it resolved that the County Engineer be instructed to 


me Fd 

attend the next Toronto Township Committee of Council meeting 

to again outline the necessity of a satisfactory location in 

the Township and also to obtain any suggestions of the Town- 

Ship Council that could be of assistance in this matter, 
Carried. 


There being no further business, the meeting adjourned. 
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Secretary Chairman.’ 


MINUTES 
ROAD COMMITTEE 
Brampton, September 6th, 1962. 


Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present except R.J. Innis and T.E. Mc- 
Collum. 

Chairman R.W. Speck presided. 

Minutes of the August 9th meeting were read and on motion 
adopted. 

Moved by C. Clark, Seconded by W.G. Shaw; 

That Pay Sheets number 88 to number 99 inclusive, be 
approved for payment. 

Carried. 

Communications were received and read from the following: 
Department of Health re Caledon East Public Cemetery. 
Department of Transport, Real Estate Division, re underground 
cable at Toronto International Airport. 

Canadian National Railways re Crossing Number 59 at County 
Road Number 15. 

The Engineer reported that the Castlemore Bridge had 
been damaged. The Engineer was authorized to proceed with 
temporary repairs with a recommendation to the 1962 Committee 
to reconstruct the bridge. 

The Engineer was authorized to pick three or four locations 
for a Maintenance Yard within a one mile radius of Derry West, 
The locations to be referred to the Toronto Township Council 
for final approval. 

Proposed Speed Limits on all County Roads as prepared by 
the County Engineer was reviewed by the Committee. This report 
is to be recommended to County Council for consideration after 
which the necessary By-law will be prepared. 

The Engineer reported that an amendment was needed to the 
Through Highway By-law which would be prepared for the next 
session of County Council. 

The Engineer reported that as the the 5th Line West diver- 
Sion had been completed, a By- 


law would be necessary to assume 


the diversion as a County Road, 


i 

The Engineer was authorized to call tenders for Sanders. 
Moved by T.W. Glassford, Seconded by W.G. Shaw; 
Resolved that the Chairman of the Good Roads Committee 


and the Clerk be authorized to sign the statement for interim | 


subsidy. 


Carried. 
The County Solicitor was present and was instructed as 


follows: 


(a) Poulton and Munroe Expropriation Hearing to proceed as 


soon as possible. 


(b) Abrahams and Kelly Expropriation Hearing to proceed as 


soon as possible. 


(c) Dowling and Arch Expropriation Hearing to proceed as soon 
as possible. 

The County Solicitor further reported that he hoped to 
have a report in connection with Motor City Investments for 
the next meeting of the Road Committee. 

A letter and account from the Township of Chinguacousy 
re Bell Telephone and Hydro expense on Third Line East was 
deferred until the Hydro account is received when the Road 
Committee will give further consideration to the Chinguacousy 
request to have the accounts paid by the County. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, October 15th,1962. 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present except C. Clark and T.E.McCol- 
lum. 

Chairman R.W. Speck presided. 

Minutes of the September 6th meeting were read and on 
motion adopted. 

Moved by W.G. Shaw, Seconded by R.J. Innis; 

That pay sheets Number 100 to Number 112 inclusive, be 
approved for payment. 

Carried. 

Communications were received and read from the following: 
Office of the Reeve of the Township of Toronto re Railway 
Crossings. 

Township of Toronto Legal Department re United Lands and Road 
Widening on Southdown Road at Truscott. 

County Solicitors re Brampton and District Association for 
Retarded Children Lease. 

Department of Highways re Assumption of Highway. 

Canadian National Railways re Crossing Number 60, Third Line 
East, Township of Chinguacousy. 

Department of Transport, Real Estate Division, re Underground 
cable at Toronto International Airport. 

Department of Transport approval of By-law Number 1684. 
Township of Toronto re location of Maintenance Yard. 

Central Peel District High School Board re sodding of ditch 
fronting the School property. 

On motion the Engineer was instructed to have the ditch 
in front of the Central Peel Composite School sodded,. 

Tenders were opened for the supply of sanders. On motion 
the tenders were referred to the Engineer for a recommenda- 
tion. 

The proposed Speed Limit By-law on County Roads was 


discussed and it was agreed to recommend the By-law to 


og 
vounty Council for approval. 

The Engineer suggested that the wearing coat on Streets- 
ville Contract - 1A-62 be left over until the spring of 1963. 
Un motion the Committee agreed to this vroposal. 

Moved by R.Jd. Innis, Seconded by T.W. Glassford; 
Resolved that the County of Peel request the Board of 
Transport Commissioners for Canada to reconsider the possib- 

ility of installing short arm gates at the two railway 
crossings in Malton due to the recent fatality at one of 
these crossings and in accordance with a recent Coroner's 
Jury recommendation that there should be no level crossinzs 
in the Melton Area. We further recommend that the Board 
take into consideration the followingtraffiec counts at these 
Cross Lngs : 
1. Malton Airport Road - 8093 vehicles per day. 
2. Rexdale Blvd. - 7005 vehicles ver day. 

Carried. 

The Engineer was instructed to make a complete list of 
all level crossings within the County of Peel on the County 
Road System along with his recommendations for priority in 
reconstructing the said crossings and to circulate the list 
to each member of the Road Committee and to each municipality 
within the County of Peel, 

Moved by T.W. Glassford, Seconded by W.G. Shaw; 

Resolved that the Agreement for the purchase of land 
for the new Maintenance Yard on Derry Road Bast in the 
amount of $17,500.00 be accepted. 

Carried. 

The Engineer was instructed to check with the Solicitors 
of the General Accident Insurance Company in connection with 
the placing of a new culvert north of Caledon Fast. 

Moved by W.G. Shaw, Seconded by R.J. Innis; 

Resolved that the County Solicitor be instructed to 
request ana to proceed with a Municipal Board Hearing to 


determine compensation for lands expropriated from 


a 
Mr. R. McClelland at the intersection of Cawthra Road and 
Burnhamthorpe Road in the Township of Toronto. 
Carried. 
Moved by T.W. Glassford, Seconded by W.G. Shaw; 
Resolved that the Land Purchaser be instructed to 
offer Without Prejudice, the sum of $5,500.00 for lands 
for the construction of the Streetsville Subway from 
Mr. Frank Dowling. 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, October 16th, 1962, 
Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present except C. Clark. 
Chairman R.W. Speck presided. 
Moved by W.G. Shaw, Seconded by T.E. McCollum; 
That Pay sheet number 113 be approved for payment. 
Carried. 
Moved by T.E. McUollum, Seconded by W.G. “haw; 
Resolved that the tender received for the Supply of three 
(3) sanding units be accepted from the Brantford Coach and 
Body Limited, at unit prices totalling $0,686.19. Subject to 
the approval of the Department of Highways. 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, November 8th, 1962. 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present except T.E. McCollum, 

Chairman R.W. Speck presided. 

Minutes of the October 15th and October 16th meetings 
were read and on motion adopted. 

Moved by W.G. Shaw, Seconded by T.W. Glassford; 

That Pay Sheets numbered 114 to number 126 inclusive, 
be approved for payment. 

Carried. 

Communications were received and read from the following: 
Township of Toronto re Pedestrian Walkway on Southdown Road. 
Mason, Foulds, Arnup, Walter, Weir & Boeckh re Poulton and 
Munro expropriations. 

Township of Toronto re Traffic safety Council resolution in 
connection with Railway Crossings in the Malton Area. 
Department of Highways Statement of Interim Subsidy. 
Department of Transport re Peel County By-law Number 1687. 
Department of Transport re Amendments to the Highway Traffic 


Act. 


Edythe Barber of Meadowvale re trees planted by the County 

on Derry Road West, 

Department of Highways enclosing Signed Agreement in connect- 
ion with Road Improvements at Toronto International Airport. 
Board of Transport Commissioners for Canada re Crossing No. 60 
Third Line East, Township of Chinguacousy. 

Mr, and Mrs. Stenson appeared before the Committee in connec- 
tion with landscaping of the front of the property of the 
Botanical Gardens at Meadowvale. 

The Committee requested that an agreement be prepared 
covering the proposed landscaping for the next session of 
County Council. | 

It was agreed that no action would be taken on the 


request to have a Pedestrian Walkway placed on Southdown Road. 


a. 

The Engineer reported that the speed Limit By-law for 
the County Roads within the Town of Streetsville was ready 
and it was agreed that this By-law would be presented to 
County Council at its next session. 

The County Solicitor reported on the Ontario Municipal 
Board Hearings in connection with the Abrams - and Kelly 
expropriations. 

Tenders for the supply of Sand for the 1962-63 season 
were opened and referred to the County Engineer for a report 
on Council day. 

The report prepared by the County Engineer in connection 
with Railway Crossings was studied and it was agreed that the 
report would be presented to Council recommending its 
approval with a further recommendation that the County under- 
take to complete two grade separations per year. 

The question of Utility relocations on County Roads was 
discussed and it was agreed that all future projects would 
be considered under individual merits. 

1963 Construction Estimates were studied by the Committee 
it was agreed that the Committee would inspect all the major 
projects underway in 1962 as well as some of the proposed 
Construction projects for 1963 on Tuesday, November 13th. 


There being no further business, the meeting adjourned. 


les . 4 sae Ira “Avi sod ° @ e e co) f WwW Ges how @ 
Secretary Chairman. 


@ © 


MINUTES 
ROAD COMMITTEE 
Brampton, November 15th, 1962. 
Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present. 
Chairman R.W. Speck presided. 


Moved by C. Clark, Seconded by T.W. Glassford; 
Resolved that the tenders received for the supply of 


sand at various locations be accepted as follows:- 


Area 1 - Derry West Yard - 3,000 Tons - $1.10 per ton - 
Salisbury Sand and Gravel Co. 


Area 2 = Huttonville = 750 Tons - $1.10 per ton - 
Salisbury Sand and Gravel Co. 


Area 3 = Cheltenham - 1,250.Tons - $ .89 per ton - 
Armstrong Bros. Co. Ltd. 


Area = Sandhill - 3,000 Tons = $ .94 per ton - 
Armstrong Bros. Co, Ltd, 


subject to the approval of the Department of Highways. 
Carried. 


There being no further ousiness, the meeting adjourned 
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MINUTES 
ROAD COMMITTE 
Brampton, Uecember 6th, 1962. 

Peel Vounty Good Roads Committee met on the above date 
at 9:30 A.M. . 

Members were all present. 

Vice-Uhairman W.G. Shaw presided. 

Minutes of the November 8th and November 15th meetinzs 
were read and on motion adopted. 

Moved by ©. Clark, Seconded by T.E. McCollum; 

That Pay sheets numbered 127 to number 140, inclusive, 
oe approved for payment. 

Carried. 

Communications were received and read from the following: 
Board of Transport Commissioners for Canada re the Third Line 
East, Township of Uhinguacousy crossing. 

Department of Highways re Assumption of Highway in the 
Township of Toronto. 

Department of Highways re Land Purchase at Victoria Yard. 
Metropolitan Toronto and Region Conservation Authority re 
proposed bridge on Grahamsville Sideroad. 

Department of Transport re County By-law 1691. 

A request from the Department of Highways to have roads at the 
intersection of Dixie Road and Queen Elizabeth Way assumed 

by the County was referred toa the Engineer for a report at the 


next meeting. 


The County Engineer reported on the new regulations in 


connection with Storm Sewers. 


The request from the Metropolitan Toronto and Region 
vonservation Authority for County participation in the 
construction of a bridge on Grahamsville Sideroad was referred 
to the County Engineer for negotiation with the Authority 
and a further report to the Road Committee when the details 
are worked out. The Committee further agreed that the 
request of the authority be agreed to in principle. 


On motion the Engineer was requested to investigate and 


report on the request of Mrs. Dowling for further consideration 


- 2 um 


of her claim for damages. 


Moved by R.W. Speck, Seconded by T.W. Glassford: 


Whereas the Ontario Department of Highways will subsidize 
the installation of short arm gates at the two railway cross- 
ings in the Police Village of Malton; 

Be it resolved that application be made to the Board of 

ransport Commissioners for Canada for approval to instal] 
sates with the County and Department of Highways of Ontario 
haring equally in the cost, 

Carried, 

Tenders were Opened for snow Dlowing for the 1962-63 
Beason. Un motion the tenders were referred to the County 
ungineer for a report on Council day. 

On motion the recommendation of the County Solicitor in 
onnection with Land purchased from Mr. Kras at Dixie Road 
and Burnhamthorpe Road intersection be accepted, and further 
he County Solicitor was authorized to offer, without preju- 
tice, an amount covering an error made in the original settle- 
nent. 

The Engineer was authorized to have a Flasher Light 
installed at the intersection of Steeles Avenue and Airvort 
road and further that the Engineer survey major intersections 
on Lounty Roads and prepare a report on same for the Good Roads 
vommittee, 

It was agreed that the January meeting of the Good Roads 
vommittee would be held on Friday, January hth, 1963. 


There being no further business the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, December 13th, 1962. 
Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present. 


Chairman R.W. Speck presided. 


Moved by W.G. Shaw, Seconded by R.J. Innis; 
Resolved that the tenders received for the rental of 
three snow plow mounted trucks be accepted as follows: 
1. Malton Area - Bruell Paving Limited - 
Stand by Time $10.00 per day. 
Hourly Rental # 8.00 per hour. 
2. Northern Section - Peel Construction Co. Ltd. - 
Stand By Time $10.00 per day. 
Hourly Rental $ 8.00 per hour. 


3. Huttonville Section - Peel Construction Co. Ltd. = 
Stand by Time $10.00 per day. 
Hourly Rental @ 6.00 per hour. 


Subject to the approval of the Department of Highways. 
Carried. 

A letter from Bowyer, Beatty & Bowyer, Solicitors for 
Mr. Wilson Bowles, regarding the completion of a land fill 
Purchase agreement between Mr. Bowles and the County of Peel, 
was read. It was agreed that this letter would be referred 
to the County Solicitor for consideration. 

A letter from the Corporation of the Township of Toronto 
regarding a proposed subdivision north of the Upper Middle 
Road and adjacent to the Credit River, in the Township of 
Toronto was read. The County Engineer was instructed to 
consider this proposed subdivision and determine if an addi- 
tional road widening should now be purchased to accommodate 
a future structure over the Credit River. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, January 4th, 1963. 


Peel County Good Roads Committee met on the above 
date at 9.30 A. M, 

Members were all present, except R. W. Speck. 

Vice-Chairman W. G. Shaw presided. 

Minutes of the December 6th and December 13th meetings 
were read and on motion adopted. 

Moved by ©. Clark, Seconded by T. &. McCollum; 

That Pay sheets numbered 141 to number 154, inclusive, 
be approved for payment. 

Carried. 

Communications were received and read from the following: 
Department of Health re Caledon Last Public Cemetery. 
Bowyer, Beatty & Bowyer re Gowland Property. 

Department of Highways re short course for Municipal 

Inspectors. 

Department of Agriculture re weed control. 

Department of Highways approval of By-law 1685. 

Canadian Good Roads Association re membership. 

Department of Transport re By-law 1687. 

The Metropolitan Toronto and Region Vonservation Authority 

re bridge on Grahamsville Side Road. 

Canadian Pacific Railway Company re snow removal at 

railway crossings. 

McMaster, Montgomery & Go. re road allowance in Bramalea 

at the third line and Dixie Road. 

Davis, Davis and Webb enclosing Deed re Golden. 

Ontario Municipal Board re Kelly expropriation. 

Mr. W. C. Arch re appearing before the Road Committee 

in connection with land expropriated. 

rquhart, Urquhart & Aiken re land expropriated from 

ir. Roy McClelland. 
Moved by T. W. McCollum, Seconded by R. J. Innis; 
Resolved that the Bramalea Consolidated Developments 


Limited be notified that their request to purchase 0.683 acres 


awn 


of excess land at the intersection of Dixie Rd. and 
Steeles Ave. meets with the approval of the County of Peel. 
Carried. 

Mr. W. C. Arch appeared before the Committee in 
connection with settlement for land expropriated by the 
County. Mr. Arch outlined a number of items that should 
be considered by the Committee in addition to compensation 
for land expropriated. 

On motion it was agreed that further discussion 
in connection with the Arch settlement would be left 
until the second appraisal is received. 

It was agreed that no further settlement would be 
offered to Mrs. D. Dowling for land expropriated. 

The County Solicitor reported on the Ontario 
Municipal Board award in connection with the Poulton 
expropriation. 

The County Solicitor reported on the question of 
settlement with Mr. W. Bowles at Caledon East. It was 


jagreed that no further action would be taken on the request 


of Mr. Bowles, 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 16th, 1963 
Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present. 
C. Clark was elected Chairman of the Good Roads 


Committee for the year 1963. 


Ts 


W. G, Shaw was elected Deputy-Chairman of the Good Roads 
Committee for the year 1963. 
Moved by R. W. Speck, seconded by C. F. Kline; 
That pay sheets numbered 156 and 157 be approved for 
payment and initialled. 
Carried. 
Moved by C. F. Kline, seconded by W. G. Shaw; 
Resolved that the Warden and Clerk be authorized to 
Sign the petition for Provincial Subsidy on the 1962 
County Seal Roads Expenditure. 
Carried. 
It was agreed that the Committee would meet January 
é4th, January 31, and February 7 in connection with the 
proposed 1963 budget. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, January 24th, 1963 


Peel County Good Roads Committee met on the above date 
at 9:30 A.M, 

Members were all present. 

Chairman ©, Clark presided. 

The proposed maintenance budget for the year 1963 as 
prepared by the County Engineer was approved. 

Construction projects with estimated costs were 
reviewed by the Committee, 

The Engineer was instructed to prepare a cost statement 
of improvement for the County road leading from Brampton to 
Huttonville through Streetsville to Port Credit for the 


next meeting of the Committee. 


There being no further business, the meeting adjourned. 


Secretary 
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MINUTES 
ROAD COMMITTEE 


Brampton, January 3l1st,1%3 


Peel County Good Roads Committee met on the above date 
at 9:30 A.M, 

Members were all present. 

Chairman ©, Clark presided. 

The normal maintenance and normal construction program 
for the year 1963 was approved at a total expenditure of 
$1,000 ,000.00. 

The supplementary capital construction program for 
the year 1963 was approved at a total expenditure of 
$1,526,500.00. 

The County portion of the 1963 Road program as approved 
by the Road Committee would amount to $1,487,800.00. 

The Road Committee agreed that they would recommend 
to Council that the mill rate for road purposes for 1963 
would remain the same as the mill rate for road purposes 
for the year 1962 and further that the Council would be 
requested to authorize a capital debenture issue for road 
purposes for 1963 in the amount of $600,000.00. 

The 1962 Road Department salary schedule along with 
the Engineer's recommendations for the year 1963 were 
discussed. 

The County Engineer and Clerk-Treasurer were instructed 
to consult with Industrial Relations Counsellors in connec- 
tion with Road Department salary schedules. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, February 7th, 1963. 


Peel County Good Roads Committee met on the above 
date at 9:30 A.M. 

Members were all present except R. W. Speck. 

Chairman C. Clark presided. 

Minutes of meetings held January 4th, January 16th, 
January 24th and January 3lst were read and on motion adop- 
ted. 

Moved by W. G. Shaw, Seconded by R. J. Innis; 

That pay sheet number 155 and pay sheets numbered l 
to 10 inclusive be approved for payment. 

Carried. 

Communications received and read from the following: 
Township of Toronto re construction and maintenance of 
roads leading to Malton airport. 

Village of Bolton re Hickman Street bridge. 

Mr. W. F. Hunter of Terra Cotta re appearing before the 

Road Committee. 

County of Huron resolution re interim subsidy. 

County of Bruce resolution requesting the Ontario Department 
of Highways to subsidizebank interest charges. 

Department of Highways re land purchased at the Victoria 


Work yards: 


Department of Highways re assumption of highway in the 
Township of Toronto. 

Department of Highways re assumption of highway in the 
Town of Brampton. 

McMaster, Montgomery & Co. re Bramalea Consolidated and 
Dixie Road. 

Bowyer, Beatty & Bowyer re Gowland property. 


County solicitor re claim of Mr. Bowles. 


7 


Rosenberg, Walsh, Kroll, Smith & Paton re Motor City. 
On motion it was agreed to endorse the resolution 


on the County of Huron. 


On motion it was agreed to not endorse the reso Lution 
from the County of Bruce, 

Moved by D. Hooke, Seconded by C. F. Kline; 

Resolved that the Warden and Clerk be authorized to 
Sign the expropriation plan for part of the West Half of 
Lot 11, Concession 6, W.H.S., Township of Caledon. 

Carried. 

Moved by R. J. Innis, Seconded by W. G. Shaw; 

Resolved that the Warden and Clerk be authorized to 
Sign the expropriation plan for part of the East Half of 
Lot 11, Concession 3, W.H.S., Township of Toronto. 

Carried. 

The question of land purchase from the Department of 
Highways at Derry Road West and Hwy. 401 was referred to 
the Engineer for a report for the next Road Committee meeting. 

The report prepared by the Engineer in connection with 
the Credit River Bridge at Upper Middle Road in the Township 
of Toronto was referred back to the Engineer for a report on 
the cost of the proposed land purchase. 

The proposed speed limit by-law to be passed jointly 
with the Town of Streetsville was approved by the Committee, 
The County Solicitor reported on the question of 

settlement with Mr. W. Bowles and on motion the Committee 
agreed to permit the Solicitor to inform the Solicitor for 
Mr. Bowles that the hole in question would be filled by the 
County when the County road North of 15 sideroad, Township 
of Caledon, to Mono Mills in constructed. 

A delegation was present and presented a petition 
requesting the Counties of Halton and Peel to pave the 


boundary road between the two Counties between 22 and 27 


Sideroad, 


ate 

The Engineer was instructed to prepare an estimate 
of the cost of this paving and if the Good Roads Committee 
approve of the expenditure, a joint meeting would be held 
with the Road Committee of the County of Halton. 

The letter from the Township of Toronto in connection 
with the intersection of Dixon Road and Indian Line was 
discussed and on motion the letter was received. 

It was agreed that a special meeting of the Good 
Roads Committee would be held February 21st to discuss the 
salary schedule for the year 1963 and speed limit by-laws 
covering all County roads. 

The question of settlement for land in Malton belonging 
to Mr. LaRose was discussed. The Solicitor was instructed 
to forward all particulars of the land in question to 
Toronto Township as it was the feeling of the Road Committee 
that this was a Township matter. 


There being no further business, the meeting 


adjourned. 


Secretary Chairman 
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MINUTES 
ROAD COMIITTEER 


Brampton, February 2lst, 1963. 


Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 
Members were all present. 


Chairman ©. Clark presided. 


Since this was a special meeting, no minutes were read. 


Staff salaries were discussed. 

A report in connection with proposed staff salaries 
received from Industrial Relations Counsellors was considered. 

It was agreed that the Road Department salary schedule 
vould be changed as follows: 


Construction 


slassification 3 - Grade No. 5 - Project oupervisors 
Engineering Technicians) 


$5,400.00 to %6,300.00 
per annum 


vlassification 9 - Weighman and Checkers - $1.50 to $1.60 
per hour 


It was agreed that the following classifications under 
onstruction would receive a 3% increase in salary within the 
Salary schedule: 
lassification 1, 2, 3, 4, 5, 6, 7, and 8, 


Maintenance 


It was agreed that Classification 1 under Maintenance 


vould receive a 3% increase in salary. 


it was agreed that the following classifications under 
Maintenance would receive an increase of 10¢ per hour: 
vlassification 2, 3, 4, 5, 6 and 7, 

All hourly employees to be paid time and one-half 
Or overtime in excess of forty-five working hours per week. 


Moved by R. J. Innis, Seconded by D. Hooke; 


That the Assistant County Engineer's salary be 
adjusted from $8,000.00 to $8,500.00 per annum effective 
anuary lst, 1963. 


Carried. 
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Moved by W. G. Shaw, Seconded by C. F. Kline; 


That the County Engineer's Salary be increased from 
$10,200.00 per annum to #10,600.00 per annum effective 
January lst, 1963. 

Carried. 

Mr. Paul Roer of the Ontario Department of Transport 
was present and reviewed with the Road Committee recommended 
changes in the County Speed Limit By-Law. 

The recommended changes were agreed to be the Committee 
and a By-law incorporating the changes will be presented to 
County Council attthe March session. 


Reeve R. C. Bulloch of Bolton and Deputy~-Reeve H. M, 
Allan of Bolton were present and addressed the Committee re 
the reconstruction of Hickman Street Bridge. 

On motion the Clerk was instructed to write to the 
Metropolitan Toronto Conservation Authority requesting an 
appointment so that members of the Road Committee might 


present a brief to the Conservation Authority in connection 


with the cost of rebuilding the bridge at Bolton. The County 


Iingineer was instructed to prepare the brief for presentation 


to the Authority. 


There being no further business, the meeting adjourned. 


Secretary Chaiyman 
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MINUTES 
ROAD COMMITTEE 


Brampton, March 7th, 1963. 


Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members were all present. 

Chairman C. Clark presided. 

Minutes of meetings held February 7th and February 21st 
were read and on motion adopted. 

The chairman of the Good Roads Committee pointed out 
that the Finance Committee in reviewing salary schedules for 
the year 1963 had questioned the following: 

(a) The need of the land appraiser and purchaser for 

the full year. 

(bo) If the present employee listed as a project engineer 

was a professional engineer in the Province of 
Ontario. 

The engineer was instructed to complete a report in 
connection with the land appraiser and purchaser for the next 
meeting of the Good Roads Committee. 

The engineer pointed out that the employee listed as a 
project engineer would be a qualified professional engineer 
in the Province of Ontario later this year. 

Moved by C. F. Kline, Seconded by W. G. Shaw; 

That pay sheets numbered 11 to 23 inclusive be approved 
for payment. 

Carried. 

Communications were received and read from the following: 
Town of Port Credit requesting that a sidewalk be constructed 
on the West Side of Missiasauga Road. 

Department of Transport acknowledging receipt of Peel County 
By-law 1708. 

Town of Orangeville resolution re connecting link #136, 
Township of Toronto re First Line bridge at Etobicoke Creek. 
Department of Agriculture re plowing match. 


Department of Highways re transfer of highway in the 


am 
Township of Caledon. 
Department of Highways re assumption of highway in the Town 
of Brampton. 
Township of Toronto re LaRose property at Malton. 

On motion it was agreed that the Warden and Chairman 
of the Good Roads Committee would seek an interview with 
the Minister of Highways in. connection with the Fifth Line 
West, Township of Toronto. 

Moved by R. J. Innis, seconded by D. Hooke; 

Resolved that the County Solicitor be instructed to 
offer without prejudice the sum of ¥1,500.00 for compensation 
for lands expropriated from Mr. Kelly on Dixie Road in the 
Township of Toronto. 

Carried. 


There being no further business, the meeting adjourned. 
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Secretary Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, April 5th, 1963, 

Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members present: Clark, Hooke, Innis, Kline, Speck. 

Members absent: Shaw 

Chairman C. Clark presided. 

Minutes of the meeting held March 7th were read and 
on motion adopted. 

Moved by R. J. Innis, Seconded by D. Hooke; 

That pay sheets numbered 24 to 37 inclusive be approved 
for payment. 

Carried. 

Communications were received and read from the following: 
H. Q. Golder & Associates Ltd. re engineeringsservice. 
Park Royal Community Association re Fifth Line West, Township 
of Toronto. 
Department of Transport approval of By-law 1716. 
Ontario Good Roads Association re 1963 School for Road 
Superintendents. 
Village of Bolton re King Street Drain. 
David, Davis & Webb enclosing copy of Deed from the Township 
of Toronto. 

The request from members of County Council that future 
Good Roads Committee Reports to Council include a list of the 
accounts paid since the previous meeting of Council was 
discussed. It was agreed that the accounts would be listed 
for the information of County Council and attached to the 
Good Roads Report. 

Moved by C. F, Kline, Seconded by D. Hooke; 

Resolved that the Warden and Clerk be authorized to 
Sign the Plan of Abandonment of Part of the East Halt of Lot 
10, Concession 5 and Part of the West Half of Lot 10, Gon-= 
cession 6, in the Township of Albion. 


Carried. 


a 

The Engineer reported on the estimated cost to grade 
and pave County Road No. 19, 22 Sideroad to terra Cotta. The 
mngineer was instructed to consult the County of Halton in 
connection with the proposed construction of County Road No. 
19. 

A letter that had been prepared to send to the Conser- 
vation Authorities was read to the committee and it was agreed 
that the letter be sent to both Conservation Authorities 
within the County and to the Ontario Municipal Association, 
the Association of Ontario Counties, the Ontario Association 
of Mayors and Reeves, the Premier of the Province of Ontario, 
the Minister of Municipal Affairs, the Minister of Highways, 
the Minister of Lands and Forests, and the Minister of Educa- 
tion. 

The Engineer reported that one of the Project Supervi- 
sors was leaving the employ of the County as of May 3lst, 1963. 

On motion, it was agreed that the present remaining 
Project Supervisor receive an increase in his annual salary 
of $250.00. 

The proposed no parking by-law for Sandhill district 
was discussed and it was agreed that the by-law would be 
presented to County Council at the next session. 

Moved by ©. F. Kline, Seconded by R. W. Speck; 

Resolved that the Warden and Clerk be authorized to 
Sign the Plan of Expropriation for road Widenings on Steeles 
Avenue, County Road No. 15 from Highway No. 10 to Dixie Road. 

Carried. 
The County Solicitor was present and reported on the 


Munroe and Arch expropriations. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, May 10th, 1963 

Peel County Good Roads Committee met on the above date 
at 1:30 P.M, 

Members present: Clark, Hooke, Innis, Kline, Shaw, 

Speck. 

Chairman C. Clark presided. 

Minutes of the meeting held April 5th and on motion 
adopted. 

Moved by R. W. Speck, Seconded by W. G. Shaw; 

That pay sheets numbered 38 to 51 inclusive be approved 
for payment. 

Carried. 

Communications were received and read from the follo- 
wing and dealt with as follows: 
Department of Municipal Affairs, The Ontario Municipal 
Association, the Metropolitan and Toronto Region Conservation 
Authority and the Office of the Prime Minister of Ontario 
acknowledging receipt of a letter from the Chairman of the 
Good Roads Committee re additional traffic to Conservation 
Areas. Filed. 
County of Essex resolution requesting the Minister of 
Highways to give consideration to increasing the 4 mill 
contribution to suburban road commissions. Tabled. 
Department of Highways approval of By-law 1724 in the amount 
of $1,000,000.00. Filed. 
Department of Transport re agreement covering land transferred 
to the County of Peel for road improvement at Toronto 
International Airport. Filed, 
Department of Transport approval of By-law 1735. Filed. 
Davis, Davis & Webb re exchange of certain lands at Malton 
with the Department of Justice. Filed. 
Department of Highways statement re balance of 1962 subsidy. 


Filed. 


Department of Highways re mileage to municipal employees. 


Filed. 


= 
Department of Highways re approval of By-law 1719. Filed. 
Board of Transport Commissioners of Canada re protection of 
the Canadian National Railways crossing at Mileage 22.68 
Milton subdivision. Filed. 
Canadian National Railways re Board of Transport Commissio- 
ners orders for automatic protection at Canadian National 
Railways crossings at Rexdale Boulevard, Malton, and Airport 
Road, Malton. Approved. 
Township of Toronto re LaRose expropriation. Deferred for 
further consideration of the committee. 
Ontario Traffic Conference re annual meeting. Deferred for 
further consideration by the committee. 

The following tenders were opened: 
1. Maintenance Gravel. 
2 Prime and Surface Treatment. 
3. Paving - Dixie Road and Caledon East. 

Prequalified Rating - $100,000.00. 
3. Supply of Two Trucks. 
d- Steeles Avenue - Golf Club Bridge 
Prequalified Rating - $100,000.00, 

Moved by C. F. Kline, Seconded by W. G. Shaw: 

Resolved that the tenders received for the supply of 
maintenance gravel be accepted as per tenders submitted 
as follows: 
Area No. 1 - Armstrong Bros. Ltd. - $1.39 per ton 
Area No. 2 - Armstrong Bros. Ltd. - $1.19 per ton 
Area No. 3 - W. R. Greenley - $0.72 per ton 
Area No. 4 - Armstrong Bros. Ltd. - $1.11 per ton 
Subject to the approval of the Department of Highways. 

Carried. 
Moved by R. J. Innis, Seconded by D. Hooke; 
Resolved that the tender received for Contract: 


Bituminous Materials - 1963, the supply and application of 


= 
bituminous materials be accepted as per tender submitted by 
Peel Construction Co. Ltd. at unit prices totalling $71,485.00, 
Sub ject to the approval of the Department of Highways. 
Carried. 

Moved by C. F. Kline, Seconded by W. G. Shaw: 

Resolved that the tender received for Contract Paying - 
1963, the paving of Dixie Road from Derry Road East to 
Steeles Avenue and the paving of the 6th Line East in the 
Village of Caledon East be accepted as per tender submitted 
by Peel Construction Co. Ltd. at unit prices totalling 
$114,514.00. Subject to the approval of the Department of 
Highways. 

Carried. 

Moved by C. F, Kline, Seconded by R. J. Innis; 

Resolved that the tender received for the supply of 
two Chevrolet half ton pick-up trucks with two 1960 Ford 
half ton pick-up trucks as trade-in be accepted as per tender 
Submitted by Howard Elliot Motors Ltd. at a net price of 
$2,280.67. Subject to the approval of the Department of 
Highways. 

Carried. 

Moved by R. Jd, Innis, Seconded by D. Hooke; 

Resolved that the tender received for Contract No. 
B-15K-63, the construction of the Steeles Avenue Golf Club 
Bridge, be accepted as per tender submitted by McNamara 
Construction of Ontario Ltd. at unit prices totalling 
$08,142.28. Subject to the approval of the Department of 
Highways. 

Carried. 

Moved by C. F. Kline, Seconded by D. Hooke; 

Whereas it is deemed advisable to purchase a future 
road widening from the Ontario Department of Highways, being 
Part Lot 11, Concession 5 W.H.S., Township of Toronto. 

Be it resolved that the sum of $1.00 be offered to the 
Department for this widening and that a formal application 
be made for this purchase. 


Carried. 


Sloe 

Moved by R. W. Speck, Y%econded by W. G. Shaw; 

Resolved that the Warden and Clerk be authorized to 
Sign the plan of expropriation for part of the West half 
of Lot 11, Con. 7 B.H.S., Township of Toronto. 

Carried. 

Moved by C. F. Kline, Seconded by R. W. Speck; 

Resolved that the Warden and Clerk be authorized to 
Sign the plan of expropriation for part of the West half of 
Lot 5, Con. 7 E.H.S., Township of Toronto. 

Carried. 

On motion, it was agreed that the Assistant County 
Engineer would attend the Ontario Traffic Conference at 
Port Arthur, June 17th to 19th, 1963. 

It was agreed that future meetings of the Good Roads 
Committee would be held Tuesday of the week preceeding 
regular meetings of County Council at 1:30 P.M, 

It was agreed that the Annual Inspection of the County 
Road System would be carried out on June 6th and the 
engineer waS instructed to make arrangements for a suitable 
bus so that members of the Road Committee and members of 
County Council might travel together, and it was further 
agreed that the Road Inspection would start from the 
County Buildings at 9:00 A.M. for a full day so that all 
construction projects for this year might be viewed. 

Moved by R. W. Speck, Seconded by W. G. Shaw; 

Resolved that the County Solicitor be authorized to 
accept on behalf of the County, the offer to pay compensation 
in the amount of $12,000.00 for lands expropriated from Mr. 
McClelland at the intersection of Cawthra Road and Burnham- 
thorpe Road. Be it further resolved that the County 
Treasurer be instructed to issue the necessary cheque plus 
interest to Davis, Davis & Webb in Trust. 

Carried. 


There being no further business, the meeting adjourned. 


7 > ff 
Fads acm a Ta, ’ fe ~ | 2 Q w/ vA 
és ace a LAE. sow vleswA-2 @e oe AA 


secretary Chairman 


MINUTES 


ROAD COMMITTEE 


Brampton, June 11th, 1963, 


Peel County Good Roads Committee met on the above date 


at 1:30 P.M. 


Members present: Clark, Hooke, Innis, Kline, Shaw, 
Speck, 

Chairman C, Clark presided. 

Minutes of the meeting held May 10th were read and on 
motion adopted, 

A delegation representing residents of the Churchville 
area were present and addressed the committee re the bridge 
at Churchville crossing the Credit River, requesting that the 
bridge be reopened for vehicular traffic at the earliest possible 
date. “The Chairman thanked the delegation for appearing before 
the committee and assured the delegation that every consideration 
would be given to their request. 

Moved by D. Hooke, Seconded by W. G. Shaw; 

That pay sheets numbered 52 to 63 inclusive be approved 
for payment. 

Carried, 

Communic ations were received and read from the following 
and dealt with as follows: 
Day, Wilson, Campbell & Martin, Solicitors, re claim for damages 
made by Dudley Dewart of Streetsville. FRReferred to the 
insurance company. 
Credit Valley Conservation Authority acknowledging receipt 
of letter from the Chairman of the Good FRoads Committee re 
additional traffic to Conservation areas. Filed. 
Minister of Highways authorizing increased subsidy in connection 


with repairs to Mississauga Road. Filed. 
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Department of Highways audit statement on 1962 road expen-— 
diture. Filed. 
Department of Highways approval of by-law 1725 in the amount 
of $212,000.00. Filed. 
Department of Highways approval of by-law 1726 in the amount 
of $1,275,000.00. Filed. 
Ontario Municipal Board order approving sale of debentures in 
the amount of $600,000.00. Filed. 
Credit Valley Conservation Authority re filling in of the Credit 
River at Cheltenham. Referred to the Engineer. 
Department of Highways re meeting to be held in Toronto on 
June 20th. Chairman and Engineer authorized to attend. 
FRosenberg, Walsh, Kroll, Smith & Paton re Motor City 
Investments Limited. Referred to County Solicitor. 
Township of Toronto re sidewalk Sixth Line and Derry Road, 
Malton. Referred to the Engineer. 
Board of Transport Commissioners of Canada re anti-whistling 
by-law in the Township of Toronto, Town of Streetsville. 
FRReferred to the Engineer. 
Department of Agriculture thanking the committee for erecting 
snow fence in connection with the International Plowing March, 
Filed. 
Department of Highways re payment of interim subsidy in the 
amount of $258,100.00. Filed. 

The following tenders were opened: 
1. Supply of two tractors and mowers, 
2. Supply of one compressor. 
3. Contract No. 14H-63 (17 Sideroad West), 

On motion, the tenders were referred to the Engineer 
for checking and a report on Council day. On motion, the 


Engineer was authorized to open tenders for the supply of 


a 
culverts on June 21st and award the contract to the lowest 
bidder, On motion it was agreed that the tenders for the 
supply of concrete pipe would be opened at the next Cig 
of the Road Committee. 

Moved by R. J. Innis, Seconded by W. G, Shaw; 

That the account in the amount of $450.00 against C. M. 
Sheahan & Sons Construction Limited be written off, 

Carried, 

Moved by C, F., Kline; 

That the Engineer of Peel County meet with the Credit 
Valley Conservation Authority re the Churchville Bridge and 
that they jointly approach the Department of Highways with a 
full report of same and also ascertain the possibility of securing 
a Bailey Bridge ona temporary basis. 

Carried, 

Moved by R. J. Innis, Seconded by D, Hooke ; 

Resolved that the Warden and Clerk be authorized to sign 
the plan of abandonment for a parcel of land 4! x 60! being 
part of Lot 15, Con, 2 E.H.S., Township of Toronto. 

Carried, 

Moved by C, F, Kline; 

Resolved that the Warden and Clerk be authorized to sign 
the plan of expropriation for a road widening on Cawthra Road, 
being part of Lot 10, Con, i, =,O,s,.. Township of Toronto. 

Carried, 

Moved by R, W. Speck ; 

Resolved that the Warden and Clerk be authorized to 
sign the plan of expropriation for a road widening on Mill Street 
in Cheltenham, being part of East half of Lot 29, Con. 4 
W. HH. S., Township of Chinguacousy. 


Carried. 


nae 

A letter was read from the County of Halton in connection 
with construction of County Road No. 19 from 22 Sideroad 
to Terra Cotta. On motion the letter was filed. 

A resolution was read from the Township of Toronto Gore 
requesting the County to assume as a County Road the road 
allowance between Highway 7 and 50. On motion the resolution 
Was tabled for further consideration. 

Moved by C. F. Kline; 

Resolved that the County Solicitor be instructed to request 
and to proceed with an Ontario Municipal Board hearing to 
determine the compensation for lands expropriated from Edith 
Muriel Wilkinson for the widening of Steeles Avenue, 

Carried, 

On motion the Solicitor was authorized to offer Mr. 

LaRose's Solicitor the sum of $6,000.00 in full settlement for 


land expropriated at Malton. 


There being no further business, the meeting adjourned. 


Secretary 


MINUTES 
ROAD COMMITTEE 


Brampton, June 20th, 1963. 


Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members were all present. 

Vice-Chairman W. G. Shaw presided. 

Moved by C. F, Kline, Seconded by D. Hooke; 

Resolved that the tender received for Contract No. 1LH-63 
the grading and application of granular base on 17 Sideroad 
West be accepted as per tender submitted by Armstrong Bros. 
Co. Ltd. at unit prices totalling $98,770.00. Subject to the 
approval of the Department of Highways. 

Carried. 

Moved by D. Hooke, Seconded by C. F. Kline; 

Resolved that the tender received for the Supply of two 
tractors and mowers be accepted as per tender submitted by 
Hopper's Farm Service at a net price of $5,525.23. Subject 
to the approval of the Department of Highways. 

Carried. 

Moved by R. J. Innis, Seconded by C. F. Kline; 

Resolved that the tender received for the Supply of one 
compressor be accepted as per tender submitted by Compressed 
Air Equipment Ltd. at a net price of $2,586.33. Sub ject 
to the approval of the Department of Highways. 

Carried. 

Moved by R. J. Innis, Seconded by C. F, Kline; 

Resolved that the Engineer be instructed to proceed 
with the temporary repairs to the Churchville bridge at an 
estimated cost of $18,500.00. 

Carried. 


There being no further business, the meeting adjourned. 


Secretary Chair 
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MINUTES 


ROAD COMMITTEE 
Brampton,duly 9, 1963 


Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 

Members present: Clark ,Hooke,Innis,Kline,Shaw, Speck. 

Chairman C. Clark presided. 

Minutes of meetings held June llth and June 20th, read 
and on motion adopted. 

A delegation representing the Credit Valley Conservation 
Authority was present and discussed with the Committee access 
roads to conservation areas. It was agreed that the 
delegation would meet again with the Road Committee béfore 
September lst and prepare a brief to be presented to the 
annual meeting of the Chairman of all the Ontario 
Conservation Authorities. 

Moved by C.F. Kline, Seconded by W.G. Shaw; 

That pay sheets numbered 64 to 79 inclusive be approved 
ror payment. 

Carried. 

On motion it was agreed that in future a member of the 
committee would initial the accounts at each meeting. 

Communications were received from the following, read 


and dealt with: 


Department of Highways re Assumption of Highway in the 


a of Toronto. Filed. 
peparenens of Transport re land purchase at Malton. Filed. 
pense Municipal Board re hearing in connection with Reginal 


» COuthgate and Harry Arch. Referred to the County Engineer. 


anadian National Railways re signal plans on County Road 15. 
ooroved 


= of Transport Commissioners for Canada re temporary 


Hetour on Dixie Road. Filed. 


pears of Transport Commissioners for Ganada re construction of 


Bub-way on Dixie Road. Approved. 


me it 


The following tenders were opened: 

1. Contract No: 17A-63 (Cawthra Road) 

£o Contract No: 15K-63 (Steeles Avenue) 

3e Contract No: B6H-63 (Queen Street West Bridge) 

On motion the tenders were referred to the Engineer for 
checking and a report on Council day. 

Tenders received for the supply of culverts and concrete 
pipe were reviewed and the Engineer was authorized to make 
purchases from the lowest bidder. 

Moved by R.W. Speck, Seconded by W.G. Shaw; 

Resolved that the County Solicitor be instructed to 
request and to proceed with an Ontario Municipal Board 
Hearing to determine the compensation for lands expropriated 
from Mr. R. La Rose in the Police Village of Malton. 

Carried. 

Representatives of the Consumer's Gas Company were 
present and addressed the Committee re the laying of a 30" 
gas main through the Police Village of Malton. 

Moved by R.W. Speck, Seconded by C.F. Kline; 

Resolved that the Consumer's Gas Company Limited be 
advised that the proposed installation of a 30" gas main in 
the Police Village of Malton will not be permitted to 
interfere with the paved portion of the road. 

Carried. 

The question of purchasing a parcel of land at the 
intersection of Springbank Road and Mississauga Road from 
the Township of Toronto was referred to the County Engineer 
for a report at the next meeting. 

The estimate as prepared by the Engineer to re-construct 
and pave Thomas Street in the Town of Streetsville was 
considered. 

On motion it was agreed that the reconstruction of 
Thomas Street in Streetsville would be recommended to the 


196h Good Roads Committee. 


A request to have the speed limit reduced on Cawthra 


= 


Road north of Burnhamthorpe Road was considered. 

On motion it was agreed that the necessary amending 
by-law would be prepared for the next meeting of County 
Council. 

The question of reverting parts of the Provincial 
Highway at the intersection of Dixie Road and Queen 
Elizabeth Way was discussed and on motion this matter was 
referred to the County Engineer for a report at the next 
meeting. 

On motion it was agreed that the accounts submitted 
by R.A. Davis & Company Limited would not be paid. 


There being no further business the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, July 18, 1963 


Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members were all present. 

Vice-Chairman W.G. Shaw presided. 

Moved by W.G. Shaw, Seconded by R.J. Innis; 

Resolved that the tender received for Contract No.15K-63 
the Grading Granular Base and Hot Mix Asphalt Pavement on 
County Road No.15, Steeles Avenue, from Highway No.10 
easterly to 600' east of the Third Line East, be accepted as 
per tender submitted by the Peel Construction Company Limited, 
at unit prices totalling $383,277.20, this being the lowest 
tender received. Subject to the approval of the Ontario 
Department of Highways. 

Carried. 

Moved by R.J. Innis, Seconded by W.G. Shaw; 

Resolved that the tender received for Contract No.17A-63, 
the grading of Cawthra Road between Highway No.5 and 
Burnhamthorpe Road be accepted as per tender submitted by the 
Peel Construction Company Limited, at unit prices totalling 
$227,505.50, this being the lowest tender received. Sub ject 
to the approval of the Ontario Department of Highways. 

Carried. 

Moved by C.F. Kline, Seconded by D. Hooke; 

Resolved that the Warden and Clerk be authorized to 
Sign the expropriation plan for lands required in conjunction 
with the construction of the Queen Street Bridge, being Part 
of Block A, Registered Plan G-23, Part of Lot 24 Registered 
Plan 307, Part of Block A, Registered Plan 662 and Parts of 
the West half Lot 5,Con. 1 WHS, Township of Chinguacousy, all 
in the Town of Brampton. 

Carried. 
Moved by C.F. Kline, Seconded by D. Hooke; 


Resolved that the tender received for Contract No. 


ae 


B-6H-63, Queen Street West Bridge in Brampton, be accepted 
AS per tender submitted by the Peel Construction Company 
rimited, at unit prices totalling $31,656.57, this being the 
Lowest tender received. Subject to the approval of the 
Department of Highways. 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, August 6, 1963. 
Peel County Yood Roads Committee met on the above date 
at 1:30 P.M, 
Members present: Clark, Innis, Kline, Shaw, Speck. 
Members absent: Hooke. 
Chairman C, Clark presided. 
Minutes of meetings held July 9th and July 18th were 
read and on motion adopted. 
Moved by W. G, Shaw, Seconded by C. F. Kline; 
That pay sheets numbered 80 to 91 inclusive be approved 
for payment. 
Carried. 
Communications were received from the following, read 


and dealt with: 


Township of Toronto re anti-whistling by-law 4398. Referred 


to the County Engineer. 
Department of Transport re speed limit by-law 1716. Referred 
to the County Engineer. 
Township of Toronto re County of Peel By-law 17L7. Received. 
Town of Brampton re installation of traffic lights at 
McLaughlin Road and Queen Street West. Referred to County 
ingineer, 
Credit Valley Conservation Authority re harmful effects of 
roadside spraying. Received. 
Township of Caledon resolution re intersection at side 
road and 4th line at Belfountain. Referred to County Engineer 
The following tenders were opened: 
1. Supply of Two Sanders. 
£2 Castlemore Bridge ~ Contract B-8C-63, 
3. Malton Airport Road - Contract 7A-63. 
4. Peel Halton Culvert - Contract C19C-63. 
On motion the tenders were referred to the Engineer 


for checking and a report on Council day. 


a 


Moved by W. G. Shaw, Seconded by ©. I. Kline; 

Resolved that the members of the Road Committee, the 
County Engineer and the County Clerk-Treasurer be delesates 
to the Canadian Good Roads Association Convention to be 
held in Winnipeg, September 30, 1963. 

Carried. 

On motion, it was agreed that the County ingineer 
attend the Highway Management Seminar of the Canadian Good 
Roads Association, 

Moved by R. W. Speck, Seconded by R. Jd, Innis; 

Be it resolved that the expense of lowering the water- 
main on Cawthra Road between Burnhamthorpe Road and No. 5 
Highway be divided equally between the Township ef Torcnte 
P.U.C. and the County of Peel and that the expense of 
reinstating the water services be on the basis of the County 
of Peel absorbing 75% of the cost and the Township P.U.C, 
absorbing 25% of the cost. 

Carried. 

On motion, the committee agreed to conform to the 

Department of Transport request re Cawthra Road Speed Limit. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, August 15th, 1963 


Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 
Members were all present. 
Chairman C. Clark presided. 
Moved by ©. F. Kline, Seconded by W. G. Shaw; 
Resolved that the tender received for Contract No. 
C-19C-63, Peel-Halton Boundary Culvert on County Road No, 19, 
be accepted as per tender submitted by Isaac Sauve' of 
Milton, at unit prices totalling $7,066.00, this being the 
lowest tender received. Subject to the approval of the 
Department of Highways and the County of Halton, 
Carried. 
Moved by C. F, Kline, Seconded by W. G, Shaw; 
Resolved that the tender received for the Supply of 
two (2) 6 cubic yard sanders be accepted as per tender 
submitted by King Seagrave Limited, at a net price of 
o4,418.70, this being the lowest tender received. Sub ject 
to the approval of the Department of Highways. 
Carried. 

Moved by C. F. Kline, Seconded by W. G. Shaw; 
Resolved that the tender received for Contract No. 
B-8C~63, Castlemore Bridge on County Road No. 8, be accepted 
aS per tender submitted by Armstrong Bros, Company Limited, 
at unit prices totalling $13,831.10, this being the lowest 
tender received. Subject to the approval of the Department 

of Highways. 
Carried. 

Moved by C. F, Kline, Seconded by W. G. Shaw; 
Resolved that the tender received for @ontract No. 
7A-63, the grading, granular base, reinforced concrete base 

and hot-mix pavement on County Road No. 7, (Airport Road) 


from the Toronto International Air Terminal (Malton) to 


ate 


Malton Village (approximately 1.7 miles), be accepted as 
per tender submitted by the Dufferin Construction Company 
Limited, at unit prices totalling $577,999.38, this being 
the lowest tender received. Subject to the approval of the 
Department of Highways. 


Carried. 


There being no further business, the re eting adjourned. 
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MINUTES 
ROAD COMMITTER 


Brampton, September 10th, 1963 


Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 

Members present: Clark, Hooke, Kline, Speck. 

Members absent: Innis, Shaw. 

Chairman C, Clark presided. 

Minutes of meetings held August 6th and August 15th 
were read and on motion adopted. 

Mrs. Garbutt, a resident of 17 Sideroad, Townshin of 
Chinguacousy, was present and addressed the Committee re 
damages in connection with land purchase. A decision in 
connection with this land purchase was deferred to a Road 
Committee meeting to be held on the day of County Council 
and the Engineer was instructed to prepare a report in this 
cOnneCctLon.. 

Koved by D. Hooke, Seconded by G. F, Kline: 

That pay sheets numbered 92 to 104 inclusive be approved 
for payment. 

Carried. 
Communications were received from the following, read 


and dealt with: 


Township of Toronto re restricting heavy traffic on 
lississauga Road between the Queen Elizabeth Way and the 
limits of the Town of Port Credit. Referred to the Engineer 
and County Solicitor for report.» 


Village of Bolton re Hickman Stree 
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Petition re dangerous situation that exists at the Derry and 
Dixie Road corners. Referred to the Engineer for a report. 
Department of Transport approval of By-law 1748. Filed. 
Board of Transport Commissioners for Canada re railway 
crossing at County Road No. 15 in the Township of Toronto. 


riled. 


rm 


i. Jd. O'Dwyer, County Weed Inspector, was present in 


A ig 


eu 

connection with a letter received from the Uredit Valley 
Conservation Authority with respect to the harmful effects 
of roadside spraying for brush and weeds. 

On motion, it was agreed that a copy of the letter that 
the County Weed Inspector had sent to the Port Credit Weekly 
would be forwarded to the Credit Valley Conservation Autnority, 

The question of a possible over expenditure on certain 
county roads which might constitute a commitment for the 1964 
Council was discussed. The Secretary was instructed to write 
to the Auditor for the County of Peel requesting his opinion 


in connection with this commitment. 


Sel 


Moved by &. F. Kline, Seconded by J. Hooke; 

Resolved that the Chairman of the Road Committee and 
the Clerk-Treasurer be authorized to Sign the statement for 
interim subsidy. 

varried. 

The Engineer reported that certain costs billed to the 
County by the Toronto Township Hydro in connection with- 
the relocation at Cawthra - Burnhamthorpe intersection were 
in dispute. The Engineer was authorized to write to the 
Toronto Township Hydro in this connection. 

Moved by D. Hooke, Seconded by C. f. Kline; 

Resolved that the Warden and Clerk be authorized to 
Sign the Form of Direction regarding the purchase of a road 
widening from the Ontario Department of Highways being part 
of Lot 11, Concession & W.eH.S., Townshin of Toronto. 

Carried. 
There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, September 19, 1963. 

Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members were all present. 

Chairman C. Clark presided. 

A report prepared by the County Engineer in connection 
with the Garbutt expropriation, part of Lot 17, Concession 
5 W.H.S., Township of Chinguacousy, was discussed. 

On motion, it was agreed that members of the Road Com- 
mittee, the County Engineer and the Land Valuator would 
visit the property in question immediately following adjourn- 
ment of County Council. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, October 15th, 1963 


Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 

Members present: Clark, Hooke, Innis, Kline, 5haw, 

speck. 

Chairman ©. Clark presided. 

Minutes of meetings held September 10th and 19th were 
read and on motion adopted. 

Moved by D. Hooke, Seconded by R. J. tnnis; 

That pay sheets numbered 105 to 116 inclusive be 
approved for payment. 

Carried. 

Communications were received from the following, read 
and dealt with: 
Residents of Dixie Road, North of the Burnhamthorpe Road 
and South of the Base Line, petition requesting that the 
speed limit be reduced to 30 miles per hour. Sngineer 
instructed to refer this matter to the Department of Transport 
Blake, Cassels & Graydon, Solicitors for T. J. Emmert re 
property sold by the County on 27 Sideroad, Township of 
Chinguacousy. Referred to the County Solicitor. 
County Solicitor re appointments for hearing of the Wilkinson 
case and the LaRose case by the Ontario Municipal Board. 
Filed. 
Metropolitan Toronto Region Conservation Authority enclosing 
draft copy of agreement between the Authority and the 
County of Peel in connection with the Claireville Bridge. 
Referred to the County Solicitor. 
County Solicitor enclosing deed from the Director of the 
Veterans Land Act to the Corporation of the County of Peel. 
Filed. 
County Solicitor re damage to a County bridge by a Mr. 
Norhgang. Solicitor instructed to take whatever action is 


necessary to collect this account. 


os 

Bowyer, Beatty & Bowyer re Committee of Adjustment, Township 
of Caledon. Filed. 

Canadian National Railways re detour road at 3rd Line East, 
Township of Chinguacousy. Approved. 

Gunn, Roberts & Co., County Auditors, in connection with 
over expenditure of road construction. Referred to the 
County Solicitor. 

Moved by W. G. Shaw, Seconded by R. J. Innis; 

That the following road accounts receivable be written 
off: 

C. M. Sheahan & Sons Construction Ltd. 4450.00 
Township of Toronto Public Utilities 
Commission $1,351.60 
Carried. 
The following tenders were opened: 
a) Supply of sand. 
b) Rental of trucks for sanding. 

On motion, the tenders were referred to the County 
Engineer for a report at a meeting to be held during the 
session of County Council. 

The Engineer reported that the intersection study at 
Derry Road Bast and Dixie Road had been completed. On motion. 
the Engineer was instructed to forward the study to the 
Department of Transport. 

Moved by D. Hooke, Seconded by CG. F. Kline; 

Resolved that the Engineer be instructed to proceed 
with the installation of traffic signals at the intersection 
of Qwen Street and McLaughlin Road in the Town of Brampton. 

Carried. 

The Engineer presented a report of the Ganadian Good 
Roads Association Convention held in Winnipeg. 

The Engineer presented a report of the Canadian Good 
Roads Association Management Seminar held in conjunction 
with the Canadian Good Roads Convention. 


The Engineer requested that the Committee give considera. 


~ 

tion to prohibiting parking on the Sixth Line Bast, South 
of the Four Corners in the Police Village of Malton. On 
motion, the Engineer was instructed to forward his report in 
this connection to the Board of Trustees for the Police 
Village of Malton for their consideration and comment. 

Moved by R. Jd. Innis, Seconded by D. Hooke; 

Resolved that the Warden and Clerk be authorized to sign 
the expropriation plan for part of the West half of Lot 7, 
Concession 6, W.H.S., Township of Chinguacousy. 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 


ROAD COMMITTEE 


Brampton, October 22nd, 1963 


Peel County Good Roads Committee met on the above date 


during the session of Peel County Council. 


Members were all present. 


Chairman C, Clark presided. 


Moved by R. W. Speck, 


Seconded by C. F. Kline; 


Resolved that the tenders submitted for the rental of 


trucks for winter sanding be accepted as follows: 


Sandhill - 
3 trucks required 


Matson's Haulage - 
iL truck 


Don Shaw = 1 truck 


Howard Shaw - 1 truck 


Derry Road - 


4 trucks required 


Townley Brocklebank = 
2 trucks 


Norman Newman - 1 truck 


Vic's Haulage - 1 truck 


Standby 
Time — 


30. 50/day 


36.00/day 
$6.00/day 


37.00 /day 


7 .00/day 
67 .00/day 


oanding 
Time 


oh .00/hour 


Sh.25/hour 
oy e25/hour 


Oh.25/hour 


el. 25/hour 
$4.25/hour 


Total per 


Truck 


$1,793.00 


1,794.50 
pl, 794.50 


$1,916.50 


$1,916.50 
$1,916. 50 


Subject to the approval of the Department of Highways. 


Moved by R. W. Speck, 


Carried. 


Seconded by C. F. Kline: 


Resolved that the tender for the supply of sand be 


accepted as per tender submitted by Armstrong Bros. Company 


Limited at unit prices of $1.10 
Road and %.90 per ton delivered 


totalling $8,000.00, this being 


per ton delivered to Derry 
to Sandhill, unit prices 


the lowest tender received. 


Subject to the approval of the Department of Highways. 


Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, November 13th, 1963. 

Peel County Good Roads Committee met on the above date 
at 1:30 P.M. 

Members present: Clark, Hooke, Innis, Kline, Shaw, 

Speck. 

Chairman C. Clark presided. 

Minutes of meetings held October 15th and October 22nd 
were read and on motion adopted. 

Moved by W. G. Shaw, Seconded by C. F. Kline; 

That pay sheets numbered 117 to 131 inclusive be 
approved for payment. 

Carried. 

Communications were received from the following, read 
and dealt with: 
County Solicitor stating that in his opinion it was not withm 
the power of a County Council to pass a by-law prohibiting 
heavy trucks on a County road. County Clerk was instructed 
to write to the Township of Toronto outlining the County 
Solicitor's opinion and suggesting to the Township that 
after the road was repaved during 1964, that the road might 
then be reverted to the Township so that the Township could 
pass the necessary by-law. 
Armstrong, Kemp, Young & Burrows suggesting that a complete 
stop for all cars at the corner of County Road #7 and #11 
might be installed. Referred to the County Engineer. 
Department of Transport in connection with a petition of 
residents of Dixie Road requesting reduced speed limit. 
Referred to the County Engineer for consultation with the 
Traffic Engineering Branch of the Department of Highways and 
a report to the next meeting. 
Mr. D. Brettell, R.R. #2, Mono Road, requesting clear title 
to property on 17 Side Road, Township of Chinguacousy. 
Referred to the Land Valuator and the County Solicitor. 


Mr. R. H. Ponsford, R.R. #1, Cheltenham, re condition that 


wit se 

his property was left in after completion of construction. 
Referred to the Engineer for a report. 

Central Peel District High School Board requesting sidewalk 
and pedestrian traffic lights in connection with Central 
Peel Composite School. Received. 

Holden, Murdoch, Walton, Finkay, Robinson & Pepall, Solici- 
tors for Peel Village Developments Ltd. enclosing claim for 
compensation for land expropriated by the County for the 
widening of Steele's Avenue (north side). Referred to the 
County Solicitor for acknowledgement and further action 
deferred. 

Department of Transport re closing of road allowance (Indian 
Line) between Lots 1 to 4, Township of Toronto. County 
Clerk instructed to acknowledge receipt of the letter and 
inform theDepartment of Transport that the road in question 
would be closed by the Township of Toronto by by-law and 
that the confirming by-law would be passed by the County 
Council as soon as same had been received from the Township. 
Town of Streetsville requesting ratification of their By-law 
63-31 prohibiting engine whistling at certain railway 
crossings in the Town. County Clerk instructed to have 

the by-law prepared for the next session of Council. 

Town of Riverside resolution re reducing speed limit in 
school zones to 15 miles-per-hour. Endorsed. 

Department of Transport requesting permission to erect a 
sign at the new Department of Transport office on Dixie 
Road. Approved. 

Moved bv C. F. Kline, Seconded by R. J. Innis; 
Resolved that the Engineer be instructed to proceed 
with the installation of traffic Signals at the intersection 
of Dixie Road and Derry Road East, Township of Toronto. 

Carried. 
Moved by W. G. Shaw, Seconded by C. F. Kline; 
Resolved that the Warden and Clerk be guthorized to 
Sign the expropriation plan for Parts of Blocks "F" and 


"H" Registered Plan No. 636, Block "BY, Registered Plan 


ates 
No. 640 and Block "A", Registered Plan No. 676, Township of 
Chinguacousy. 

UVarried. 

Moved by R. J. Innis, Seconded by D. Hooke; 

Resolved that the Warden and Clerk be authorized to sign 
the expropriation plan for Part of Lot 3, Concession 10, 
Township of Toronto Gore. 

Carried. 

Tenders were opened for the rental of snow plowing 
equipment. On motion, the tenders were referred to the 
County Engineer for a report at a meeting to be held during 
the session of County Council. 

The question of regulation of signs and gasoline pumps 
adjacent to road allowances was discussed. On motion, it 
was agreed that the by-law would be prepared for the next 
session of County Council authorizing the regulations. 

As the County Solicitor was absent, the Warden explained 
to the Committee the County Solicitor's opinion with respect 
to a possible commitment on road expenditure. On motion, 
it was agreed that the necessary by-law covering this 
commitment would be prepared for the next session of County 
Council = amount of money to be stated in the by-law $30 ,Q0000. 

Moved by R. W. Speck, Seconded by D. Hooke; 

Resolved that the Warden and Clerk be authorized to 
Sign the expropriation plan being parts of lots Numbered 
16 to 21 inclusive in the Township of Caledon and lots 
numbered 33 to 38 inclusive in the Township of Albion. 

Carried. 


There being no furtherbbusiness, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 


Brampton, November 21st, 1963. 


Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members were all present. 

Chairman ©. Clark presided. 

Moved by R. J. Innis, Seconded by W. G. Shaw; 

Whereas the County of Peel, in adopting the Capital 
construction road programme for the year 1963, approved an 
estimated cost of $1,275,000.00 with the County share being 
$600 ,000.00; 

And whereas on opening final tenders the County share 
could exceed $600,000.00 by the sum of $30,000.00; 

Therefore be it resolved that the County Clerk be in- 
structed to request the Ontario Municipal Board to change 
their order under File 1731-63 dated Friday, the 3lst day of 
May, 1963, to read that the borrowing for such purpose would 
not exceed the sum of $630,000.00. 

Carried. 

Moved by W. G. Shaw, Seconded by C. F. Kline; 

Resolved that the tenders received for the rental of 
two snow plow mounted trucks be accepted as follows: 


1. Malton Area = Bruell Paving Limited - Standby Time 
10.00 per day 


Plowing Time 
$10.00 per hour 


2. Huttonville District and Chinguacousy Base Line - 
Armstrong Bros. Co. Ltd. - Standby Time $10.00 per day 
Plowing Time $8.00 per hour 
These being the low tenders received, subject to the 
approval of the Department of Highways. 
Carried. 
Moved by R. W. Speck, Seconded by R. J. Innis; 
Resolved that the Engineer be instructed to proceed 


with an intersection study of the Dixie-Burnhamthorpe inter- 


moe 
Section to determine if traffic signals are now warranted 
and be it further resolved that the Ontario Department of 
Highways be requested todetermine if signals are warranted 
at the intersection of Hwy. No. 10 and Steeles Avenue. 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, December 10th, 1963. 
Peel County Good Roads Committee met on the above date at 
LES Paedis 
Members present: Clark, Hooke, Innis, Kline, Shaw, Speck. 


Chairman ©, Clark presided. 


Minutes of meetings held November 13th and November 21st 
were read and.on motion adopted. 


Moved by W. G. Shaw, Seconded by R. J. Innis; 


That pay sheets numbered 132 to 144 inclusive be 
approved for payment. 

Uarried. 

Communications were received from the following, read 
and dealt with: 

Ontario Municipal Board approval of a debenture issue for 
capital expenditure in the amount of $30,000.00. Filed. 
Department of Municipal Affairs acknowledging receipt of 
resolution re speed limits in school zones. Filed. 

Blake, Cassels & Graydon, Solicitors, re Emmert and Hutchinson 
purchase. Referred to the County Solicitor. 

County Solicitor enclosing deed from the County of Peel to 
Garbutt. Approved for signature. 

Ontario Goods Roads Association re resolutions and proposal of 
names for recognition of long service in the cause of good 
roads. Received. 

The County Engineer reported that the intersection study 
at Dixie and Burnhamthorpe had been completed. On motion, the 
Engineer was instructed to forward this study to the Depart- 
ment of Transport. 

The County Engineer reported that the Trustees of the 
Police Village of Malton were not in favour of prohibiting 
parking on the Sixth Line, south of the four corners in the 
village. On motion, it was agreed that a no-parking by-law 
covering the east side of the Sixth Line, south of the Four 
Corners in the Village of Malton be prepared for presenta- 
tion to the mxt session of County Council. 

The County Engineer presented a draft copy of a by-law 


to regulate signs and gasoline pumps adjacent to road 


lel et 
allowances and on motion it was agreed that the by-law would 
be presented to County Council at its next session. 

The County Engineer presented a report in connection 
with a letter received from Mr. R. H. Ponsford of Cheltenham 
re the condition that his property was left in after comple- 
tion of construction. On motion, the Engineer's report 
was approved and the Clerk was instructed to forward a copy 
of same to Mr. Ponsford. 

Moved by ©. F. Kline, Seconded by R. W. Speck; 

Resolved that the tender received for the Metropolitan 
Toronto and Region Conservation Authority for the construc- 
tion of the Claireville Bridge be accepted as per tender 
submitted by Starrino-Gesaroni Limited at unit prices total- 
ling $204,838.80. Subject to the approval of the Ontario 
Department of Highways. 

Carried. 

Moved by C. F. Kline, Seconded by R. W. Speck; 

Whereas the sum of $400,000.00 per annum allocated for 
maintenance purposes has been insufficient to satisfactorily 
maintain the County Road System; Be it resolved that the 
Ontario Department of Highways be requested to increase the 
maimenance budget for 1964 to $450,000.00 per annum. 

Carried. 

foved by D. Hooke, Seconded by R. J. Innis; 

Whereas immediately prior to or ‘during Ontario Municipal 
Board Hearings to determine compensation for lands expropria- 
ted, it has been necessary for certain commitments to be 
made on behalf of the County. 

And whereas it is not possible to arrange a meeting of 
the Committee members to consider these matters; Be it 
resolved that the Uounty Solicitor, or the Solicitor acting 
on behalf of the County and the County Engineer be authorized 
to so commit the County, providing such commitment is within 


the terms of the original offer made to the property owner 


=o 
as compensation for the lands expropriated. 

: | And be it further resolved that if a commitment is 
deemed advisable to eliminate or to facilitate the Ontario 
Municipal Board Hearings in excess of the Original offer, 
that the Chairman of the Road Committee and the Warden be 
so authorized to make such a commitment. 

Carried. 


There being no further business, the meeting adjourned 
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MINUTES 
ROAD COMMITTEE 
Brampton, January lth, 1964. 
The Peel County Good Roads Committee met on the above 
cate at 1:30 P.M, 
Members present: Ulark, Hooke, Innis, Kline, Shaw, 
Speck. 
Chairman C, Clark presided. 
Minutes of the December 10th meeting were read and on 
motion adopted. 
Moved by D. Hooke, Seconded by R. J. Innis; 
That pay sheets numbered 145 to 158 inclusive be 
approved for payment. 
Carried. 
Communications were received from the following, read 


and dealt with: 


Canadian Good Roads Association re annual membership. 


Approved. 


The Township of Toronto re weed cutting charges in 1963. 

heferred to the County Engineer. 

Department of Transport approval of By-law 1765. Filed. 

Department of Highways re 1964 Road Estimates By-law. 

Deferred to the next meeting of the Committee, 

Department of Transport and the Ontario Municipal Association 

ecknowledging receipt of resolution of the Town of Riverside 

endorsed by PeelVCounty Council. Filed. 

County of Hastings resolution re costs of relocating utili- 

tles on County roads. Received. 

Raines, Thomson, Rogers, Macaulay, Howie & Freeman re 

claim for damages received from Mr. Dudley Dewart of 

otreetsville. Referred to the Engineer and Clerk. 

Prank L. Lusher re accident on a County road. Referred to 

the County of Peel insurance adjusters for immediate action. 
The County Engineer reported on Ontario Municipal Board 


decisions in connection with the following: Munro, Arch, 


and LaRose, 


Pe 


Moved by C. F. Kline, Seconded by W. G. Shaw; 

Whereas the installation and maintenance of traffic 
control signals are a necessary and integral component of 
the County Road System; 

And whereas the expenditures for traffic control signals 
are not considered a subsidizable item by the Ontario 
Department of Highways; 

Be it resolved that the Minister of the Ontario Depart- 
ment of Highways be requested to include for subsidy 
purposes expenditures made for traffic control signals on 
County Roads for installations approved by the Ontario Depart- 
ment of Transport, and further that a copy of this resolution 
be forwarded to the Ontario Good Roads Association and the 
Association of Ontario Counties. 

Varried. 

The Engineer reported on recent amendments to the 
Highway Traffic Act in connection with speed limits in 
school zones. The Committee instructed the Engineer to 
inform the towns, villages and police villages within the 
Lounty of the amendments. 

It was agreed that the County of Peel would not invoice 
the Municipality of Metropolitan Toronto for maintenance on 
the Malton Airport Road and that a letter to this effect 
would be sent to the Municipality of Metropolitan Toronto. 

It was agreed that the proposed by-law regulating signs 
and gasoline pumps on County roads would be presented to the 
January session of County Council. 

Moved by R. Jd. Innis, Seconded by W. G. Shaw; 

Resolved that an offer in writing be made for lands 
expropriated for a road widening for part of west half of 
Lot 34, Concession 1, Township of Albion, to John Francis 
and Edna Moffat in the amount of $1,219.50. 

Carried. 


Moved by R. W. Speck, Seconded by D. Hooke; 


oF as 

Resolved that an offer in writing be made for lands 
expropriated for a road widening for part of Lot 15, Con- 
cession 3 E.H.S., Township of Toronto, to Mary Eleanor Shaw 
in the amount of $3,603.60. 


Carried. 


There being no further business, the meeting adjourned. 
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Secretary 


MINUTES 
ROAD COMMITTEE 


Brampton, January 22nd, 1964. 


Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

f4embers were all present. 

Re. W. Speck was elected Chairman of the Good Roads 
Committee for the year 1964. 

R. C. Bulloch was elected Deputy-Chairman of the Good 
Roads Committee for the year 196k. 


There being no further business, the meeting adjourned. 
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Secretary 


MINUTES 
ROAD COMMITTEE 


Brampton, January 30, 1964. 


Peel County Good Roads Committee met on the above date 
at 9:30 A.M. 

Members present: Clark, Hooke, Innis, Kline, Speck. 

Members absent: Bulloch. 

Chairman R. W. Speck presided. 

The proposed maintenance budget for the year 1964 as 
prepared by the County Engineer was approved. 

Carry over construction projects from the year 1963 were 
reviewed by the Committee. 

Salary schedules for road employees were discussed and 
the engineer was instructed to prepare a report for a special 
meeting of the Committee to be held February 10th, 1964. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, February 10th, 1964. 

Peel County Good Roads Committee met on the above date at 9:30 A.M. 

Members present: Clark, Hooke, Innis, Kline, Speck. 

Members absent: Bulloch. 

Chairman R. W. Speck presided. 

salary schedules as prepared by the County Engineer were considered. 

Moved by C. Clark, Seconded by R. J. Innis; 

That salary schedules as prepared by the County Engineer, as 
amended by the Committee, be approved, and referred to the Finance 
Committee for consideration. 

Carried. 

Moved by C. Clark, Seconded by R. J. Innis; 

Resolved that the salary of the County Engineer be increased to 
$11,000.00 per annum. 

Carried. 

Moved by C. Clark, Seconded by D. Hooke; 

Resolved that the salary of the Assistant County Engineer be 
increased to $8,500.00 per annum. 

Carried. 

It was pointed out by the Engineer that the amount of money 
available for new construction under the Normal Construction By-law 
would be $427,100.00. He further pointed out that if the same mill 
rate for roads was adopted for the year 1964, approximately an 
additional $110,000.00 could be spent on new construction. 

On motion, the Engineer was instructed to make a list of what he 
considered to be essential construction jobs for the year 1964 for 


the next meeting of the road committee. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, February llth, 1964. 
Peel County Good Roads Committee met on the above date at 1:30 P.M. 


Members present: Clark, Hooke, Innis, Kline, Speck. 

Members absent: Bulloch. 

Chairman R. W. Speck presided. 

Minutes of meetings held January 14th, January 2end, January 30th, 
and February 10th were read and on motion adopted. 

Business arising out of the minutes: The Chairman requested that 
the insurance adjusters for the County of Peel have a report for presen- 
tation to the Road Committee during the next session of County Council 
in connection with an accident of Mr. Frank L. Lusher. 

Moved by D. Hooke, Seconded by R. J. Innis; 

That pay sheets numbered 1 to 12 inclusive be approved for payment. 

Carried. 

Communications were received from the following, read and dealt 
with: 

County Solicitor enclosing five deeds in connection with straightening 
jobs on 17 sideroad East, Township of Chinguacousy. The County 
Solicitor was instructed to prepare the necessary road closing by-law. 
Bowyer, Beatty & Bowyer re Clark sale to Seager and Clark conveyance 

to the Municipal Corporation of the County of Peel enclosing copy of 
deed. Filed. 

Department of Highways re 1964 allotment for maintenance. Filed. 
Department of Highways re assumption of highway, Township of Caledon. 
Filed and County Clerk instructed to acknowledge receipt of same. 
Gore & Storrie Limited re recent retirement of their President. Received. 
County Council enclosing copy of resolution re salary changes and budget. 
Filed. 

Department of Highways re Property Sale of Part of Lot ll, Concession 5, 
W.H.S., Township of Toronto. Approved. 

The Engineer presented a report on the proposed grade separation, 
Dixie Road and Canadian National Railway Crossing, Mileage 10.19 Oakville 


Subdivision. The Engineer was instructed to forward the proposal to 


sath 
the Board of Transport Commissioners of Canada. 

Moved by C. Clark, Seconded by D. Hooke; 

Resolved that the Road Committee be delegates to the Ontario Good 
Roads Convention to be held in Toronto on February 25th and 26th, 1964, 
and that all members of Council be invited to attend with the necessary 
mileage paid by the County and tickets provided for the Annual Banguet 
by the County for those Wishing to attend. 

Carried. 

The Engineer presented the Summary of Expropriation Procedure whth 
was studied by the Committee. 

The Engineer presented a report in connection with Half Load Limits 
on County Roads and on motion the report was adopted. 

The Engineer was instructed to proceed with an intersection Study - 
Derry Road East at 7th Line Fast. 

On motion it was agreed that the pension paid to the late N. L. 
Powell would terminate and that no consideration be given to paying a 
pension to Mrs. Powell. 

On motion it was agreed that a special meeting of the Good Roads 
Committee would be held March 5th, at 9:30 AM., to finalize the 1964 


Budget. 


There being no further business, the meeting adjourned. 
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Secretary 


MINUTES 
ROAD COMMITTEE 


Brampton, February 20th, 1964. 


Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members present: Clark, Hooke, Innis, Kline, Speck. 

Members absent: Bulloch. 

Chairman R. W. Speck presided. 

The Engineer was instructed to amend his report in 
connection with half-load limits to include part of 
Mississauga Road. 

On motion it was agreed that the Road Report to County 
Council would contain a clause removing R. C. Bulloch from 
the office of Vice-Chairman of the Good Roads Committee for 
the year 1964. 

On motion it was agreed that the appointment of a ney 
Vice-Chairman would be deferred to the next meeting of the 


Committee. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, March 5th, 1964, 

A special meeting of the Good Roads Committee was held on the 
above date at 1:00 P.M. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, Speck. 

Chairman R. W. Speck presided. 

In accordance with instructions given at the meeting held February 
10th, 1964, the Engineer presented a list of what he considered to be 
essential construction jobs for the year 1964. 

The list as prepared by the Engineer was accepted, with the exception 
ot — Queen-McLaughlin intersection - Brampton, and it was further 
agreed that the Minister of Highways would be consulted in connection 
with paying additional subsidy on Mississauga Road - Highway No. 2 to 
the Q.E.W. 

On motion, it was agreed that the balance of money to complete 
the construction work for the year 1964 would be used to continue 
excavation, granular base, and hot-mix pavement on Mississauga Road, 


northwest from the Q.E.W. 


The following mileages were authorized re the above meeting: 


R. C. Bulloch $4.00 
C. Clark 2.00 
D. Hooke 5.20 
R. J. Innis 3.60 
C. F. Kline Nil 

BR. W. Speck 5.20 


Committee fee transfer 100.00 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTER 
Brampton, March 10th, 196}. 

Peel County Good Roads Committee met on the above date at 1:30 P.M. 

Members present: Bulloch, Clark, Hooke, Innis, Kline. 

Members absent: ppeck. 

Vice-Chairman R. C. Bulloch presided. 

Minutes of meetings held February llth, February 20th and March 5th 
were read and on motion adopted. 

Moved by D. Hooke, seconded by R. J. Innis; 

That pay sheets numbered 13 to 23 inclusive be approved for payment. 

Carried. 

Communications were received from the following, read and dealt with: 
Department of Transport re installation of directional signs to the 
Control Tower, Toronto International Airport, Malton. Referred to the 
County Engineer. 

Township of Caledon resolution re petitioning the County to take over 
the boundary line between Chinguacousy and Caledon, between Concessions 
1 and 3 W.H.S. Deferred pending completion of traffic need study. 
County Council re investigating the effects that the proposed Sherway 
shopping Centre will have on the County Road system. Referred to the 
County Engineer. 

Township of Toronto re Timco subdivision and proposed bridge over the 
Credit River. Referred to the County Engineer, 

Canadian Good RoadsAssociation receipt re annual membership. Filed. 
Town of Streetsville re the following: 

(a) Construction of Thomas Street. Clerk instructed to answer 
this part of the letter pointing out that reconstruction of 
part of Thomas Street will be included in the County Road 
Budget if approved by County Council. 

(b) Investigation of visibility conditions on Britannia West 
in the Pioneer, Joymar and Theodore area. Referred to the 
County Engineer, 

(c) Investigate the volume of traffic through the Queen-Britannia 


intersection to ascertain whether or not traffic lights 


wien 
are needed. Referred to the County Engineer, 

On motion it was agreed that future Road Committee reports would 
contain the following clause covering all accounts paid from one Road 
Committee meeting until the next. "We recommend approval for payment 
accounts listed on the attached pay sheet totalling ...ccovccreee 

The Engineer pointed out that the following tender calls would be 
made to close April 15th, 1964: 

To close April 15, 1964 

1. Liquid Calcium 

2. Gasoline and Diesel Fuel 

3. Miscellaneous Road Building Materials, e.g., paints, 
guide rail accessories, weed spray materials, etc. 

(b) To close April 15, 1964, if budget adopted as presented 

1. Two pick-up trucks, two cars with one trade-in. 
Called as one tender in two parts with a clause in the 
tender that this award may be made in whole or in part. 

In connection with Clause (a), Sub-section 3. Miscellaneous Road 
Building Materials, with come directly to the County Engineer. 

In connection with Clause (b), the Engineer was instructed to call 
tenders for two standard size cars. 

Moved by R. J. Innis, Seconded by D. Hooke; 

Resolved that the Technical Co-ordinating Committee that is to be 
formed for the purpose of preparing the County Needs study be as follows: 

1. Mr. C. F. Kline, Warden 

Oe. Mr. R. W. Speck, Chairman 

3. Mr. R. A. Cruise, County Engineer 

4, Mr. J. G. Tilleock, Ontario Department of Highways Municipal 


Engineer. 
5. Mr. G. I. Greer, Ontario Department of Highways County Needs 
Study Engineer 
Carried. 

The outline of the proposed 1964 budget as prepared by the County 
Engineer on instructions of the Good Roads Committee was approved and 
the Committee agreed that the Budget as presented would be presented to 
County Council. 

The County Engineer reported on the following departmental changes: 

lL. Wm. Martin from Grader Operator to Sub-Foreman 


2. D. Wilder from Machine Operator to Grader Operator 


oo He 

3. 3B. Speers from Labourer to Machine Operator 

Moved by C. F. Kline, Seconded by C. Clark; 

Resolved that the Ontario Department of Highways be requested to 
approve the following transfer within the approved limits of the 1963 


Normal Expenditure By-law No. 1724. 


The sum of $8,700.00 from Road Maintenance to Bridge and Culvert 

Maintenance. | 
Carried. 

The Engineer reported that the question of Provincial Subsidy 
on traffic control signals had been discussed at the Ontario Good 
Roads Association Annual Convention and it appeared that subsidy might 
be forthcoming on certain installationsin the future. 

A letter was read from Mrs. W. L. Stackhouse in connection with 
the discontinuing of the pension that was being paid to the late Mr. 
N. L. Powell. 

On motion the committee agreed to recommend to County Council 
their resolution in this connection passed at the February llth meeting 


of the Committee. 


The following mileages were authorized re the above meeting: 


R. C. Bulloch $4.00 
C. Clark 2.00 
D., Hooke ere 
Rs od» Innis 3.60 
Ce 2. Kline Nil 
Committee fee transfer 80.00 


There being no further business, the meeting adjo med. 
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MINUTES 
ROAD COMMITTEE 
Brampton, April 7th, 1964. 
Peel County Good Roads Committee met on the above date 
avy 1:30 P.M. 
Members present: Bulloch, Clark, Hooke, Kline, Speck. 
Members absent: Innis 
Chairman R. W. Speck presided. 
Minutes of the meeting held March lOth, 1964, were 
read and on motion adopted. 
Moved by R. C. Bulloch, Seconded by C. Clark; 
That pay sheets numbered 2h to 35 inclusive be approved 
for payment. 
Carried. 


Communications were received from the following, read 


wo 


and dealt with: 
Department of Highways statement of final subsidy payment 
for the year 1963. Filed. 
The Ontario Traffic Conference re annual meeting. Dealt 
with later in the minutes. 
Town of Port Credit re reconstruction of Mississauga Road, 
Referred to the County Engineer, 
Associated Property Appraisers Limited re work in Peel 
County. Received. 
Department of Highways enclosing deed re property sale of 
part of Lot 11, Concession >, VeG.S., Township of Toronto. 
Filed. 
Department of Highways re assumption of highways, Township 
of Albion. Filed and vounty Clerk instructed to acknowledge 
receipt of same. 
It was agreed that the following tenders would be 

opened during the session of County Council: 

1. Liquid Calcium 

ée Grader Tires 


3. Trucks and Cars 


as 
4. Gasoline and Diesel Fuel 
5. Maintenance Gravel 
6. Bituminous Materials 

it was further agreed that if sufficient time was 
avalable durins the session of County Council, the tender 
awards would be made in the Road Report to the Gouncil. 

The Engineer presented the report in connection with 
two of the requests made by the Town of Streetsville. On 
motion, it was agreed that a copy of the Engineer's report 
would be forwarded to the Town of Streetsville. 

The draft agreement between the Corporation of the 
County of Peel and the Corporation of the Town of Streets- 
Ville in connection with reconstruction of Thomas Street 
was considered by the Committee. On motion it was agreed 
that the draft agreement would be recommended to County 
Council for approval. 

The request from Gounty Council to investigate the 
effects of the proposed Sherway Shopping Centre on the County 
Road system was considered. On motion, it was agreed that 
the recommendation would be deferred pending future meetings 
regarding traffic between Metropolitan Toronto, Etobicoke 
Township, Toronto Township and the County of Peel. 

The Engineer reported on the intersection study made 
at the corner of Derry Road East and 7th Line East and a 
letter was read from the Department of Transport in connec- 
tion with this study. On motion, the Engineer was instructec 
to send a copy of this letter to the Township of Toronto, 

The Engineer reported on the intersection study at 
the corner of No. 10 Highway and Steeles Avenue. Traffic 
lights will be installed at this location in the near future. 

On motion it was agreed that County Road No. 7 would 
be named Airport Road and that the local municipalities 
concerned would be requested to pass the necessary by-laws 
and a draft copy of the proposed by-law would be forwarded 
to each municipality - Toronto Township, Chinguacousy 


Township, Toronto Gore Township, Albion Township, taledon 


~o 

Township and Caledon East. 

On motion it was agreed that the Vice-Chairman of the 
Committee along with the Assistant County Engineer would 
attend the Ontario Traffic Conference to be held in London 
on April 27th, 28th and 29th, 1964. 

The following land purchases were considered: 

(a) American Motors, On motion it was agreed that the 
Chairman of the Road Committee and the Warden would 
Seek an appointment with Mr. R. K. Brownridge in 
connection with land settlement. 

(o) On motion it was agreed that no further negotiations 
would be carried on at the present time in connection 
ah, the Mitchell property on Queen Street West, 
Brampton. 

(c) Moved by R. C. Bulloch, Seconded by C. F. Kline; 

Resolved that the County Solicitor be instructed 
to request and to proceed with the Ontario Municipal 

Board hearing to determine the compensation for lands 

expropriated for a road widening from Mr. and Mrs. 

J. Moffat - Part of Lot 34, Concession 1, Township 

of Albion. Carried. 

(d) On motion it was agreed that a final offer of w2,339.L0 
would be made in settlement for the Reid property on 


oteeles Avenue. 


The following mileages were authorized re the above 


meeting: 
R. C. Bulloch Sh 200 
GC. Clark 2400 
D. Hooke cert 
CG. F,. Kline Nil 
R. W. Speck ores, 


Committee fee transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, April 16th, 1964 

Peel County Good Roads Committee met on the above date 
during the session of Peel County Council. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, 

Speck. 

Chairman R. W. Speck presided. 

Moved by R. C. Bulloch, Seconded by C. Clark; 

That pay sheet number 36 be approved for payment. 

Carried. 

Moved by R. ©. Bulloch, Seconded by ©. Clark; 

Resolved that the tender received for Contract: Bitu- 
minous Materials - 64, the supply and applicatioh of bitu- 
minous materials, be accepted as per tender submitted by 
Armstrong Bros. Company Limited of Brampton, at unit prices 
totalling $74,745.00. This being the lowest tender received, 
subject to the approval of the Department of Highways. 

Carried. 

Moved by R. C. Bulloch, Seconded by ©. Clark; 

Resolved that the tender received for the supply and 
spreading of maintenance gravel be accepted as per tender 
submitted by W. R. Greenley of Harriston, at unit prices 
totalling $15,275.00. This being the lowest tender received, 
subject to the approval of the Department of Highways. 

Carried. 

Moved by R. CG. Bulloch, Seconded by ©. Clark; 

Resolved that the tender received for the supply of two 
196, Meteors with one 1961 Rambler Classic as trade-in at a 
net price of $3,811.00, be accepted as per’ tender submitted 
by Johnston Motors Limited of Brampton. 

This being the: lowest tender received, subject to the approval 
of the Department of Highways, 


Carried. 


te 

Moved by R. ©. Bulloch, Seconded by ©. Clark; 

Resolved that the tender received for the supply of two 
1964 GMC Pick-up Trucks at a net price of $3,819124, be 
accepted as per tender submitted by Parklane Pontiac Buick 
Limited of Brampton. This being the lowest tender received, 
subject to the approval of the Department of Highways. 

Carried. 

Moved by R. GC. Bulloch, Seconded by ©. Clark; 

Resolved that the tender received for the supply and 
application of Liquid Calcium Chloride be accepted as per 
tender submitted by Pollard Bros., Harrow, Ontario, at a 
unit price of $47.50 per Flake Ton Equivalent. This being 
the lowest tender received, subject to the approval of the 
Department of Highways. 

Carried. 

Moved by R. ©. Bulloch, Seconded by CG. Clark; 

Resolved that the tender received for the supply and 
installation of 8 Grader Tires and 2 Loader Tires be accepted 
as per tender received from Thompson Tire Limited, Brampton, 
at unit prices totalling $2,754.09. This being the lowest 
tender received. 

Carried. 

Moved by R. ©. Bulloch, Seconded by GC. Clark; 

Resolved that the tender received for the supply of 
20,000 Gallons of Gasoline be accepted as per tender submitted 
be British American Oil Company, at $0.3374 per gallon. This 
being the lowest tender received. 

Carried. 

Moved by R. C. Bulloch, Seconded by C. Clark; 

Resolved that the tender received for the supply of 
10,000 Gallons of Diesel Fuel be accepted as per tender 


submitted by Ron Rider Fuels of Brampton, at $0.379 per galla. 


== 
This being the lowest tender received. 
Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, May 12th, 1964. 

Peel County Good Roads Committee met on the above date at 1:30 P.M. 

Members present; Bulloch, Clark, Hooke, Innis, Kline. 

Members absent: speck. 

Vice-Chairman R. C. Bulloch presided. 

‘Minutes of meetings held April 7th and April 16th, 1964, were read 
and on motion adopted. 

Moved by C. Clark, Seconded by R.Jd. Innis; 

That pay sheets numbered 37 to 47 inclusive be approved for 
payment. 

Carried. 

Communications were received from the following, read and dealt 
with: 
Department of Highways re advance payment of 1964 subsidy. Filed. 
Bristol Cadmium Plating Co. Limited of Streetsville re purchase of 
property on Britannia Sideroad. Referred to the Town of Streetsville. 
Canadian National Railways re approval of two short arm gates and bell 
at the crossing of the Canadian National Railways and 5th Line, west of 
Clarkson. Approved. 
Department of Highways enclosing 1963 Audit report. Filed. 
Town of Streetsville requesting 4-way stop signs at Queen Street and 
Britannia Road intersection. Referred to the County Engineer. 
Township of Toronto re Pine Trees on Mississauga Road. Referred to the 


County Engineer. 


County of Grey resolution re location of utilities on roadsides. 


Endorsed. 


Department of Transport re sale of property at Malton to County of Peel. 
Referred to the County Engineer. 
Township of Albion resolution requesting the County to assume part of 
the Fourth line in the Township of Albion as a County Road. Action 
deferred until the traffic need study is complete. 

Moved by D. Hooke, Seconded by R. J. Innis; 

Resolved that the Warden and Clerk be authorized to sign the 


expropriation plan for a road widening adjacent to the Cheltenham 


Brickyard Bridge, being part of the Fast half of Lots 28 and 29, Con- 


= 
cession 5 W.H.S., Township of Chinguacousy. 
Carried. 

Moved by C. Clark, seconded by R. J. Innis; 

Resolved that the Warden and Clerk be authorized to Sign an 
amendment to the expropriation plan for a road widening in conjunction 
with the Dixie Road and Canadian National Railway subway and being part 
of Block H, Registered Plan No. 636, Township of Chinguacousy. 

Carried. 

It was agreed that the following tenders would be opened during 
the session of County Council: 

(1) Contract: P-15K-64 = Steeles Avenue paving. 

(2) Contract: SlB-63 - Dixie Road Subway. 

(3) Contract: B-15K-64 - Steeles Avenue arch. 

(4) Supply of concrete pipe. 

On motion it was agreed that the annual road inspection would be 
held on Tuesday, May 26th, 1964, leaving the Court House at 9:00 A.M. 

By-law 1772, a By-law to regulate signboards and gasoline pumps , 
was discussed by the Committee and the changes as recommended by the 
Department of Highways were approved and on motion it was agreed that 
the amended By-law would be presented to County Council at the next 
session. 

A report was received from the Vice-Chairman of the Committee re 
the Ontario Traffic Conference and ordered filed. 

On motion the Warden and Clerk were authorized to sign the 
expropriation papers in connection with offer to purchase from Mr. & 
Mrs. Moffat of the Township of Albion. 


The question of rebuilding part of Mississauga Road in conjunction 
with the Town of Fort Credit was discussed. On motion it was agreed that 
the Road Committee would look at the road in question during the road 
inspection and that representation would be made to the Minister of 
Highways in connection with 75% subsidy on the said construction. 

Moved by D. Hooke, seconded by R. J. Innis; 

Resolved that the County Solicitor be instructed to request and to 


proceed with the Ontario Municipal Board hearing to determine compensa- 


-3~ 
tion for lands expropriated for a road widming from Mr. J. Bruce 
O'Brien - part of E3, Lot 15, Concession 1, E.H.S., Township of Toronto. 
Carried. 


The following mileages were authorized re the above meeting: 


R. C. Bulloch $4.00 
Ve Ulark 2200 
D. Hooke Dee 
R. J. Innis 3.60 
C. F. Kline Nil 


Committee fee transfer 80.00 


There being no further business, the meeting adjourned. 


LO MO fa 
bonny 2p Ube a kafh gt FO wats 
sais tas tr Becisicaio » See nw een am rs ERE, 


Secretary ~“ Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, May 21st, 1964. 

Peel County Good Roads Committee met on the above date during the 
session of Peel County Council. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, Speck. 

Chairman R. W. Speck presided. 

Moved by R. C. Bulloch, Seconded by R. J. Innis; 

Resolved that the tender received for Contract: S-4B-63, the grading, 
granular base and hot-mix pavement on County Road No. h in conjunction with 
the Dixie Road Subway, be accepted as per tender submitted by Peel Con- 
struction Company Limited at unit prices totalling $150,689.50. This 
being the lowest tender received, subject to the approval of the Depart- 
ment of Highways. 

Carried. 

Moved by R. Jd. Innis, seconded by R. C. Bulloch; 

Resolved that the tender received for Contract: B-15K-64,, the con- 
struction of a bridge located on Steeles Avenue east of Dixie Road, be ac- 
cepted as per tender submitted by Inverleigh Construction Limited of Mil- 
ton, at unit prices totalling $23,600.00. This being the lowest acceptable 


tender received, subject to the approval of the Department of Highways. 
Carried. 


Moved by R. C. Bulloch, seconded by R. J. Innis; 

Resolved that the tender received for the supply of concrete pipe for 
Contract: S-4B-63 be accepted as per tender submitted by National Sewer 
Pipe of Oakville, at unit prices totalling $3,794.62. This being the lo- 
west tender received, subject to the approval of the Department of Highways. 

Carried. 

Moved by R. C. Bulloch, Seconded by D. Hooke; 

Resolved that the tender received for Contract: P-15K-64, granular 
base and hot-mix asphalt pavement on County Road No. 15 from Highway No. 
10 to the Third Line East, be accepted as per tender submitted by Peel 
Construction Company Limited of Brampton, at unit prices totalling 
$139,352.00. This being the lowest tender received, subject to the 
approval of the Department of Highways. 


Carried. 


There being no further business, the meeting Bgl 
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MINUTES 
ROAD COMMITTEE 


Brampton, June 9th, 196. 


Peel County Good Roads Committee met on the above date at 1:30 


Members present: Bulloch, Clark, Hooke, Innis, Kline. 
Members absent: speck. 
Vice-Chairman R. C. Bulloch presided. 
Minutes of meetings held May 12th and May lst were read and 
on motion adopted. 
Moved by D. Hooke, Seconded by R. J. Innis; 
That accounts as presented totalling $142,593.96 and initiallea 
by the Chairman be approved for payment (pay sheets 48 to 58 inclusive). 
Carried. 
Communications were received from the following, read and dealt 
with: 
Canadian Good Roads Association re reservations for the Annual Convention 
to be held in Montreal October 19th - 22nd. Clerk instructed to make 
reservations for County delegates. 
Department of Highways re assumption of highway, Township of Toronto. 
Filed and County Clerk instructed to acknowledge receipt of same. 
Department of Highways re assumption of highway, Town of Brampton. 
Filed and County Clerk instructed to acknowledge receipt of same. 
Department of Highways re transfer of highway, Township of Toronto. Fil@ 
and County Clerk instructed to acknowledge receipt of same. 
Department of Highways approval of Supplementary Road Expenditure By-law 
1779 in the amount of $262,400.00. Filed. 
Minister of Education acknowledging receipt of resolution of the County 
of Grey endorsed by the County of Peel. Received. 
The Clerk reported that he had received replies from the following 
municipalities agreeing to name County Road No. 7 - Airport Road: 
Township of Albion 
Township of Caledon 
Township of Toronto 


Township of Caledon East 


ls 

It was agreed that the following tenders would be opened during 
the session of County Council: 

1. ist Line East Bridge 

2. Boston Mills Bridge 

3. Fencing - 6th Line East 

4, ‘Thomas Street - Streetsville 

The Engineer reported that he had requested the Ontario Department 
of Transport to give consideration to the request of the Town of 
Streetsville for a "4-way stop" at Queen Street and Britannia Road inter- 
section. 

The request of the Town of Port Credit in connection with the 
rebuilding of Mississauga Road within the limits of the Town was dis- 
cussed. 

Moved by C. Clark, seconded by R. J. Innis; 

Resolved that the Town of Port Credit be advised that the County 
of Peel will participate in the construction of Mississauga Road within 
the limits of the Town of -Port Credit only to the limits as outlined in 
section No. 59 of the Highway Improvement Act and in accordance with the 
previous agreements entered into by the County with the other municipali- 
ties within the County. 

Carried. 

Moved by D. Hooke, Seconded by C. Clark; 

Whereas Mississauga Road (County Road No. 2) between Highway No. 2 
and the Queen Elizabeth Way was used by the Ontario Department of 
Highways as a detour during the reconstruction of Highway No. 10; And 
whereas the Ontario Department of Highways have consented to contribute 
75% in total to the cost for resurfacing the existing travelled portion 
of the road; And whereas it is not deemed advisable to resurface this 
road without the construction of an adequate base; Be it resolved that 
the Minister of the Ontario Department of Highways be requested to 
contribute 75% in total to the cost of reconstructing and resurfacing 
this road, estimated at a total cost of $348,000.00. 

Carried. 
Moved by C. Clark, Seconded by C. F. Kline; 


Resolved that the Warden and Clerk be authorized to sign the 


a as 
expropriation plan for road widenings in conjunction with the constructic 
of the lst Line East Bridge and being Parts of Lot No. 14, Concessions 
1 and 2 E.H.S., Township of Toronto. 
Carried. 

Moved by C. Clark, seconded by C. F. Kline; 

Resolved that the Warden and Clerk be authorized to Sign the. 
expropriation plan for a road widening in conjunction with the construc- 
tion of the Boston Mills Bridge and being part of the East half of Lot 
32, Concession 3 W.H.S., Township of Chinguacousy. 

Carried. 

Moved by C. F. Kline, seconded by R. J. Innis; 

Resolved that the Warden and Clerk be authorized to Sign the 
expropriation for road widenings on Steeles Avenue between Dixie Road 
and the Airport Road and being parts of Lot 15, Concessions 4, 5 and 6 
E.H.S., Township of Toronto and Parts of Lot No. 1, Concessions 4, 5 
and 6 E.H.S., Township of Chinguacousy. 

Carried. 

The County Engineer reported that in connection with Contract 
L7A-63-HLi#l Asphalt - that the Contractor would be required to replace 
140 tons of asphalt at his expense. 

The request from the Finance Committee in connection with 5-year 
Capital Finance Projection was discussed. It was agreed that the 
Finance Committee would be requested to continue a debenture issue in 
the amount of $300,000.00 per year for Road purposes and further that 
the Road Committee would like to reserve the right to review the 
capital road expenditure after the Traffic Needs Study is completed. 


The Engineer produced the following statement in connection with 


New Machinery for the year 196}: 


Budget Expenditure 
2 Pickups 4,600.00 3,820.00 
2 Cars 5,000.00 3,810.00 
1 Mower 500.00 1,050.00 * 
1 Pavement Striper 500.00 810.00 * 


$10,600.00 $9,490.00 


* Estimated 


On motion, the Engineer was authorized to purchase lawn mowing 


lies 
equipment at an estimated cost of $1,050.00 on invited quotations. 
It was agreed that a meeting of the Technical Co-ordinating 
Committee would be held on Tuesday, June 30th, 1964, at 9:30 A.M. 
The Engineer was authorized to hold an executive meeting of the 
County Engineer's Association in the County Council Chambers during 


July. 


The following mileages were authorized re the above meeting: 


R. C. Bulloch $4.00 
C. Clark 2.00 
D. Hooke per! 
R. J. Innis 3.60 
C. F. Kline Nil 

Committee fee transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, June 18th, 196. 

Peel County Good Roads Committee met on the above date during the 
session of Peel County Council. 

Members present: Bulloch, Hooke, Innis, Kline. 

Members absent: Clark, Speck. 

Vice-Chairman R. C. Bulloch presided. 

Moved by D. Hooke, Seconded by R. J. Innis; 

Resolved that the tender received for Contract: F7G-64, the supply 
and erection of fence on County Road No. 7 from County Road No. 11 to 
Mono Mills, be accepted as per tender submitted by Browne and Louth of 
Norval, at unit prices totalling $10,080.25. This being the lowest accep. 
table tender received, subject to the approval of the Department of 
Highways. 

Carried. 

Moved by R. J. Innis, Seconded by D. Hooke; 

Resolved that the tender received for Contract: TI7-64, the supply 
and erection of Structural Steel for a bridge located on the lst Line 
East one-half mile south of Steeles Avenue, be accepted as per tender sub- 
mitted by Dominion Bridge Company Limited of Toronto, at unit prices 
totalling $30,672.00. This being the lowest tender received, subject to 
the approval of the Department of Highways. 

Carried. 

Moved by D. Hooke, Seconded by R. J. Innis; 

Resolved that the tender received for Contract: TT7-64, the 
General Contract for a bridge located on the lst Line Fast one-half mile 
south of Steeles Avenue, be accepted as per:.tender submitted by Armstrong 
Bros. Company Limited of Brampton, at unit prices totalling $49,377.60. 
This being the lowest tender received, subject to the approval of the 
Department of Highways. 

Carried. 
Moved by R. J. Innis; seconded by D. Hooke; 


Resolved that the tender received for Contract: 1A-64, the grading, 


= 


granular base and hot-mix pavement on Thomas Street in the Town of 


Streetsville, be accepted as per tender submitted by Bramall and Company 
Construction Limited, at unit prices totalling $26,965.25. This being 
the lowest tender received, subject to the approval of the Town of 


Streetsville and the Department of Highways . 


Carried. 


There being no further business, the meeting adjourned. 


Secretary 


Chairman 


MINUTES 


ROAD COMMITTEE 


Brampton, July 7th, 196. 


Peel County Good Roads Committee met on the above date at 1:30 P.M. 


Members present: Clark, Hooke, Innis, Kline. 

Members absent: Bulloch, Speck. 

fn the absence of the Chairman and Vice-Chairman, C.F. Kline was 
appointed Acting Chairman of the meeting. 

Mirntes of meetings held June Oth and June 18th were read and on 
motion adopted. 

Moved by D. Hooke, Seconded by R. J. Innis; 

That the accounts as presented totalling $ 315,068.65 ana 
initialled by the Chairman be approved for payment. (Pay Sheets 59 - 
70 inclusive). 

Carried. 

Communications were received from the following, read and dealt 

with: 
Department of Highways re assumption of highway, Town of Port Credit. 
Filed and County Clerk instructed to acknowledge receipt of same. 
Department of Highways re assumption of nighway, Township of Toronto. 
Filed and County Clerk instructed to acknowledge receipt of same. 
Township of Toronto re intersection Derry Road East and 7th Line. 
Referred to the Department of Transport. 

The resignation of the County Engineer was read. 

Moved by C. Clark, Seconded by R. J. Innis; 


That the resignation of Mr. R. A. Cruise, P. Eng., County 


Engineer and Road Superintendent for the Corporation of the County of Peel 


be accepted with regret, said resignation to take effect August 3rd, 196, 


Carried. 


Moved by D. Hooke, seconded py R. J. Luanis ; 


Resolved that Mr. Robert W. Knight, P. Eng., be appointed as 


County Engineer and Road Superintendent for the Corporation of the County 


of Peel effective August 1st, 196, 


Carried. 


Moved by C. Clark, seconded by R. J. Innis; 


Resolved that tender received for Contract No. CH5-64, the 


— 

construction of the Boston Mills Bridge, be accepted as per tender 
submitted by Armstrong Bros. Company Limited of Brampton, at unit prices 
totalling $73,604.40. This being the lowest tender received, subject to 


he approval of the Department of Highway. 


Carried. 

The Engineer presented a report at the first meeting of the 
Technical Co-ordinating Committee. On motion the report was adopted and 
the Engineer was instructed to include a copy of the report in the Good 
Roads Committee Report to County Council. 

Requests were received from the Township of Chinguacousy and the 
Town of Brampton regarding the services of Mr. F. Dickson. On motion 
the two requests were approved, charges to be based on actual cost to the 
County plus overhead. 

A letter was read from the Department of Transport regarding the 
purchase of a road widening being part of Lots 9 and 10, Concession 6, 
Bh.H.S., Township of Toronto. On motion it was agreed that the offer from 
the Department of Transport would be accepted. 

ihe Engineer presented the draft agreement in lieu of notification 
as provided by Section 438 of the Municipal Act for excavations in road 
allowances. On mution the draft agreement was approved in principle and 
the Engineer was instructed to request the other municipalities within 
the County to consider approving similar agreements. 

A letter was read from Metropolitan Toronto Planning Board in 


connection with Sherway Shopping Centre. On motion the suggested report 


of the County Engineer was accepted. 

Moved by C. Clark, Seconded by R.J. Innis; 

Resolved that the Engineer be instructed to supoly 160 feet of 
54 inch concrete pipe estimated at $2,300.00 to the American Motors 
Canada Limited to enclose the open ditch on the north side of Steeles 
Avenue adjacent to American Motors. Tne cost of this installation to be 
borne by American Motors. 

Carried. 
Moved by D. Hooke, Seconded by R. J. Innis; 
Resolved that the Town of Brampton te advised that the County of 


Peel will assume that portion of the costs of the reconstruction of the 


2 = 
Queen Street and Kennedy Road intersection that is proposed on County 
Road No. 16. The estimated cost to the County for this construction 
is $3,330.00. 
Carried. 
Moved by C. Clark, Seconded by R. J. Innis: 
Resolved that the unsatisfactory asphalt on Contract 17A-63 
(Cawthra Road) be covered by an additional lift of asphalt and the 
surface be guaranteed for a period of two years, all costs to be borne 
by the contractor. 
Carried. 
Moved by C. Clark, seconded by D. Hooke; 
Resolved that the solicitor be authorized to offer to pay $1,185.50 
as payment in full for land taken and for injurious affection in respect 


of lands expropriated from John and Fdna Moffatt. 


Carried. 


The following mileages were authorized re the above meeting: 


C. Clarke $2.00 
D. Hooke Seay 
R. J. Innis 3.60 
C. F. Kline Nil 

Committee fee transfer 60.00 


There being no further business, the meeting adjourned. 


secretary 


MINUTES 
ROAD COMMITTEE 
Brampton, July 16th, 196. 

Peel County Good Roads Committee met on the above date during the 
session of Peel County Council. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, Speck. 

Chairman R. W. Speck presided. 

The appointment of a County Engineer was discussed by the 
Committee. 

Moved by C. F. Kline, seconded by D. Hooke; 

Resolved that Mr. Robert W. Knight be appointed as County 
Engineer and Road Superintendent for the Corporation of the County of 
Peel effective August lst, 1964, at a salary of $10,000.00 per annun. 
Subject to the approval of the Department of Highways. 

Carried. 

Moved by D. Hooke, Seconded by R.J. Innis ; 

Resolved that the County Engineer be paid an annual minimum car 
allowance of $1,000.00, and that for subsidy purposes for this car 
allowance, the Department of Highways' schedule will apply. 

Carried. 
The Engineer reported that Mr. C. Knudsen, classified as a 


Project Engineer, had resigned effective August 14th, 1964. 


1/ De Ve 


an Assistaht County Engineer with bridge design experience. 


There being no further business, the meeting adjourned. 


fk On motion it was agreed that the Engineer would advertise for 
Tox tt 
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Chairman 


Secretary 


MINUTES 
ROAD COMMITTEE 
Brampton, August llth, 196). 

Peel County Good Roads Committee met on the above date at 1:30 P.M, 

Members present: Bulloch, Clark, Hooke, Innis, Kline. 

Members absent: Speck, 

Vice-Chairman R. C. Bulloch presided. 

Moved by D. Hooke, Seconded by R.J. Innis; 

That accounts as presented totalling $233,768.31 and initialled 
by the Chairman be approved for payment. (Pay Sheets 71 - 80 inclusive ) 

Communications were received from the following, read and dealt 
with: 
Board of Transport Commissioners for Canada Board Order re Canadian 
National Railway crossing on Dixre Read in the Township of Chinguacousy. 

Okie Grew AILS 

Filed and County Clerk instructed to acknowledge receipt of same. 
Department of Transport, Traffic Engineering Branch, re "Speed Limit” 
not valid on and after the 31st day of August, 196). 
Referred to the County Engineer. 
Department of Highways re transfer of Mr. J.G. Tillcock, District 
Municipal Engineer, to the Stratford District and the transfer of Mr. 
Douglas Osborne-White, District Municipal Engineer, to the Toronto 


District. Filed. 


Department of Highways approval of Peel County By-laws 1799 and 1798. 
Filed. 

Mr. Kenneth J. H. Ellis re his entrance to Steeles Avenue West. 
Referred to the County Engineer for a report at the next meeting of the 
Committee. 

Department of Highways re transfer of highway, Township of Toronto. 
Filed and County Clerk instructed to acknowledge receipt of same. 
Minister of Highways re additional subsidy for the reconstruction of 
Mississauga Road. Deferred to a Road Committee meeting to be held the 
day of County Council. 

Town of Port Credit resolution requesting information in connection with 
costs of road expansion program re Sherway Shopping Centre. Deferred 


until additional information is received from Metropolitan Toronto 


Planning Board. 


oe Bm 


Village of Bolton resolution re storm drainage situation on King Street 
in the Village of Bolton. Referred to the Engineer for a report at the 
next meeting of the Road Committee, 

Canadian National Railways re Signal plans at crossing on Dixie Road, 
Township of Chinguacousy. 

Moved by C. Ulark, Seconded by UL. Hooke; 

Resolved that the Warden and Clerk be authorized to sign Plan 
SD-4190 dated duly oth, 196k, prepared by the Canadian National Railways 
for the installation of signal protection on Dixie Road at mileage 13.23, 
Brampton Subdivision. 

Carried. 
Canadian National Railways re signal plans at crossing on Steeles Avenue, 
Township of Toronto. 

Moved by R. J. Innis, seconded by D. Hooke; 

Resolved that the Warden and Clerk be authorized to sign Plan 
SD-4O88X dated June 26th, 1964, prepared by the Canadian National 
Railways for the installation of Signal protection on Steeles Avenue 
at mileage 17.64, Brampton Subdivision. 

Carried. 

Moved by D. Hooke, seconded by R. J. Innis; 

Resolved that the Warden and Clerk be authorized to sign the 
expropriation plan for a road widening adjacent to the Airport Road and 
being part of Lot 5, Concession {, Southern Division, Township of Toronto 
Gore, now in the Township of Toronto. 

Carried. 

Moved by C. Clark, seconded by C. F. Kline; 

Resolved that the Warden and Clerk be authorized to sign the plan 
showing an easement adjacent to Dixie Road and being part of Block A, 
Registered Plan 676, Township of Chinguacousy, for the purpose of 


constructing a catch basin. 
Carried. 


engineering services. On motion the request was approved, charges to 


be based on actual costs to the County plus overhead. 


a 

The Engineer reported the recommendations of the Department of 
Transport made in connection with the intersection of Derry Road and 
7th Line East in connection with traffic signals. 

On motion the Engineer was instructed to forward a copy of the 
report of the Department of Transport to the Township of Toronto. 

On motion it was agreed that the County Engineer and the Land 
Appraiser would be authorized to attend a Right-of-Way Association 
Seminar on September 11th and 12th, 1964. 

The Engineer reported on the number of applications he had 
received in connection with the position of Assistant County Engineer. 
Moved by C. F. Kline, seconded by R. J. Innis; 

That the County Engineer be authorized to engage an Assistant 
County Engineer at a salary of $8,400.00 per annum to December 31st, 
1965, when salary will be reviewed. 

Carried. 

The Reeve of the Township of Albion reported that the Albion 
Township School Area Board were interested in purchasing from the 
County a portion of land near the Macville School. It was agreed that 
the Albion Township School Area Board should make an offer to purchase 
in writing to the County for further consideration. 


The following mileages were authorized re the above meeting: 


R. C. Bulloch $l. 00 
C. Clark 2.00 
D. Hooke 5.20 
R. J. Innis 3.60 
C. F. Kline Nil 

Committee fee transfer 80.00 


There being no further business, the meeting adjourned. 
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secretary 


MINUTES 
ROAD COMMITTEE 
Brampton, August 20th, 196. 

Peel County Good Roads Committee met on the above date during 
the session of veel County Council. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, Speck. 

Chairman R. W. Speck presided. 

The August report of the Good Roads Committee was read and 
amended. 

The County Engineer reported that P. L. Easterbrook, P. Eng., 
nad been engaged as a Project Engineer at an annual Salary of $8,400.00 
to December 31st, 1965. 

The question of the use of the spare County car was discussed 
and on motion it was agreed that in future, use of any County car 
(with the exception of the Maintenance Foreman) would be limited to 
use on County business only. 

A letter was read from the Minister of Highways stating that 
the Department is prepared only to subsidize construction on Mississauga 
Road to the extent of 50% and 75% on the cost of resurfacing the 
existing pavement. The Committee recommended that the Engineer be 
instructed to call tenders on this project with the work to commence 
in the Spring of 1965. 


There being no further business, the meeting adjourned. 
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Chairman 
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MINUTES 
ROAD COMMITTEE 
Brampton, September 8th, 1964. 

Peel County Good Roads Committee met on the above date at 1:30 
PM, 

Members present: Hooke, Innis, Speck. 

Members absent: Bulloch, Clark, Kline. 

As a quorum was not present, it was agreed that the meeting would 
be held in accordance with Section 41, Sub-Section (d) of the Standing 
Rules and Regulations of Council. 

Chairman R. W. Speck presided. 

Minutes of meetings held July 16th, August llth and August 20th, 
1964, were read and on motion adopted. 

Communications were received from the following, read and dealt 
with : 

The Public School Board of the Township School Area of Albion requesting 
the County to sell them the unused portion of County road allowance at 
the Macville District School. The Engineer was instructed to have the 
Land Appraiser prepare a valuation for the next meeting of the Committee. 
Davis, Davis & Webb re Roy LaRose versus County of Peel. Filed. 

Davis, Davis & Webb re County of Peel and O'Brien. Filed. 

Davis, Davis & Webb re County of Peel and Moffatt. Filed. 

Division Court Summons re County of Peel and R. A. Davis and Company 
Limited. The Solicitor was instructed to defend this action. 

Moved by D. Hooke, Seconded by R. J. Innis; 

That accounts as presented totalling $471,207.93 and initialled 
by the Chairman be approved for payment. (Pay Sneets 81 to 92 inclusive) 

Carried. 

Tne Engineer read a letter from the Department of Transport in 
connection with the request for four-way stop signs at Streetsville. 
The Committee agreed that four-way stop signs would not be erected. 

The Engineer reported on a survey of the Department of Highways 
in connection with a right-turn lane at Highway No. 5 and Cawthra Road 
intersection. The Engineer was instructed to request the Department of 
Highways to make a further study taking into consideration the traffic 
over the railway tracks. 

Moved by R. J. Innis, Seconded by D. Hooke; 


Resolved that the Warden and Clerk be authorized to sign the 


i De 

expropriation plan for a road widening on Kennedy Road and being part 

of the West half of Lot 8, Concession 2, E.H.S., in the Town of Brampton. 
Carried. 

The Engineer presented a report in connection with the road 
requirements on County Roads leading to Sherway Shopping Centre. On 
motion the report of the County Engineer was approved. 

On motion it was agreed that an entrance culvert would be 
installed at the Munroe Property. 

The Engineer reported that a "Caution Concealed Entrance" sign 
would be placed on Steeles Avenue near the Ellis Property. 

The Engineer reported that the question of the Bolton drain 
referred from the last Road meeting would be solved ag ordinary 
maintenance on the road in question. 

Moved by D. Hooke, Seconded by R. J. Innis; 

Resolved that possession be taken of necessary lands and 
improvements from Albert W. C. Hewson being part of East 4 Lot 15, 
Concession 6, E.H.S., Township of Toronto, and that the sum of $1,028.70 
be offered to the foregoing property owner as required by the 
Expropriation Procedures Act 1962-63, 

Carried. 

Moved by R. J. Innis, Seconded by D. Hooke; 

Resolved that possession be taken of necessary lands and 
improvements from Elmer B. and Cornelia E. Jackson being part of Lot 16, 
Concession 6, E.H.S., Township of Caledon, and that the sum of $145.25 
be offered to the foregoing property owners as required by the 
Expropriation Procedures Act 1962-63, 

Carried. 

Moved by D. Hooke, Seconded by R. J. Innis; 

Resolved that possession be taken of necessary lands and 
improvements from Mr. and Mrs. J. F. Moffatt being part of Lot 34, 
Concession 1, Township of Albion, and that the sum of $592.75 be offered 
to the foregoing property owners as required by the Expropriation 
Procedures Act 1962-63. 

Carried. 
Moved by R. J. Innis, seconded by D. Hooke; 
Resolved that possession be taken of necessary lands and 


improvements from Gilbert George White and Mabel Noreen White being part 


a DS x 
of West 4 Lot 15, Concession 5, E.H.S., Township of Toronto, and that 
the sum of $815.72 be offered to the foregoing property owners as 
required by the Expropriation Procedures Act 1962-63, 
Carried. 
Moved by D. Hooke, seconded by R. J. Innis; 
Resolved that the Solicitor be authorized to offer to pay 
$754.25 for land taken and for injurious affection in respect of lands 
expropriated from Larkin Lumber as required by the Expropriation 
Procedures Act 1962-03. 
Carried. 


The following mileages were authorized re the above meeting: 


D. Hooke $5.20 
R. J. Innis 3.60 
R. W. Speck Creal 
Committee fee transfer 60.00 


There being no further business, the meeting adjourned. 


mt er ake Of OE om EF am on oe ot ome om ew Gee oe Ge ee me 2 ow ee ew ow ow we oe mes 


Chairman 


MINUTES 
ROAD COMMITTEE 
Brampton, September 17th, 196), 

Peel County Good Roads Committee met on the above date during 
the session of Peel County Council. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, Speck. 

Chairman R. W. Speck presided. 

The September report of the Good Roads Committee was studied 
by the Committee. 

The question of the sale of land to the Township School Board 
of the Township School Area of Albion adjacent to the Macville District 
School was deferred to the next meeting of the Committee. 

Moved by C. F, Kline, Seconded by C. Clark; 

Resolved that the tender received for Contract No. LPL5K-64,, 
the supply and erection of fence on County Road No. 15 from Dixie Road 
to Airport Road, be accepted as per tender submitted by Browne & Louth 
of Norval at unit prices totalling $6,795.00, This being the lowest 
tender received, subject to the approval of the Department of Highways. 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, October 6th, 196). 

Peel County Good Roads Committee met on the above date at 
1:30 P.M. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, Speck. 

Chairman R. W. Speck presided. 

Minutes of meetings held September 8th and September 17th, 196, 
were read and on motion adopted. 

Commnications were received from the following, read and dealt 
With s 
We G. Shaw re damage to chain link fence at the Wildfield Church and 
Cemetery property. Referred to the County Engineer. 
Municipality of Metropolitan Toronto re their application for an 
amendment to The Municipality of Metropolitan Toronto Act to provide for 
an extension of the Metropolitan Area to include all of Steeles Avenue 
for public transit purposes and for the same purposes the entire width 
of other boundary roads. ‘The County Clerk was instructed to reply to 
the letter requesting a meeting with the Toronto Transportation 
Commission after the transportation study is available. 
Department of Highways re approval of By-law 1788 to regulate signs 
and gasoline pumps. Filed, 


Metropolitan Toronto Planning Board re Sherway Shopping Centre. Referred 


to the County Engineer, 


County Solicitor re County of Peel and Crozier. Referred to the Land 


Appraiser. 


Township of Toronto re Middle Road Closing. Referred to County Solicitor 
for a quit claim deed. 
American Motors (Canada) Limited re dedication of land by the Company 
to the County of Peel at no charge. This offer accepted and the Clerk 
was instructed to write a letter of thanks to American Motors (Canada) 
Limited. 
County Solicitor re lands dedicated by Sherwood Park Resorts Limited 
on Southdown Road and Madgett on Derry Road for road widening purposes. 
Moved by R. C. Bulloch, Seconded by D. Hooke; 
Resolved that the County of Peel accept the lands dedicated by 


Sherwood Park Resorts Limited on Southdown Road and from Madgett on 


a Bm 
Derry Road for road widening purposes. 
Carried. 

Moved by C. F. Kline, Seconded by D. Hooke; 

That the County of Peel Road Department lease the Parcel of Land 
Part of Lot 11, Concession No. 3,in front of Macville Public school 
to the Township School Area of Albion for the sum of one (1) Dollar 
per year for as long as the land is used by the School Board for 
school purposes. 

Carried. 

Moved by C. F. Kline, Seconded by R. C. Bulloch; 

That accounts as presented totalling $126,696.94 and initiallea 
by the Chairman be approved for payment. (Pay Sheets 93 - 103 inclusive ) 

Carried. 

Moved by R. J. Innis, Seconded by C. Clark; 

Resolved that the Chairman of the Road Committee and the 
Clerk-Treasurer be authorized to Sign the petition for interim subsidy. 

Carried. 

On motion it was agreed that the County Engineer erect a' "School 
Warning Sign" at a school bus Stop on Airport Road in the Township of 
Caledon. 

On motion the Clerk was instructed to prepare a By-law authorizing 
the execution of an agreement between the Department of Transport and 
the Corporation of the County of Peel in connection with land purchase 
at Malton. 

On motion it was agreed that the request from the Town of Brampton 
to lay a water main on Queen Street in the Town of Brampton would be 
approved in accordance with the Engineer's recommendation. 

On motion it was agreed that the Engineer would call tenders for 
the reconstruction of part of Mississauga Road under the following 
Stipulations: 

(a) That when the tender has been awarded, the County of Peel 

would sign the contract, 

(b) That the Town of Port Credit sign the agreement with the 

County of Peel to pay their share of the costs of the 
reconstruction. 


(c) That the re-location of utilities be proceeded with as soon 


as possible. 
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The Engineer reported on the progress made to date with respect 
to the County Needs Study and recommended that a firm of consulting 
engineers be engaged to complete the said Study. 

On motion it was agreed that the Engineer should obtain further 
proposals from qualified engineering firms in the County including cost 
estimate and timing. 

The question of future use of the Spare County car was discussed, 
On motion it was agreed that the County Engineer would obtain an appraisal 
on the car for a meeting of the Road Committee to be held during the 
session of County Council and that the car would be offered for sale 
to the Land Appraiser at the appraised price. 


The following mileages were authorized re the above meeting; 


R, C. Bulloch $4.00 
C. Clark 200 
D. Hooke ePrin ® 
R. J. Innis 3.60 
C. F, Kline Nil 

R. W. Speck ee 
Committee fee transfer 100.00 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, October 15th, 1964, 

Peel County Good Roads Committee met on the above date during 
the session of Peel County Council. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, 

Members absent: Speck. 

Vice-Chairman R, C. Bulloch presided. 

The October report of the Good Roads Committee was studied by 
the Committee. 

Moved by C. Clark, seconded by D. Hooke; 

Resolved that the tender for the supply of sand be accepted as 
per tenders submitted as follows: 

YARD NO. 2 (4,000 Tons Required) 

Armstrong Bros. Company Limited = 4,000 Tons @ $1.30 - $5,200.00 

YARD NO. 3 (4,000 Tons Required) 

J. Dick - 4,000 Tons @ $ .86 = $3,440.00 

Subject to the approval of the Department of Highways. 

Carried. 
Moved by D. Hooke, seconded by C. Clark; 
Resolved that the tenders submitted for the rental of trucks for 


winter sanding be accepted as follows: 


YARD NO. 2 (4 Trucks required) STANDBY TIME SANDING TOE TOTAL 

Stan Archdekin ~ 1 Truck $6.00 / day $4.25 / hour $1,794.50 
T. W. Brocklebank = 1 Truck $7.00 / day $4.25 / hour $1,916.50 
N. Newman - 1 Truck $7.00 / day $4.25 / hour $1,916.50 
V. E. Robilliard = 1 Truck $7.00 / day $4.25 / hour $1,916.50 
YARD NO. 3 (3 Trucks Required) STANDBY TIME SANDING TIME TOTAL 

Don Shaw - 2 Trucks $5.00 / day $4.25 / hour $1,672.50 
Howard Shaw ~ 1 Truck $5.00 / day $4.25 / hour $1,672.50 


Subject to the approval of the Department of Highways. 


Moved by C. F. Kline, 


Carried. 


Seconded by R. J. Innis; 


Resolved that McCormick and Rankin, Consulting Engineers, be 


engaged to assist the County in completing the County Needs Study and 


to prepare the report of the said study, as per proposal submitted, at 


an estimated cost of $6,691.30. 


Department of Highways. 


Subject to the approval of the 


Carried. 
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The Engineer reported that two appraisals had been obtained for 
the surplus County car that had been driven by Mr. R. A. Cruise. Both 
appraisals were $1,700.00. 


Moved by C. Clark, Seconded by C. F. Kline; 


That one of the County cars be declared as Surplus and that the 


Said surplus car be sold by public tender. 


Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 

Brampton, November 10th, 1964, 

Peel County Good Roads Committee met on the above date at 
L330 P.M. 

Members present: Bulloch, Clark, Hooke, Innis, Kline. 
Members absent: Speck. 
Vice-Chairman R. C. Bulloch presided. 
Minutes of meetings held October 6th and October L5th, 1964, 


were read and on motion adopted. 


Communications were received from the following, read and dealt 
with: 
Ontario Good Roads Association request for resolutions and proposal 
of names for recognition of long service in the cause of Good Roads. 
Received. 
Department of Highways re transfer of highway, Village of Bolton. 
Filed and County Clerk instructed to acknowledge receipt of same. 
Board of Transport Commissioners for Canada Board Order No. 115626 re 
@ Siding track on Steeles Avenue, Township of Chinguacousy. Filed and 
County Clerk instructed to acknowledge receipt of same. 

wyer, Beatty, Bowyer & Greenslade, Solicitors, re location of 

Dominion Road in the Township of Caledon. Referred to the County 


Solicitor. 


Department of Municipal Affairs re Metropolitan Toronto and Region 


Transportation Study. Filed. 


Minister of Highways re training program for Municipal Road Employees. 
Referred to the County Engineer. 

Moved by C. Clark, Seconded by R. J. LL s 

That accounts as presented totalling $221,177.91 and initialled 
by the Chairman be approved for payment. (Pay Sheets 10) - 115 inclusive ) 

Carried. 

The Engineer reported on the proposal of the Department of 
Highways to assume part of the Fifth Line in the Township of Toronto as 
a King's Highway. 

The Engineer reported on an accident on Steeles Avenue near 
Churchville. On motion the Engineer was authorized to make the necessary 


transfers of budget allocations within the maintenance budget to improve 


oe es 
the grade on Steeles Avenue at Churchville. 

The Engineer reported that the agreement between the County of 
Peel and the Town of Port Credit had now been Signed by the Town of 
Port Credit, and the Clerk was instructed to prepare a by-law authorizing 
the Warden and Clerk to sign the agreement for the next session of 
Council. 

A request was received from Mr. E. Collins to install an irrigation 
pipe at Huttonville. On motion the Engineer was instructed to prepare 
an agreement covering the installation of the said irrigation pipe. 

Moved by D. Hooke, seconded by C. Clark, 

Resolved that the Engineer be authorized to call tenders for the 
installation of traffic signals at Steeles Avenue and Dixie Road upon 
approval of the installation from the Department of Transport. 

Carried. 

The Engineer reported that the following tenders would be opened 
during the session of County Council on November 19th, 196): 

1. Sewer Outfall ~ Mississauga Road. 

2. Snowplowing. 

The Engineer was instructed to obtain prices covering trade-in 
of the two oldest County automobiles on a 1965 model, as well as obtain 
appraisals on the three oldest County automobiles for a sale without a 
trade-in. 

The Engineer presented a report of the Canadian Good Roads 
Association Annual Convention held in Montreal. 

Moved by R. J. Innis, seconded by D. Hooke $ 

Resolved that the Warden and the Clerk-Treasurer be authorized to 
Sign the agreement and plan for an easement taken by the County from the 
Canadian Legion in the Town of Port Credit for the purpose of installing 
a storm sewer outlet. 

Carried. 

On motion it was agreed that the Clerk would write to Mr. T. E, 

Allison of Caledon East requesting Mr. Allison to appear before the Road 


Committee at its next regular meeting in connection with damage to a 


Spring on his property. 


a Swe 


The following mileages were authorized re the above meeting: 


R. C. Bulloch $00 
C. Clark 2 O00 
D. Hooke 5.20 
R. J. Innis 3.60 
C. F. Kline Nil 

Committee Fee Transfer 80,00 


There being no further business, the meeting adjourned, 
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MINUTES 
ROAD COMMITTEE 
Brampton, November 19th, 196. 
Peel County Good Roads Committee met on the above date during 
the session of Peel County Council. 
Members present: Bulloch, Clark, Hooke, Innis, Kline. 
Members absent: Speck. 
Vice-Chairman R. C. Bulloch presided. 
A draft agreement prepared by the County Engineer between 
Mr. E. Collins and the County of Peel covering installation of an 
irrigation pipe at Huttonville was discussed. On motion the County 
Engineer was instructed to forward the draft agreement to the County 
Solicitor, 
Moved by R. d., LBHLS » Seconded by C., Clark; 


Resolved that the tenders received for the rental of two snow- 


plow-mounted trucks be accepted as follows: 
1. Malton Area - Bruell Paving 
Standby Time - $10.00 per day 
Plowing Time - $10.00 per hour 
2. Huttonville District and Chinguacousy Base Line - 
Armstrong Bros. Company Limited 
Standby Time - $10.00 per day 
Plowing Time - $ 8.50 per hour 
These being the low tenders received, subject to the approval 
of the Department of Highways. 
Carried. 
Moved by C. Clark, Seconded by R. J. Innis; 
Resolved that the tender received from Armstrong Bros. Company 
Limited of Brampton for Contract No. S2A-6h4, the construction of a 
storm sewer outlet, be accepted at unit prices totalling $17,255.00, 
this being the low tender received, subject to the approval of the 
Department of Highways. 
Carried. 
Moved by C. Clark seconded by D. Hooke; 
That all pipe lines and utilities on County roads be covered by 


an agreement between the interested parties, said agreements to be 


es 
referred to the County Solicitor before presentation to the Road 
Committee. 

Carried. 

On motion the County Engineer was instructed to call tenders 
for a 1965 model automobile with two 1962 Chevrolet cars to be 
traded in. 

On motion the Solicitor was authorized to try to settle the 
expropriation of property from Mr. and Mrs. J. F. Moffat at a price 
not exceeding $1,400.00. If settlement is not reached, the Ontario 
Municipal Board Hearing is to proceed. 

On motion it was agreed that the Committee would not meet with 
Mr, T. E., Allison of Caledon East as court action is pending. The 
County Solicitor was instructed to inform Mr. Allison of this decision. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, December 8th, 1964. 

Peel County Good Roads Committee met on the above date at 
L330 FM, 

Members present: Clark, Hooke, Innis, Kline, Speck. 

Members absent: Bulloch. 

Chairman R. W. Speck presided. 

Minutes of meetings held November 10th and November 19th, 196, 
were read and on motion adopted. 

Business arising out of the minutes: 

(a) The Solicitor reported re the easement from the Trustees of 
Branch 82 of the Royal Canadian Legion. 

Moved by C. Clark, seconded by R. J. Innis; 

Resolved that the Warden and Clerk be authorized to sign the 
revised agreement and plan for an easement taken by the County from 
The Canadian Legion in the Town of Port Credit for the purpose of 
installing a storm sewer outlet. 

Carried. 
(b) The Solicitor reported re an agreement between the County of 
Peel and Ef. Collins and A. Droogendyk. 

Moved by R. J. Innis, seconded by D. Hooke; 

Resolved that the Warden and Clerk be authorized to sign an 
agreement between the County and E. Collins and A. Droogendyk covering 
the installation of an irrigation pipe on the County road at 
Huttonville, (County Road No. 6) and that the applicants file with 
the Corporation an insurance policy as endorsement satisfactory to 
the Good Roads Committee. 

Carried. 
(c) The Solicitor reported re the request from Bowyer, Beatty, 
Bowyer & Greenslade to have Dominion Road in the Township of Caledon 
closed. This road closing was referred back to the Solicitor to 
complete the necessary road closing by-laws and deeds. 

Communications were received from the following, read and dealt 
with: 

Copy of a letter from the Township of Toronto to Mr. H. Petschar, 


Director of Planning, re regulation of signs and gasoline pumps on 


se 

or adjacent to County roads. Filed. 

Copy of a Letter from the Township of Toronto to the County Engineer 
re sidewalks - Airport Road. Referred to the County Engineer. 

Moved by D. Hooke, seconded by R. J. Innis; 

That accounts as presented totalling $198,162.43 and initialled 
by the Chairman be approved for payment.(Pay Sheets 116 - 129 inclusive) 

Carried. 

The Engineer reported that the following tenders will be opened 
at the December session of County Councils: 

(1) Mississauga Road 

(2) Sewer Pipe for (1) 

(3) Traffic Signals - Steeles and Dixie. 

(4) New Automobile. 

The Road Committee requested the County Solicitor to give a 
report in writing as to the authority of the Road Committee in dealing 
with road matters without referral to County Council. 

The Consulting Engineers presented a preliminary report on the 


County Road Needs Study. t the suggestion of the Committee, a change 


was made in the proposed future County road system in the Township 
of Caledon (5 Sideroad) to the boundary road between the Township 
of Caledon and the Township of Chinguacousy, East of No. 10 Highway. 
The Committee were in general agreement on the proposed road system, 
as amended, and the Consulting Engineers were instructed to continue 


further study. 


The following mileages were authorized re the above meeting: 


C. Clark $2.00 
D. Hooke rrr, 
R. J. Innis 3.60 
C. F. Kline Nil 
R. W. speck 3.20 
Committee fee transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, December 17th, 1964. 

Peel County Good Roads Committee met on the above date during 
the session of Peel County Council. 

Members present: Bulloch, Clark, Hooke, Innis, Kline, Speck. 

Chairman R. W. Speck presided. 

Moved by R. J. Innis, seconded by C. Clark; 

Resolved that the tender received from Bramall & CO., for 
Contract: 2A-64, the re-construction of Mississauga Road be accepted 
at unit prices totalling $225,836.50, this being the low tender received, 
subject to the approval of the Department of Highways. 

Carried. 

Moved by D. Hooke, Seconded by C. F. Kline; 

Resolved that the tender received from Concrete Pipe Ltd. and 
Fledco Concrete Pipe Ltd. for the supply of sewer pipe for Contract: 
2A-64 be accepted at unit prices totalling $14,090.49, these being 
the low tender received, subject to the approval of the Department 
of Highways, and also that these prices be submitted to the Minister 
of Justice in Ottawa. 

Carried. 

Moved by C. F. Kline, seconded by D. Hooke; 

Resolved that the tender received from A. R. King Co. Ltd. for 
the supply and installation of traffic Signals at Steeles Avenue and 
Dixie Road be accepted at a total price of $3,2hh.50. 

Carried. 

Moved by R. J. Innis, Seconded by C. Clark; 

Resolved that the tender received from Johnston Motors for the 
supply of one 1965 Meteor be accepted at a total price $4.32 .60, this 
being the low tender received, subject to the approval of the Department 
of Highways. 

Carried. 


There being no further business, the meeting adjourned. 
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ROAD COMMITTEE 
Brampton, January 7th, 1965, 

Peel County Good Roads Committee met on the above date at 
1330 P.M, 

Members present: Clark, Hooke, Innis, Kline, Speck. 

Members absent: Bulloch. 

Chairman R. W. Speck presided. 

Minutes of meetings held December 8th and December 17th, 1964, 
were read and on motion adopted. 

Business arising out of the minutes: 

The Solicitor reported that he did not have the report in writing 
as to the authority of the Road Committee in dealing with road matters 
without referral to County Council, but would have it for the next 
meeting of the Committee. 

Communications were received from the following, read and dealt 
‘with: 

Canadian Good Roads Association re annual membership. Deferred. 
Department of Highways re Minimum Wage Act and subsidy of road 
expenditures. Contents noted and filed. 

Lawrence, Lawrence, Stevenson & Webber enclosing Lease re Public 
School Board of the Township School Area of Albion of Part of Lot 11, 
Concession 3, from the County of Peel. The Clerk was instructed to 
prepare the necessary by~law authorizing the execution of the Lease 
for the next session of Council. 

Department of Highways Statement of Interim Subsidy Paid. Filed. 
Canadian Pacific Railway Company re snow removal at railway and 
public crossings. Contents noted and filed. 

Moved by C. Clark, Seconded by R. J. Innis; 

That accounts as presented totalling $214,763.28 and initialled 
by the Chairman be approved for payment. (Pay Sheets 130 = ihe 
inclusive. ) 

Carried. 

On motion it was agreed that the re-location of a watermain on 
Mississauga Road would be the responsibility of the County. 

The County Engineer reported that he had been appointed 


secretary~Treasurer of the Association of County Engineers of Ontario, 


— 

and requested permission to attend monthly meetings of the Association. 
he Chairman congratulated Mr. Knight on his appointment and on motion 
it was agreed that the necessary time off would be allowed. 

The Engineer reported that a Management Seminar for Engineers 
sponsored by the Ontario Good Roads Association would be held in April 
of 1965. On motion it was approved that the County Engineer apply to 
attend the Seminar. 

The question of promoting Mr. P. L. Easterbrook to Assistant 
County Engineer was deferred until Mr. Easterbrook has completed six 
months service with the County. 


The following mileages were authorized re the above meeting: 


C. Clark $2.00 
D. Hooke Bee 
R. J. Innis 3.60 
C. F. Kline Nil 

R. W. Speck S20 
Committee fee transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 20th, 1965. 


Feel County Good Roads Committee met on the above date during the 


Session of Peel County Council. 
Members were all present. 


R. W. Speck was elected Chairman of the Good Roads Committee for 
the year 1965. 


W. G. Shaw was elected Deputy-Chairman of the Good Roads Committee 
for the year 1965. 


Minutes of the meeting held January 7th, 1965, were read and on 


motion adopted. 

On motion it was agreed that the following memberships would be 
continued for the year 1965: 

(a) Canadian Good Roads Association 

(b) Ontario Good Roads Association. 

(c) Ontario Traffic Conference. 

Communications were received from the following, read and dealt 
with: 
Department of Highways approving agreement between the County and the 
Town of Port Credit for the construction of Mississauga Road. Filed. 
Department of Highways re Normal Expenditure By-law for the year 1965. 
Held till budget. 

Moved by W. G. Shaw, Seconded by J. J. Graham; 

That accounts as presented totalling $18,350.03 and initialled by 
the Chairman be approved for payment (Pay Sheet 143). 

Carried. 

On motion it was agreed to hold a special meeting on Tuesday, 

January 26th, 1965, at 9:30 A.M. 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, January 26th, 1965. 

Peel County Good Roads Committee met on the above date at 
9:30 A.M. 

Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 

Deputy~Chairman W. G. Shaw presided. 

As this was a special meeting, no minutes were read. 

The proposed maintenance budget for the year 1965 as prepared 
by the County Engineer was approved. 

Carry-over construction projects from the year 1964 as listed by 
the County Engineer were approved. 

The following proposed new construction for the year 1965 was 
approved, if necessary funds are available after the audit is completed: 

1. Mississauga Road - Highway #2 to Queen Elizabeth Way. 

2. Dixie Road Subway North of Highway #e. 

3. Steeles Avenue - Dixie Road to Airport Road. 

4, Airport Road = 15 Sideroad to Mono Mills. 

Overhead items not for subsidy as prepared by the County 
Engineer were approved. 

The proposed salary schedule for the Maintenance Section of the 
Road Department as prepared by the County Engineer was reviewed. 

On motion of R. W. Speck, the proposed Maintenance salary schedule 
was changed and the Engineer was instructed to prepare a new proposed 
schedule incorporating the changes made. 

On motion the Engineer was instructed to bring the proposed 
salary schedule for the Engineering and Construction Section of the 
Road Department in line with the recommended changes in the Maintenance 
section. 

The question of urban refunds to the five urban municipalities 
in the County was discussed. 

Moved by J. J. Graham, seconded by T. E. McCollum: 

Resolved that the engineer be instructed to prepare a priority 
list of Railway Grade Separations and to commence proceedings with the 


Board of Transport for at least two of these Separations. 


Carried. 


oO = 


The following mileages were authorized re the above meeting: 


C, Clark 

J. J. Graham 
R. Jd. Innis 

T. E. McCollum 
W. G. Shaw 


R. W. Speck 


errs, 


Committee Fee Transfer 100.00 


Therebeing no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTER 
Brampton, February 9th, 1965. 
Peel County Good Roads Committee met on the above date at 1:30 P.M. 
Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 
Deputy-Chairman W. G. Shaw presided. 
Minutes of meetings held January 20th and January 26th, 1965, were 
read and on motion adopted. 
Communications were received from the following,read and dealt 
withs 
Board of Transport Commissioners for Canada enclosing approved copy of 
Plan SD.4088.X re Canadian National Railway crossing on Steeles Avenue, 
Filed. 
Township of Toronto re railway crossings. The secretary was instructed 
to write to the Township pointing out that a grade separation priority 
list is being prepared by the Good Roads Committee. 
County of Grey resolution requesting additional subsidy on road machinery 
beyond 125 horsepower rating. Endorsed. 
Township of Caledon resolution requesting County Council to give priority 
to the County Road on the Fourth Line south of Belfountain. To be given 
further consideration. 
Township of Toronto Planning Board enclosing deed re Part Lot a 
Con. 3, E.H.S. Referred to the County Solicitor. 
Township of Toronto Planning Board enclosing deed re Part Lot ede 
Con. 1, S.D.S. Referred to the County Solicitor. 
Township of Toronto re 1* Reserves on Dixie Road, Registered Plan 726. 
Referred to the County Solicitor. 
Department of Highways re Transfer of Highway, Township of Toronto, 
Filed and County Clerk instructed to acknowledge receipt of same. 
Canadian National Railways re automatic crossing protection on the 
Canadian National Railway crossing on Steeles Avenue, 
Moved by R. W. Speck, Seconded by T. E. McCollum; 
gaan See that the Warden and Clerk be authorized to sign Plans 
sp-088z3 and SD-4088C prepared by the Canadian National Railways and 
showing the existing and revised signal protection on Steeles Avenue 
at Mileage 17.64 Brampton Subdivision. 


Carried. 


~ O x 
Moved by T. E. McCollum, Seconded by Innis; 


R. d. 
92! 7292 Fa af aes’ 
That accounts as presented totalling §664067,hi0 and initialled 


by the Chairman be approved for payment. (Pay Sheets 1 - 1] inclusive) 
Carried. 
The proposed salary schedules for the Maintenance Section of the 
Road Department, prepared by the County Engineer, incorporating changes 
recommended at the meeting held January 26th, 1965, were approved. 
The proposed salary schedules for the Engineering Section of the 
Road Department, prepared by the County Engineer, incorporating changes 
recommended at the meeting held January 26th, 1965, were approved. 
The proposed new construction projects for the year 1965, as 
prepared by the County Ingineer, were approved. 
Moved by T. E. McCollum, Seconded by R. J. imnis: 
That the road budget for the year 1965 be approved at $1,169,700.00 
(County Share), in accordance with the attached schedule, 
Carried, 
The Engineer read a letter from the Minister of Highways of the 


Province of Ontario re additives to salt. The Road Committee agreed 


that, if the proposed additives were to become standard practice in all 
municipalities in the Province, the County of Peel would participate. 

On motion the Engineer was instructed to inform the Supertest 
Petroleum Corporation, Limited, that the County of Peel would not object 
to the lifting of a one foot reserve on Dixie Road for the purpose of 
erecting a service station. 

On motion it was agreed that the Engineer be authorized to approve 
of a limited number of entrances on the new portion of the 5th Line. 

Moved by R. W. Speck, Seconded by C. Clark; 

Resolved that the Road Committee be delegates to the Ontario Good 
Roads Convention to be held in Toronto on February 23 and el., 1965, and 
that all members of Council be invited to attend with the necessary 
mileages paid by the County and tickets provided for the Annual Banquet 


by the County for those wishing to attend. 


Carried. 


= 3 = 


The following mileages were authorized re the above meeting: 


C. Clark $2.00 
J. J. Graham 2.00 
R. Jd. Innis 3.60 
T. BE. McCollum 2.80 
W. G. Shaw 2.00 
R. W. Speck a ee 
Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 
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secretary Chairman 
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ROAD COMMITTEE 
Brampton, March 9th, 1965. 
Peel County Good Roads Committee met on the above date at 
12:30 P.M. 
Members presents Clark, Graham, Innis, McCollum, Shaw. 
Members absent: opeck. 
Deputy-Chairman W. G. Shaw presided. 
Minutes of the meeting held February 9th, 1965, were read and on 
motion adopted. 
Communications were received from the following, read and dealt 
With 
Chinguacousy Country Club Limited re condition of Base Line Road between 
Chinguacousy and Caledon Townships from lst Line West to 3rd Line West 


of Hurontario Street. Filed. 


Lownship of Toronto enclosing two letters received re traffic conditions 


in the Cawthra Road = Service Road area. Referred to the County 


haogineer. 


Onterio Good Roads Association re attendance of the County Engineer at 
the Association's Management and Administration Seminar. Filed. 


Townsnip of Caledon resolution requesting County Council to give priority 


to the County road on the 4th Line south of Belfountain. Filed. 


Supertest Petroleum Corporation, Limited, re Part 1-foot Reserve, 


ee ft 
Southwest corner Bloor Street and Dixie Road, Plan 7726. Referred to 


the County Solicitor. 


Moved by T. E. McCollun, seconded by J. J. Graham; 
119 €84. 16 
t e AN : a e s 
That accounts as presented totalling $1285. wae. and initialled 


by the Chairman be approved for payment. (Pay Sheets $ a 12 - 22 
inclusive) 
Carried. 
Tenders were opened for the supply of gasoline and diesel fuel. 
Moved by J. J. Graham, Seeonded by T. BE. McCollum; 
Resolved that the tender of Ron Rider Fuels Limited for the supply 
of gasoline and diesel fuel at the following prices 
No. 2 Grade Gasoline 2h.4¢ per gallon 
Diesel Fuel 37.8¢ per gallon 
be accepted. Subject to the approval of the Department of Highways. 


Garr ed» 


« 2 om 
Tenders were opened for the supply of liquid calcium. 
Moved by R. J. Innis, seconded by T. #. McCollum; 


Resolved that the tender of Allied Chemical Canada Ltd. for the 
Opphccotirn) 
supply and #a7 liquid calcium_chloride at a unit price of $47.50 per 
[wocenptich. IL 90.77 


flake ton equivalent, Subject to the approval of the Department of 


Highways . 
Carried. 
Tenders for the supply of salt were opened. 


On motion it was agreed that new tenders for thesupply of salt 


would be called early in the Fell of 1965. 


m 


The Engineer reported that he had received a number of quotations 
for the supply of miscellaneous road building materials for the year 
1965. On motion the tenders were referred to the County Engineer to be 
opened and listed for presentation to County Council. 

On motion the Engineer was authorized to approve a subdivision 
plan from the Township of Caledon covering the northwest corner of 
No. 10 Highway and the Forks of the Credit Road, after the subdivider 
had agreed to dedicate a 30' Road Widening to the County. 

The Engineer reported that the Department of Transport had approved 
the installation of traffic signals at the 7th Line and Derry Road. 

On motion it was agreed that the Engineer would call tenders for the 
installation of the traffic signals as soon as the 1965 budget was 
approved. 

On motion the Engineer was authorized to attend the Ontario Good 
Roads Association Management and Administration Seminar. 

On motion the Engineer was instructed to write to the land 
purchaser for the Township of Toronto pointing out that the County 
would only permit limited access entrances on Southdown Road. 

The Engineer reported that he had received a request from 
DeHavilland Aircraft re road crossings at their plant. On motion this 
request was referred to the Engineer for a further report at the next 
meeting. 

Moved by J. J. Graham, Seconded by T. EH. McCollum; 

Resolved that Mr. P. L. Easterbrook, P. Eng., be appointed as 
Assistant County Engineer as of Wednesdey, March 10th, 1965, at an 
annual salary of $8,500.00 per annum. 


Carried. 


oe es 
Moved by T. E, McCollum, Seconded by Jd. J. Grahams; 


That the rebate for road purposes with regard to Port Credit be 


50% for the year 1965. 


The following mileages were authorized re the above meeting: 


C. Clark $2.00 
J. J. Graham 2.00 
R. J. Innis 3.60 
T. E. McCollum 2.80 
W. G,. Shaw 2 60 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 
ROAD COMMITTEE 
Brampton, March 18th, 1965. 

A special meeting of the Good Roads Committee was held on the 
above date prior to the session of County Council. 

Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 

Chairman R. W. Speck presided. 

As this was a special meeting, no minutes were read. 

New construction for the year 1965, with estimated costs, as 
prepared by the County Engineer, was approved. 

This approval required $1,034,638.05 County Levy for the year 
1965. (Mill Rate - 4.872) 


There being no further business, the meeting adjourned. 
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secretary. 


Chairman. L“ 


HHR:sm 


MINUTES 
ROAD COMMITTER 


Brampton, April lst, 1965, 
& special meeting of the Good Roads Committee was held on the 
above date following a special meeting of County Council. 
Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 
Chairman R. W. Speck presided. 
As this was a special meeting, no minutes were read 


@ 


The Consulting Engineers presented the second report on the 
County Roads Needs Study. 

On motion it was agreed that the Engineers prepare an interim 
report, including projected costs etc., to implement the proposed 
Needs Study 


Y, Said report to be presented to the Roads Committee as 


wo 


soon @s8 possible. 


A delegation from the Park Royal Community Association was 
present as well as Mr. Thatcher, District Engineer, Department 
of Highways. The Chairmen informed the delegation that the 
Province of Ontario had assumed the oth Line West, Township of 
Toronto as a Kings Highways, effective April lst, 1965. The 
condition of the road was discussed and the Road Committee 
requested Mr, Thatcher to review the condition or the road 
and report to the Chairman of the Road Committee after which 
a delegation would meet with the Minister of Highwajs and the 
Hon. Wim. G. Davis to see if re-~construction of the road could 


be speeded up. 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTER 
Brampton, April 6th, 1965. 
The Good Roads Committee met on the above date at 1:30 P.M. 
Members present: Clark, Graham, Innis, McCollum, Snaw, Speck. 
Chairman R. W. Speck presided. 
Minutes of meetings held Merch 9th, March 18th and April lst, 
1965, were read and on motion adopted. 


Communications were received from the following, read and dealt 


County Solicitor re One Foot Reserve and Supertest Petroleum Corporation 
Limited, The Clerk was instructed to prepare the necessary by-law 

for the next session of Council. 

Central Peel District High school Board re condition of a section of 

34. Sideroad between the First and Third Lines west of Hurontario Street. 
The Clerk was instructed to answer the letter pointing out that the 
road in question is not a County Road and to also point out that the 
Good Roads Committee will be recommending to the 1966 County Council 
that a new bridge be constructed by the County on this road, and the 
bridge will be designed in such a manner to improve the railroad 
crossing. 

Township of Toronto requesting a study of traffic conditions in the 
Cawthra Road - Service Road area. Referred to the County Engineer. 
Ontario Good Roads Association re 1965 School for Road Superintendents. 
Referred to the County Engineer. 

County Solicitor re LaRose vs. County of Peel. Referred to the County 
Solicitor to negotiate settlement. 

Department of Highways re Transfer of Highway, Township of Albion. 
Filed and the Clerk was instructed to acknowledge receipt of same. 
Board of Transport Commissioners for Canada enclosing Board Order re 
Canadian National Railways Siding Track on Steeles Avenue. Referred to 
the County Engineer. 

Ontario Federation of Agriculture re expropriation procedure in the 
County of Peel. Referred to the County Engineer to draft a reply, said 


reply to be presented to the Road Committee prior to mailing. 


i. a 
Department of Highways approval of By-Law 182h., a By-law to increase 
the salary of the County Engineer. Filed. 


Department of Transport for Canada enclosing Agreement dated February 


15th, 1965, to transfer certain Airport land to the Corporation for 
Highway widening purposes. Filed. 


Moved by W. G. Shaw, Seconded by R. J. Innis; 


That accounts as presented totalling $92,980.09 and initialled 
by the Chairman be approved for payment. (Pay Sheets 23-33 inclusive) 
Carried. 
The following tenders were opened: 
(1) Maintenance Gravel 
(2) Grader and Truck Tires 


(3) Truck 


On motion the tenders were referred to the Engineer for checking 
and for a report during the next session of Council. 


Moved by W. G. Shaw, seconded by R. J. Innis; 


Resolved that the Department of Highways Ontario be requested to 


approve the following transfers. 


Within the approved limites of 1964 Normal By-law No. 1778, 


$8,700.00 from Road Construction to Road Maintenance. 


Carried. 


Moved by T. EH. McCollun, seconded by R. J. Innis; 


Resolved that the Department of Highways be requested to 
contribute an amount of $9,150.00 being 75% of estimated resurfacing 
costs, towards the reconstruction of Mississauga Road between King's 
Highway No. 2 and the Queen Elizabeth Way. 

Carried. 

On motion the Engineer was instructed to call tenders for 

traffic signals at Steeles Avenue and Kennedy Road. 


Moved by J. J. Graham, seconded by T. E. McCollum; 


That the Department of Transport be requested to grant formal 
approval of the installation of traffic lignts at Britannia Road and 
Queen Street in Streetsville, and that upon obtaining said approval, 
that the Engineer be authorized to call for tenders for the installation 


of same forthwith. 


Carried. 


ma 

‘A proposed By=law to change speed limits on certain County Roads 
was presented. On motion the Clerk was instructed to prepare the 
necessary By-law for the next session of Council. 

On motion the Engineer was authorized to use the Council Chambers 
for a meeting of the County Engineers Association on May 4th, 1965. 

On motion the County Engineer was authorized to attend the Ontario 
Traffic Conference in Kitchener. 


The following mileages were authorized re the above meeting: 


C, Clark $2.00 
J, J. Graham 2.00 
R. J. Innis 3.60 
T. &, McCollum 2.80 
W.G. Shaw 2 0 
R. W. Speck Seu 
Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 
Brampton, April 15th, 1965. 
The Good Roads Committee met on the above date during the session 


of Peel County Council. 
Members were all present. 
Moved by J. J. Graham, Seconded by W. G. Shaws 


Resolved that the tender for the supply of Maintenance Gravel be 


accepted as follows: 
Area No. 1 - Armstrong Bros. Co. Ltd., = 3,000 Tons @ $1.36 / Ton 


$ 4,080.00 


§ 


Area No. 2 ~ Armstrong Bros. Co. Ltd., = 2,000 Tons @ $1.15 / Ton 
- $ 2,300.00 
Area No. 3 - Armstrong Bros. Co. Ltd., - 7,000 Tons @ $1.39 / Ton 
- $ 9,730.00 
This being the lowest tender received, subject to the approval of 
the Department of Highways. 
Carried. 
Moved by J. J. Graham, Seconded by R. Jd. Innis; 
Resolved that the tender received for the supply of Truck and 
Grader Tires be accepted as per tender submitted by Thompson Tire, 
at a total price of $1,293.76. This being the lowest tender received, 
subject to the approval of the Department of Highways. 
Carried. 
Moved by J. J. Graham, Seconded by R. J. Innis; 
Resolved that the tender received for the supply of one 3/4 Ton 
Pickup Truck be accepted as per tender submitted by Eric Matson Motors 
Ltd., at a total price of $1,809.98. ‘This being the lowest tender 


received, subject to the approval of the Department of Highways . 


Carried. 


Chairman 


MINUTES 
GOOD ROADS COMMITTEE 
Brampton, May llth, 1965. 

The Good Roads Committee met on the above date at 1:30 P.M. 

Members present: Clark, Graham, Innis, Shaw, Speck. 

Members absent: McCollum. 

Chairman R. W. Speck presided. 

Minutes of meetings held April 6th and April 15th, 1965, were 
read and on motion adopted. 

Communications were received from the following, read and dealt 
with ¢ 
Department of Highways re final subsidy payment for 1964. Filed. 
Department of Highways Audit Report for the year 1964. Filed. 
Department of Highways re assumption of Highway, Township of Toronto. 
Filed and the Clerk instructed to acknowledge receipt of same. 
Township of Toronto re placing hydro lines underground on Mississauga 
Road. Filed. 
Township of Toronto Committee of Adjustment re applications requesting 
consent at Hearing, May 20th, 1965. The Clerk instructed to acknowledge 
and to register no objection. 
The DeHavilland Aircraft of Canada, Limited, re proposed crossing of 
Airport Road at DeHavilland Malton Plant. Approved if proposed crossing 
not used between the hours of 7 and 9 A.M. and 4 and 6 P.M. By-law to 
be prepared for presentation to Council at the next session. 
Metropolitan Toronto and Region Conservation Authority enclosing Deed 
re Part of Wh of Lot 37, Concession I, Township of Albion. Referred to 
the County Solicitor. 
Ontario Good Roads Association acknowledging receipt of resolution 
passed by Grey County and endorsed by Peel County. Received. 
Township of Toronto By-law renaming Trafalgar Town Line to Winston 
Churchill Boulevard. The Clerk instructed to write a letter to each 
of the municipalities abutting on the boundary line between the County 
of Halton and the County of Peel requesting that they pass by-laws 
naming the boundary road Winston Churchill Boulevard. 
County Solicitor requesting use of Council Chambers re expropriation = 
J. Bruce O'Brien. 


Approved and Clerk instructed to request the Solicitor 


to hold future hearings in the County Court House. 


ms te 

Canadian National Railways re widening of the 6th Line north of Malton 
to incorporate a left turn lane to a proposed industrial site. Action 
deferred until such time as the road in question is widened, at which 
time the industry would be asked to participate in the construction 
costs. 

Moved by W. G. Shaw, Seconded by R. J. Innis; 

That accounts as presented totalling $104,594.94 and initialled 
by the Chairman be approved for payment. (Pay Sheets 34 - 47 inclusive) 

Carried. 

The Consulting Engineers presented an Interim Report of the 
County Needs Study. 

Moved by R. J. Innis, Seconded by C. Clark; 

That the classification of the Roads Needs Study as presented by 
the Engineers be accepted and recommended to the Road Committee and 
County Council. 

Carried. 

Moved by J. J. Graham, © Seconded by W. G. Shaw; 

That this Committee recommend to Council at some date in the future 
that the County undertake a five year program based upon the County Needs 
Study to take over an additional 18 miles of County Roads per year for 
five years, said program to be financed by increasing the County Road 
mill rate one mill per year for five years, and that the Consulting 
Engineers be requested to determine and submit to this Committee in the 
future a priority system of the roads to be assumed plus some estimate 
of costs in regards to such assumption. 

Carried. 

The following tenders were opened: 

(1) Traffic Signals. 

(2) Surface Treating. 

(3) Grader. 

Moved by W. G. Shaw, Seconded by R. J. Innis; 

Resolved that the tender received for the installation of traffic 
signals at (a) Derry Road and the Seventh Line East and (b) Steeles 
Avenue and Kennedy Road at a net price of $3,686.19 be accepted as per 
tender submitted by A. R. King Co. Ltd. ‘This being the lowest tender 


received. 


Carried. 


-3- 

Moved by C. Clark, Seconded by Jd. Jd. Graham; 

Resolved that the tender received for Contract: Bituminous 
Materials - 65, the supply and application of bituminous materials, 
be accepted as per tender submitted by Armstrong Bros. Company Limited 
at unit prices totalling $87,520.00. This being the lowest tender 
received, subject to the approval of the Department of Highways. 

Carried. 

Moved by W. G. Shaw, Seconded by C. Clark; 

Resolved that the tender received for the supply of one motor 
grader complete with snowplowing equipment at a net price of 
$15,347.00 be accepted as per tender submitted by the Dominion Road 
Machinery Sales Co. Limited. This being the lowest tender received, 
subject to the approval of the Department of Highways. 

Carried. 

The question of the Canadian National Railways Siding Track on 
Steeles Avenue, referred to the County Engineer for a report at the 
last meeting, was considered. On motion the Clerk was instructed to 
acknowledge receipt of the communication. 

Consideration of the yearly Road Inspection was deferred until the 
next meeting. 

Moved by C. Clark, Seconded by R. J. Innis; 

Resolved that Mr. R. W. Knight be allowed to defer one week of 
his 1964 vacation until after May 31, 1965, provided that this week 
be taken at a different time than the two weeks for the 1965 vacation. 

Carried. 

Moved by J. J. Graham, Seconded by C. Clark; 

That truck rentals be raised to a rate of $4.75 per hour for the 
year 1965, and that it be recommended to the Roads Committee for 1966 
that a system of tendering be established for truck rentals in the 
future, increases to start on May 29th, 1965. 

Carried. 

On motion the Engineer was instructed to erect signs at Meadowvale 
as requested by Miss Castle. 

The Engineer reported that the study of traffic conditions in the 


Cawthra Road - Service Road area has been submitted to the Department 


of Transport. 


~h. 

Moved by R. J. Innis, Seconded by J. J. Graham; 

That the Treasurer be authorized to cancel cheque 1331, in the 
amount of $290.50, payable to 

Laurina V. Jackson, Ida A. Jackson, 
Olive M. Jackson, Edna Jackson, 
Cornelia E, Jackson 
and issue a new cheque in the same amount payable to Elmer B. Jackson 
and Cordilia Edna Jackson. 
Carried. 

On motion it was ageeed that the following procedure be 
established in connection with payment for land purchases for road 
widening purposes: 

(a) Signed Agreements with property owners to be submitted by the 

Land Appraiser and Purchaser to the Road Committee for 

approval : 

(1) If approved by the Committee, names and amounts approved 
to be listed in the Committee minutes. 

(b) Signed Agreements then to be turned over to the Clerk to be 

forwarded to the County Solicitor for searching. 

(c) After searches are completed, signed Agreements along with 

Solicitor's instructions re payments to be returned to Clerk. 

(d) Signed Agreements with Solicitor's instructions to be listed 

by the Clerk's office for the next regular Committee meeting. 

(e) Cheques for payment of purchases, after processing, to be sent 

to the Solicitor for forwarding to vendor. 


The following mileages were authorized re the above meeting: 


CG. Clark — $2.00 
J. J. Graham 2.00 
R. Jd. Innis 3.60 
W. G. Shaw 2.00 
R. W. Speck 3.20 


Committee Fee Transfer~100.00 


There being no further business, the meeting adjourned. 


secretary Chairman 
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MINUTES 
GOOD ROADS COMMITTEE 
Brampton, June 8th, 1965. 

The Good Roads Committee met on the above date at 13:30 P.M. 

Members present: Clark, Graham, Shaw, Speck. 

Members absent: Innis, McCollum. 

Deputy-Chairman W. G. Shaw presided. 

Minutes of the meeting held May 11th, 1965, were read and on 
motion adopted. 

Communications were received from the following, read and dealt 
with: 
Page & Steele, Architects, re Bell Telephone Company No. 5 Crossbar 
Building, Southdown Road, Clarkson. Referred to the Engineer for reply. 
Metropolitan Toronto and Region Transportation Study. Referred to the 
Engineer for perusal. 
Board of Trustees, Police Village of Malton, requesting installation 
of advanced green lights at the Four Corners in Malton. Referred to 
the Engineer for a report. 
Department of Highways approval of Road Expenditure By-law Number 1833 
in the amount of $1,354,100.00. Filed. 
Resolution from County Council re dangerous areas in the County. 
Received. 
Department of Highways notice of payment of interim subsidy in the 
amount of $198,450.00. Filed. 
Township of Toronto re weed control of road sides. Acknowledged and 
filed. 
Township of Toronto Committee of Adjustment re land separation. 
Referred to the Engineer for a report to cover all municipalities 
taking into consideration the County Road Needs Study. 
Township of Toronto By-law renaming the Third Line West, "Creditview 
Road", The Clerk was instructed to request the municipalities of 
Streetsville, Caledon and Chinguacousy to rename the Third Line west 
"Creditview Road". 

Moved by C. Clark, Seconded by J. Jd. Graham; 

That accounts as presented totalling $111,827.79 and initialled by 
the Chairman be approved for payment. (Pay Sheets 48 to 56 inclusive.) 


Carried. 


cn: DO ms 

The following tenders were opened: 

(1) ‘Traffic Signals - Queen and Britannia. 

(2) Contract 15K-65 - Steeles Avenue from Dixie 

Road to Airport Padé, 

Moved by C. Clark, Seconded by J. J. Grahams; 

Resolved that the tender received for the installation of traffic 
Signals at the intersection of Queen Street and Britannia Road in 
Streetsville be accepted at a net price of $1,662.00 as per tender 
submitted by J. A. Watt and Company Limited. This being the Lowest 
tender received. 

Carried. 

Moved by J. J. Graham, Seconded by C. Clark; 

Resolved that the tender received for Contract 15K-65, grading 
and granular base on Steeles Avenue from Dixie Road to Airport Road 
be accepted as per tender submitted by Peel Construction Company 
Limited at unit prices totalling $157,228.60. This being the lowest 
tender received, subject to the approval of the Department of Highways. 

Carried. 

Notice of Public Hearings from Committees of Adjustment of the 
various municipalities were discussed. On motion it was agreed that the 
Kngineer be authorized to reply on behalf of the County as to their 
approval or objection, and further that contentious hearings only be 
referred to the Road Committee. 

On motion it was agreed that the Road Committee would meet at 
9330 A.M. prior to the next meeting of Council to open tenders for 
traffic signals on Cawthra Road and Queen Elizabeth Way Service Roads. 

The Engineer reported on the condition of County Road No. 9 + High- 
way No. 10 to Third Line West,in connection with the use of the road 
by contractor re constructing No. 10 Highway. The Engineer was 
instructed to write a letter to the Department of Highways re the 
condition of the road. 

The Engineer reported that Contract 15K=65 would cost less than 
the budget allotment. On motion the Engineer was instructed to prepare 
a report for the next meeting as to other construction jobs that might 


be included in the 1965 program. 


a B= 

On motion it was agreed that the annual road inspection would 
take place on July 7th, 1965, leaving the County Buildings by bus at 
9330 A.M. lunch to be arranged at the Chinguacousy Country Club. 

On motion it was agreed that a special meeting of the Road Committee 
would be held on Thursday, June 24th, at 10:00 A.M. to finalize the 
County Road Needs Study to be presented to a special meeting of County 
Council to be held following the special Road Committee meeting. 


The following mileages were authorized re the above meeting; 


C. Clark $2 .00 
J. J. Graham 2-00 
W. G. Shaw 2.00 
R. W. Speck 3220 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned . 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, June 17th, 1965. 


The Good Roads Committee met on the above prior to the session 
of County Council. 

Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 

Deputy=Chairman W. G. Shaw presided. 

The following tenders were opened: 

(1) Traffic Signals at Queen Street and Britannia Road in the 

Town of Streetsville. 

(2) Traffic Signals at the intersections of Cawthra Road and 

the Queen Elizabeth Way Service Roads. 

Moved by T. E. McCollum, Seconded by C. Clarks 

Resolved that the tender received for the installation of traffic 
Signals at the intersection of Queen Street and Britannia Road in 
Streetsville be accepted at a net price of $2,394.72 as per tender 
Submitted by A. R. King Company Ltd. This being the second lowest 
tender received. 

Carried. 

The reason for accepting the second lowest tender was that J. A. 
Watt and Company Limited notified the County that an error had been made 
in their tender after the tenders had been opened. 

Moved by T. E. McCollum, Seconded by R. Jd. Innis ; 

Resolved that the tender received for the installation of traffic 
Signals at the intersections of Cawthra Road and The Queen Elizabeth 
Way Service Roads be accepted at a net price of $5,171.64 as per tender 
submitted by J. A. Watt and Company Limited. This being the lowest 
tender received. 

Carried. 


There being/no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, July 6th, 1965. 


fhe Good Roads Committee met on the above date at 1:30 P.M. 

Members present: Innis, McCollum, Shaw, Speck. 

Members absent: Clark, Graham. 

Chairman R. W. Speck presided. 

Minutes of meetings held June 8th and June 17th, 1965, were read 
and on motion adopted. 

Communications were received from the following, read and dealt 
withs 
County Solicitor re land dedication, Metropolitan Toronto and Region 
Conservation Authority. Filed. 
Cheques in the amount of $629.67, made payable to John Francis Moffatt 
and Edna Agnes Moffatt were returned to the County Treasurer on June 
29th, 1965. 

Moved by R. J. Innis, Seconded by T. E. McCollum; 

Resolved that $629.67, awarded by the Ontario Municipal Board, 
be paid into court with respect to the Moffatt expropriation. 

Carried. 

Village of Caledon East re flooding conditions. Referred to the 
Engineer for a report. 
Department of Transport approval of By-law 1834. Filed and certified 
copies to be forwarded to local municipalities involved. 
County of Wellington re Winston Churchill Boulevard. Acknowledged and 
filed. | 
Town of Oakville re Winston Churchill Boulevard. Filed. 
Township of Toronto re-naming of Mississauga Road West. Filed. 
Board of Transport Commissioners for Canada re Board Order No. 117718. 
Filed. 
Canadian National Railways re installation of automatic Signal protection 
at the crossing of the railway and Town Line (Steeles Avenue). Warden 
and Clerk authorized to sign. 
Minister of Highways re giving farmers permission to harvest hay on 


County Roads. 


Moved by W. G. Shaw, Seconded by R. J. Innis; 

Resolved that the County of Peel allow farmers to salvage any 
available fodder material from the County Road allowances for 1965, 
as per request from the Minister of Highways. 

Carried. 

Moved by T. E. McCollun, Seconded by R. J. Innis; 

That accounts as presented totalling $205,262.69 and initialled 
by the Warden be approved for payment. (Pay Sheets 57 to 68 inclusive) 

Carried. 

Tenders were opened for Contract 7G-65. 

Moved by W. G. Shaw, Seconded by T. E. McCollum; 

Resolved that the tender received from Armstrong Bros. Co. Ltd. 
for Contract No: 7G-65, grading and granular base on Airport Road be 
accepted at unit prices totalling $102,989.50, this being the low 
tender received , subject to the approval of the Department of Highways. 

| Carried. 

The proposed review of the 1965 Budget was deferred until after 
Road Inspection. 

The i ah land purchase was approved by the Committee to be 
forwarded to the Solicitor for searching: 

Ferndale Park $125.00 

The following land purchases were discussed: 

(a) MeCiure -~ re fence - Proposal for next Committee meeting. 

(b) Stainton - Deferred until Council meeting. 

(c) Shaw - request Ontario Municipal Board appointment. 

(d) White - deferred until next Committee meeting. 

Moved by W. G. Shaw, Seconded by R. J. Innis; 

The Road Committee recommends the County Road Needs Study be 
adopted, assuming approximately 19 miles of roads per year for five 
years with a construction program designed on the basis of $19,000,000.00 
financing (County share) over a period of ten years. We request the 
Finance Committee to recommend the method of financing to the County 
Council before the end of 1965. We also recommend a by-law be prepared 
for County Council in 1965, assuming approximately 19 miles of road on 
January lst, 1966. 


Carried. 
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The following mileages were authorized re the above meeting: 


R. J. Innis $3.60 
T. E, McCollum 2.80 
W. G. Shaw 2.00 
R. W. Speck 3.20 
Committee Fee Transfer 60 .00 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTER 
Brampton, August 10th, 1965. 

The Good Roads Committee met on the above date at 1:30 P.M. 

Members present: Clark, Graham, Innis, McCollum, Shaw. 

Members absent: Speck. 

Deputy~Chairman W. G. Shaw presided. 

Minutes of the meeting held July 6th, 1965 were read and on 
motion adopted. 

Communications were received from the following, read and dealt 
with ¢ 
G. S. Shipp and Son Limited re Dixie Road and Bloor Street Intersection. 
Deferred until new road is constructed. 

Township of Toronto re pavement cuts ~ Hassall Subdivision. Filed. 

Moved by T. E. McCollun, Seconded by J. J. Graham; 

That accounts as presented totalling $201,902.95 and initialled 
by the Warden be approved for payment. (Pay Sheets 69 to 79 inclusive.) 

Carried. 

Moved by C. Clark, Seconded by T. E., McCollum; 

That the question of initialling all road accounts prior to 
payment by the County Treasurer be referred to the Finance Committee 
for consideration. 

Carried. 

On motion the Engineer’s report re flooding conditions at 
Caledon East was approved and the Engineer was instructed to proceed 
with his recommendations. (Copy attached) 

On motion the Engineer's report re traffic study at Malton was 
approved and the Engineer was instructed to proceed with his recommend- 
tions. (Copy attached) 

A letter was received from the Chief of Police, Township of Toronto 
recommending that the Department of Highways be requested to complete the 
other legs of the cloverleaf at the intersection of Dixie Road and 
Highway 401. 

A request was received from the Malton Golf Club to lay a water 
main on Airport Road. On motion the request was refused. 


Moved by Jd. J. Graham, Seconded by C. Clark; 


« 2 

Resolved that the Warden and Clerk be authorized to Sign the 
expropriation plan being parts of Lots 19 to 25 inclusive, Registered 
Plan A~20, parts of Lots 47 to 49 inclusive, Registered Plan H=23 and 
part of Lot 5, Concession 2 South of Dundas Street, Township of Toronto. 

Carried. 

On motion the County Solicitor was requested to prepare the 
necessary expropriation by-law for the next session of Council. 

The Engineer reported that $26,000.00 of County funds was 
available for extra maintenance and construction projects above the 
original budget approved in March, 

On motion it was agreed that the following projects would be 


proceeded with in the order listed: 


Britannia Road at Joymar $4,000.00 $ 2,000.00 
Steeles Avenue and 4th Line West $ 6,000.00 $ 3,000.00 
Jog Elimination - Tullamore $26,000.00 $13,000.00 
Copeland's Arch $23,000.00 $ 5,000.00 


Installation of 36" Culvert 
Belfountain Road between 
5th and 6th Lines West $ 8,000.00 $ 2,000.00 


Total $25,000.00 
On motion the Clerk was instructed to prepare necessary 
by-laws in connection with part of the oth line west assumed by 
the Department of Highways for the next session of Council. 
The following land purchases were approved by the Committee 


to be forwarded to the Solicitor for searching: 


Mrs. Pearl Gibb $16,400.00 
Gerald C, & Alice M, Irvine $12 , 500.00 
Frank J, & Teresa Brolly $14,500.00 
Katarzyna Florek $13 , 500.00 
R.L.C, & John M. McClure $ 766.00 


The following mileages were authorized re the above meeting 3 


C. .Clark $2 .00 
J. J. Graham 2.00 
R. J. Innis 3.60 
I. E, McCollum 2.80 


W. G. Shaw 2.00 


oS ws 
Committee Fee Transfer 80.00 


There being no further business the meeting adjourned. 
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HHR: jx 


MINUTES 
GOOD ROADS COMMITTEE 


Brampton, September 8th, 1965. 


The Good Roads Committee met on the above date at 9:00 A.M. 

Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 

Chairman R. W. Speck presided. 

Minutes of the meeting held August 10th, 1965, were read and on 
motion adopted. 

Communications were received from the following, read and dealt 
with: 
McLaughlin, May, Soward, Morden & Bales re Mrs. Rita Lindsey Dedication 
of ten foot strip ~ Part East Half Lot 8, Third Concession. Filed. 
Township of Caledon resolution re County Road No. 10. ‘The Secretary 
was instructed to acknowledge receipt of the resolution and point out 
that Road No. 10 had been signed with a lower speed limit, and that 
consideration will be given to centre striping. 
Town of Streetsville re the renaming of the Third Line West to 
Creditview Road. Filed. 
Minister of Highways re training program for Municipal Employees. 
Referred to the Engineer. 
G, S. Shipp and Son Limited re Dixie Road and Bloor Street Intersection. 
Acknowledged and filed. 
Department of Transport re Toronto International Airport, Malton, 
Ontario - Land to be conveyed for Road Improvement. Filed. 
The Solicitor re LaRose versus the Corporation of the County of Peel, 
the Corporation of the Township of Toronto and the Board of Trustees of 
the Police Village of Malton. Filed. 
Belfountain~Rockside Women's Institute re Township of Caledon resolution 
requesting a safety diamond at the intersection of the main roads in 
Belfountain. The Secretary was instructed to acknowledge the letter and 
point out that the island is now in the process of being built and that 
the planting of flowers should be held off until 1966. 
County Council re method of approving accounts for payment. Filed. 
Department of Highways re assumption of Highway, Township of Toronto. 
Filed, and the Secretary instructed to acknowledge receipt of same. 
Department of Highways re assumption of Highway, Township of Toronto. 


Filed, and the Secretary instructed to acknowledge receipt of same. 


un ns 


Township of Toronto re weed control on County Roads. Approved and 
referred to the Engineer. 

Moved by R. J. Innis, Seconded by W. G. Shaw; 

That accounts as presented totalling $273,265.91 and initialled 
by the Chairman be approved for payment. (Pay Sheets 80-90 inclusive.) 

Carried. 

A delegation representing rate payers on 27 Sideroad between 
Victoria and the Halton County Town Line was present and presented a 
petition requesting the County to pave the said Sideroad. The Engineer 
was instructed to keep the road in question in a reasonable state of 
repair for the balance of this year, with the cost being charged to the 
Department of Highways. 

The question of flasher lights at the 27 Sideroad and Victoria 
intersection with No. 10 Highway was referred to the Engineer for 
consideration. 

Mr. J. M. Beatty, Solicitor, was present with Mr. R. D. Stainton 
in connection with property expropriated at the intersection of Derry 
Road and Airport Road. The Committee instructed the County Solicitor 
to give his opinion in writing as to whether or not the Court might 
rule that the County must purchase all the property. The Committee 
instructed the Land Appraiser to value the excess property for a 
meeting of the Committee to be held during Council session. 

Mr. A. A. Speer of the Department of Transport was present in 
connection with a Britannia Road bridge adjacent to Toronto International 
Airport. Mr. Speer requested that the County give consideration to re- 
building the bridge. On motion, Mr. Speer's proposal was agreed with in 
principle, to be recommended to the 1966 Council, and that the Engineer 
be authorized to start preliminary engineering. 

A letter was received from the Department of Highways stating that 
they were carrying out an investigation in connection with the completion 
of the County legs of the cloverleaf at the intersection of Dixie Road 
and Highway 4.01. 

A letter was received from the Department of Transport in con- 
nection with advanced green signals at the four corners in Malton. 


Action on this letter was deferred for one month. 
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The request of the Malton Golf Club to lay a watermain along a 
County Road was discussed. On motion the request was approved and the 
Solicitor was instructed to prepare the necessary agreement. 

The question of the best method of dealing with local municipal 
applications to the Ontario Municipal Board for approval of land use 
by-laws and notices from Committees of Adjustment, was discussed. 

On motion it was agreed that, subject to approval of the Planning and 
Development Committee and Council, such notices would be dealt with by 
the Clerk and Engineer without referring to Committees or Council unless 
such applications or notices affect County Roads. 

A letter was read from the Township of Chinguacousy requesting 
payment of the cost of moving a force sanitary sewer main on Steeles 
Avenue due to re-construction. On motion the request was referred to a 
Committee meeting to be held during Council session, and further that 
the Engineer for the Township of Chinguacousy be requested to attend 
the meeting. 

The question of the entrance to a Mr. Muir's property on 
Mississauga Road was discussed. The Solicitor was instructed to give 
his opinion in writing as to any liability the County might have in this 
connection, and further, that the Department of Highways be consulted 
before any decision is made. 


The following mileages were authorized re the above meeting: 


C. Clark 2.00 
J. J. Graham ae te 
R. J. Innis 3.60 
T. &. McCollum 2.80 
W. G. Shaw 2.00 
R. W. Speck 3.20 


Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 
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secretary Chairman 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, September 21st, 1965. 


The Good Roads Committee met on the above date during the session 
of County Council. 

Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 

Chairman R. W. Speck presided. 

Settlement for the Stainton Property was discussed and the 
Solicitor was authorized to offer from $29,000.00 up to $30,000.00 
for the complete property. 

The question of the entrance to Mr. Muir's property on 
Mississauga Road was discussed and the Solicitor was instructed to 
offer Mr. Muir $1,500.00 in full settlement to cover requested changes 
at his entrance. 

K. C. Comyns, P. Eng., of the Township of Chinguacousy, was 
present and the installation of a force main on Steeles Avenue was 
discussed. On motion, it was agreed that the cost of relocating the 
force main would be refunded to the Township in 1966. ($45,885.00) 

The following land purchases were approved by the Committee to. 
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be forwarded to the Solicitor for searching 3 


Emily and Delbert Black $ 23,100.00 
Kenneth and Eileen Burns L'7 5,500.00 
John and Josepa Marciniak 3,700.00 
Michael J. and Marjorie A. Smith 20,000.00 
Theodorus C. and Maria J. Van Wetten 17,500.00 


There being no further business, the meeting adjourned. 


Chairman 


— 


Secretary 
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MINUTES 


GOOD ROADS COMMITTEE 
Brampton, October 12th, 1965. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Graham, McCollum, Shaw. 

Members absent: Innis, Speck. 

Deputy-Chairman W. G. Shaw presided. 

Minutes of meetings held September 8th and September 21st, 1965, 
were read and on motion adopted. 

Communications were received from the following, read and dealt 
With $ 
Malton Golf & Country Club stating that it was not necessary to obtain an 
agreement with the Ontario Water Resources Commission. Filed. 
County of Huron resolution requesting that the Minister of Highways 
review the Department requirements and forms for Annual Returns from 
municipalities and revise them so that they might provide more useful 
information to the municipality and at the same time fulfill the require~« 
ments of the Minister. Endorsed. 
Department of Highways, Right-of-Way Division, re expropriation of Part 
Lot 14, Concession 1, E.H.S., Township of Toronto, Highway No. 10, 
Plan P-1659-69, Parts 6 and 7. Filed. 
Board of Transport Commissioners for Canada re sight lines at the crossing 
of the Canadian National Railway and County Road No. 7 (Caledon East). 
Recommendation approved. 
Township of Toronto re proposed bridge, Britannia Road east of Fourth 
Line. Referred to the Engineer. 
Metropolitan Toronto and Region Transportation Study re Commuter Rail 
Service. Filed. 
Department of Transport approval of By-law 1851 re part of the 5th Line 
West in the Township of Toronto. Filed and the Secretary instructed to 
forward copies of the By-law to the Township of Toronto. 
Canadian Good Roads Association re Fifth World Highway Congress, London, 


England, September 18th to 24th, 1966. Referred to the 1966 Committee. 


Moved by C. Clark, Seconded by T. E. McCollum; 

That accounts as presented totalling $183,420.33 and initiallea 
by the Chairman be approved for payment. (Pay Sheets 91 to 101 inclusive) 

Carried. 

The following tenders were opened: 

(1) Copeland's Arch. 

(2) Supply of Salt. 

(3) Supply of Sand. 

(4) Hired Trucks for Winter Sanding. 

Moved by T. E. McCollum, Seconded by J. J. Graham; 

Resolved that the tender received from MacDonald & Sykes Ltd. 
for Contract No. C6H-~65, the construction of a culvert on County Road 
No. 6, be accepted at unit prices totalling $25,233.00, this being the 
low tender received, subject to the approval of the Department of 
Highways. 

Carried. 

Moved by C. Clark, Seconded by T. E. McCollum; 

Resolved that the tender for the Supply of winter salt be accepted 
as per tenders submitted by Domtar Chemicals Limited, Sifto Salt Division 
and Canadian Salt Company, as follows: 

Yard No. 2 ~ Course in Bags Course in Bulk Fine in Bulk 
$17.002 per ton $11.852 per ton $10.407 per ton 

Yard No. 3 = Course in Bags Course in Bulk Fine in Bulk 
$17.002 per ton $11.852 per ton $10.407 per ton 

Depot - Course in Bags Course in Bulk Fine in Bulk 
$16.152 per ton $11.002 per ton $9.457 per ton 

Subject to the approval of the Department of Highways. 

Carried. 

Moved by T. E. McCollum, Seconded by J. J. Graham; 

Resolved that the tender for the supply of winter sand be accepted 
as per tenders submitted as follows: 

Yard No. 2 = (4,000 tons required) 
Armstrong Bros. Company Limited, 4,000 tons @ $1.68 - $6,720.00 
Yard No. 3 = (5,000 tons required) 


Mr. James Dick ~ 5,000 tons @ $ .96 = $4,800.00 
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Subject to the approval of the Department of Highways. 
Carried. 

The awarding of the contract for hired trucks for winter sanding 
was referred to a special meeting of the Road Committee, to be held prior 
to the meeting of Council. 

Moved by J. J. Graham, Seconded by T. E. McCollum; 

Resolved that the Chairman of the Road Committee and the Clerk- 
Treasurer be authorized to sign the petition for interim subsidy. 

Carried. 

A letter was received from the Department of Highways re 
investigation of a turning lane at the corner of Cawthra Road and No. 5 
Highway and pointing out that the twrning lane was not warranted. Letter 
received and the Engineer instructed to forward a copyto the Township 
of Toronto. 

A Division of Land was received from Lina Construction. Referred 
to the Solicitor for registration. 

On motion, it was agreed that the Solicitor be instructed to apply 
to the Ontario Municipal Board for a hearing to determine compensation 
for land expropriated from Shaw on Steeles Avenue. 

On motion, it was agreed to invite Mr. E. J. Muir to the November 


meeting of the Committee in connection with the entrance to his property 


\ 


on Mississauga Road. 


The following mileages were authorized re the above meeting $ 


C. Clark $2 .00 
J. J. Graham 2.00 
I. E. McCollum 2.80 | 
W. G. Shaw 2.00 ~~ 
Committee Fee Transfer 60.00 


There being no further business, the meeting adjourned. 
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secretary Chairman 


MINUTES 
GOOD ROADS COMMITTEE 


Brampton, October 21, 1965. 


The Good Roads Committee met on the above date during the session 
of County Council. 

Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 

Deputy-Chairman W. G. Shaw presided. 

The awarding of the contract for hired trucks for winter sanding 


was discussed. 
Moved by T. E. McCollum, Seconded by. J. J. Graham: 


Resolved that the tenders submitted for the rental of trucks for 


winter sanding be accepted as follows: 


Yard No. 3 (3 Trucks Required) 


Name _ No. of Trucks _ ender per Truck 
W. Matson 3 $ 1,550.50 


Yard No. 2 (4 Trucks Required) 


Name No. of Trucks Tender _per Truck 
Stan Archdekin Ll $ 2,034.50 
T. Brocklebank 1 $ 2,034.50 
N. Newman 1 $ 2,034.50 
V. E. Robilliard 1 $ 2,034.50 


Subject to the approval of the Department of Highways. 
Carried. 
The Solicitor was instructed to draft an agreement covering the 
work to be done in connection with the entrance to Mr. E. J. Muir's 


property on Mississauga Road. 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTER 
Brampton, November 9, 1965. 
The Good Roads Committee met on the above date at 11:00 a.n. 
Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 
Chairman R. W. Speck presided. 
Minutes of meetings held October 12 and October 21 were read and 
on motion adopted. 
Communications were received from the following, read and dealt 
with ¢ 
Town of Port Credit resolution requesting consideration of a 50% rebate 
in the year 1965. Referred to a special meeting of the Committee to be 
held prior to the session of Council. 
Minister of Highways acknowledging receipt of resolution from the County 
of Huron recommending changes in the form of the annual returns, endorsed 
_by the County of Peel. Referred to the Clerk and Engineer to recommend 
changes they feel are necessary in the annual returns. 
Department of Justice, Ottawa, re tenders for the supply of salt. Filed. 
Hawker Siddeley Canada Ltd. re Derry Road East and Malton Intersection. 
Referred to the 1966 Committee. 
Ontario Good Roads Association re names for recognition of long service 
in the cause of Good Roads. Received. 
Moved by W. G. Shaw, Seconded by R. J. Innis; 
That accounts as presented totalling $212,795.67 and initialled 
by the Chairman be approved for payment. (Pay Sheets 102 to 114 inclusive) 
Carried. 
Tenders were opened for hired Snow plows. 
Moved by W. G. Shaw, Seconded by R. J. Innis; 
Resolved that the tenders received for the rental of three snow 
plow mounted trucks be accepted as follows: 
1. Malton Area = Bruell Paving Limited - Standby Time $10.00/day 
Plowing Time $10.00/hour. 
e. Huttonville Area-~Armstrong Bros.Co.Ltd.- Standby Time $10 .00/day . 
Plowing Time $ 8.50/hour. 
3- Victoria, Terra Cotta Area-James Dick - Standby Time $10 .00/day . 
Plowing Time $ 8.00/hour. 
These being the lowest tenders received, subject to the approval 


of the Department of Highways. 
Carried. 
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As no tenders were received for the storm sewer at the Dixie Road 
Subway, the Engineer was instructed to recall the tender, to be opened 
at the December meeting. 

The request for a flashing stop sign at Sandhill was considered. 
The Engineer was instructed to investigate all dangerous intersections 
on the County Road System and to make recommendations with respect to 
flashing stop signs and traffic signals for consideration by the 1966 
Committee. 

A request for payment for a relocation of a water main at the 
Dixie Road Subway was received from the Public Utilities Commission 
of the Township of Toronto. 

Moved by T. EH. McCollum, Seconded by C. Clark; 

Resolved that the County pay 100% of all costs involved in the 
relocation of sewers and water mains by municipalities due to road 
re~construction by the County, and that the necessary by-law be prepared. 

Carried. 

On motion, it was agreed that the Assistant Engineer be a 
delegate to the Prestressed Concrete Institute Annual Convention to be 
held in Florida in the second week of December, 1965. 

The question of disposal of seven houses purchased at Dixie Road 
Subway was discussed. On motion, the following was approved: 

5 Houses to be demolished, 
2 Houses to be rented, 


1 House’ to be sold. 


The following mileages were authorized re the above meeting: 


C. Clark $2 .00 
J. J. Graham 2.00 
T. E. McCollum 2.80 
R. J, Innis 3.60 
W. G. Shaw 2.00 
R. W. Speck 3.20 
Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, November 18, 1965. 


The Good Roads Committee met on the above date prior to the session 
of County Council. 

Members present: Clark, Innis, McCollum, Shaw. 

Members absent: Graham, Speck. 

Deputy~-Chairman W. G. Shaw presided. 

Moved by C. Clark, Seconded by R. J. Innis, 

Whereas it appears that there will be a surplus of County funds 
in the 1965 budget; 

_ Be it resolved that the Urban Refund to the Town of Port Credit 
be at 50% for the year 1965 only. 
Carried. 

Moved by T. E. McCollum, Seconded by C. Clark; 

Resolved that the Department of Highways of Ontario be requested 
to approve the following transfer within the approved limits of the 
1965 Normal By-law No. 1833, $9,000.00 from Road Construction to Bridge 
Construction. 

Carried. 

A letter was read from Mr, S. E. Cassan re his driveway at 
Mississauga Road with reference to the improvements being made to Mr. 
Muir's driveway. On motion, the letter was referred to the Engineer 
and the Solicitor. 

On motion, it was agreed that a policy to pay three month's 
interest plus Finder's Fee, if applicable, in land settlement cases 
where there is a mortgage, be approved. 

The following land purchase was approved by the Committee to be 
forwarded to the Solicitor for searching: 

Norman H. Copeland $3 ,000 .00 


There being no further business, the meeting adjourned. 
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secretary 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, December 7, 1965. 


The Good Roads Committee met on the above date at 1:30 p.m. 
Members present: Clark, Graham, Innis, McCollum, Shaw, Speck. 
Chairman R. W. Speck presided. 

Minutes of meetings held November 9 and November 18, 1965, were 
read and on motion adopted. 

Business arising out of the minutes: 

(a) Mr. S. E. Cassan's driveway on Mississauga Road. Solicitor 
reported that a letter had been sent to Mr. Cassan, and the 
Engineer reported that, in his opinion, no other driveways on 
Mississauga Road require additional work. 

(b) Metropolitan Toronto and Region Transportation Study. Warden 
and Engineer instructed to present brief to the Study Committee 
on Thursday, December 9, 1965. 

Communications were received from the following, read and dealt 
with: 

Canadian National Railways re up-dating of plans of automatic signal 
protection at the crossing of the railway and Town Line (Steeles Avenue). 
Warden and Clerk authorized to sign plans. 

Peel Village Developments Co. Limited re donation of 2.833 acres of 

land on the North side of Steeles Avenue to the County. Clerk 
instructed to write letter of thanks. 

Township of Albion, resolution re sodding of banks on Airport Road in 
the Township. Referred to the 1966 Committee. 

Moved by W. G. Shaw, Seconded by R. Jd. Innis; 

That accounts as presented totalling $175,661.25 and initialled 
by the Deputy Chairman be approved for payment. (Pay Sheets 115 to 
128 inclusive.) 

Carried. 

Tenders were received and dealt with as follows: 

(a) Sewer Outlet - Dixie Road Subway. Only one tender was received, 


and by resolution, the tender was opened. 


Moved by C. Clark, Seconded by J. J. Graham; 

That the tender submitted by Covassin Construction Limited, 
at unit prices totalling $55,438.00, be accepted for Contract SHA-64-1 
(Dixie Road Subway), subject to approval of the Department of Highways, 
Board of Transport Commissioners and the County Engineer. 

Carried. 
(b) The Engineer reported that two tenders had been received re 

sale of house on Dixie Road, one of the two tenders being 

received late. On motion, it was agreed that the late tender 

received would not be opened. On motion, the one tender was 
opened. On motion, it was agreed that the tender from Rhyden 

Homes Limited in the amount of $1,600.00, with the provision that 

the County sell to Rhyden Homes Limited one lot at Dixie Subway, 

be accepted and that the Land Appraiser and Purchaser be 
instructed to make an appraisal of the lot in question for the 

Road Committee on Council day. 

Future plans for the Amos Property at Dixie Road and No. 2 Highway 
were discussed and the Engineer was instructed to inform the solicitors 
for Mr. Amos that the County had no plans at the present time for the 
widening of Dixie Road. 

On motion, it was agreed that the County would co-operate with 
the Township of Toronto in connection with Pedestrian Crosswalks or any 
other kind of pedestrian protection on County Roads that the Township 
felt necessary. 

On motion, the Engineer was authorized to proceed with plans for 
the widening of the County Road west of Belfountain for presentation 
to the 1966 Committee. 

A request from the Reeve of Albion for a light at the intersection 
of No. 9 Highway and Airport Road was referred to the Engineer for 
inclusion in his report in connection with flashing stop signs and 
traffic signals at dangerous intersections on County Roads. 

The following land purchase was approved by the Committee to be 
forwarded to the Solicitor for searching: 


C, A. Martin $130.50 


-~ 2 - 


On motion, it was agreed that the Solicitor be instructed to 
apply to the Ontario Municipal Board for a Hearing to determine 
compensation for land expropriated from White on Steeles Avenue. 


The following mileages were authorized re the above meeting: 


C. Clark $2 .00 
J. Jd. Graham 2.00 
Tf. E. McCollum 2.80 
R. J. Innis 3.60 
W. G. Shaw 2.00 
R. W. Speck 3.20 


Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 


Chairman 


secretary 
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MINUTES 


GOOD ROADS COMMETTER 


Brampton, January 11, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Graham, Innis, McCollum, Shaw. 

Members absent: speck. 

Deputy-Chairman W. G. Shaw presided. 

Minutes of the meeting held December 7, 1965, were read and on 
motion adopted. 

Business arising out of the minutes: Wil. 

Communications were received from the following, read and dealt 
withs 
Mr. K. M. Burns congratulating the Land Appraiser and Purchaser re 
negotiations when his property was expropriated. Received. 
Mrs. Harold Shaw re water supply to her property opposite the Ford Plant 
on Steeles Avenue. The Clerk instructed to advise Mrs. Shaw that the 
supply of water is outside the jurisdiction of the Good Roads Committee 
and that she should contact the Townships of Toronto and Chinguacousy. 
Department of Highways re Assumption of Highway, Township of Toronto. 
Filed and the Clerk instructed to acknowledge receipt of same. 
County Solicitor enclosing deed re expropriation of Part of the Hast 
Half of Lot 29, Concession 5, W.H.S., Township of Chinguacousy. Filed. 
Township of Toronto Committee of Adjustment re Shields-Snow Ltd. 
application for consent, and enclosing duplicate copies of deed. 
Referred to the County Solicitor to be registered. 
Fraser & McLaughlin, Solicitors for Mr. S. E. Cassan, re claim for 
compensation in connection with his driveway on Mississauga Road. 
Referred to the County Solicitor. 

Moved by T. E. McCollum, Seconded by R. J. Innis; 

That accounts as presented totalling $249,864.82 and initialled 
by the Chairman be approved for payment (Pay Sheets 129 to 143 
inclusive). 

Carried. 
The Engineer reported on the Cawthra = Highway No. 5 Intersection. 


On motion, this was referred to the 1966 Good Roads Committee. 
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A letter was received from the Township of Toronto Committee of 
Adjustment re Fisker application for consent, and enclosing duplicate 
copies of deed. Referred to the County Solicitor to be registered. 

The following land purchase was approved by the Committee to be 
forwarded to the Solicitor for searching: 

Isabella Herron $1,196.58 

The question of settlement for the Goddard property was referred 

to the County Solicitor for clarification and direction. 


The following mileages were authorized re the above meeting: 


C. Clark $2.00 
J. J. Graham 2.00 
R. Jd. Innis 3.60 
tT. E. McCollum 2.80 
W. G. Shaw 2.00 


Committee Fee Tranfer 80.00 


There being no further business, the meeting adjourned. 
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secretary 
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MINUTES 
GOOD ROADS COMMITTER 


Brampton, January 19, 1966. 


The Good Roads Committee met on the above date during the session 
of Peel County Council. 

Members present: Clark, Clarkson, Martin, Prouse, Speck. 

C, Clark was elected Chairman of the Good Roads Committee for the 


year 1966. 


E. Martin was elected Vice-Chairman of the Good Roads Committee 


for the year 1.966. 


Communications were received from the following, read and dealt 
with: 
Mr. D. R. Swackhamer requesting the County to reconstruct County Road 
No. 6, west of Brampton. The Clerk instructed to acknowledge the letter 
and inform Mr. Swackhamer that the question of reconstruction of the 


Road is under consideration. 


Mr. Eric J. Muir of Mississauga Road in regards to his driveway entrance. 
Referred to the County Solicitor. 

Clerk of the Township of Toronto enclosing a letter from the Public 
Utilities Commission requesting that consideration be given to closing 
St. Mary's Avenue at the proposed grade separation on Dixie Road. The 
County has no disagreement. 

Department of Highways advising that the maximum estimates that will be 
approved for normal expenditures shall not exceed $900 ,000 .00 for 
construction and $460,000.00 for maintenance. Referred to the budget 
meeting of the Good Roads Committee. 

The guestion of turning lanes at Cawthra Road ~ Highway No. 5 
intersection was discussed, and on motion it was referred to the budget 
meeting of the Good Roads Committee. 

On motion it was agreed to hold a special meeting on Thursday, 
February 3, 1966, at 9:30 a.m. to review Road Department salaries. 


There being no further business, the meeting adjourned. 
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secretary Chairman 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, February 3, 1966. 


A special meeting of the Good Roads Committee was held on the 
above date at 9330 a.m. 

Members present: Clark, Graham Martin, Prouse, Speck. 

Members absent: Clarkson. 

Chairman C. Clark presided. 

Communications were received from the following, read and 
dealt with: 
Township of Toronto Gore re application by the Township of Chinguacousy 
for re-zoning to permit a Drive-in Theatre on the East Half of Lot 7, 
Concession 6 East. Referred to the Engineer for the control of 
exits and entrances to the Drive-in Theatre. R. E. Prouse declared 
an interest in the question and abstained from voting. 

The proposed salary schedule for the Maintenance Section of the 
Road Department as prepared by the County Engineer was reviewed and 
approved. 

The proposed salary schedule for the Engineering Section of the 
Road Department as prepared by the County Engineer was reviewed and 
approved . 

Overhead items for subsidy as prepared by the County Engineer 
were approved. 

Overhead items not for subsidy as prepared by the County Engineer 
were approved. 

The proposed Maintenance budget for the year 1966 as prepared by 
the County Engineer was approved. 


The following mileages were authorized re the above meeting? 


GC. Clark $2 .00 

J. Jd. Graham 2.00 

=. Martin 5.20 va - 
R. E. Prouse 1,00 | 

R. W. Speck 3.20 


Committee Fee Transfer 80 .00 


x OF se 


There being no further business, the meeting adjourned. 
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Secretary Chairm 
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MINUTES 


GOOD ROADS COMMITTER 
Brampton, February 8, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Graham, Martin, Prouse. 

Members absent: Clarkson, Speck, 

Chairman C, Clark presided. 

Minutes of meetings held January 11 and February 3, 1966, were 
read and on motion adopted. 

Business arising out of the minutes: Nil. 

Moved by E. Martin, Seconded by Jd. J. Graham; 

That accounts as presented totalling $82,685.91 and initialled 
by the Chairman be approved for payment. (Pay Sheets 144, 1 to 11 
inclusive.) 

Carried. 

On motion it was agreed to forward a Deed for Dedication of Land 
to the County Solicitor for registration. 

An application from the Township of Toronto to re-zone an area 
at Airport Road and the Canadian National Railways overpass was 
approved . 

On motion the Engineer was instructed to prepare a tender form 
for hired trucks for summer work, tender form to include a minimum of 
4O hours work per week exclusive of inclement weather. Said tender 
form to be submitted to County Council for approval. 

The proposed construction projects totalling $470,180.00 were 
considered and approved. 

Moved by Jd. J. Graham, Seconded by E. Martin; 


That the urban refunds for the year 1966 be as follows: 


Town of Brampton 35% 
Town of Port Credit 35% 
Town of Streetsville 35% 
Village of Bolton 35% 
Village of Caledon East 25% 


Carried. 


Moved by J. J. Graham, Seconded by E. Martin; 

That the mill rate for road purposes in the year 1966 be 
6 mills. 

Carried. 

The question of reconstruction of the Boundary Road between 
the Counties of Halton and Peel leading to the Terra Cotta Conservation 
Park was discussed. On motion the Engineer was instructed to prepare 
a report in this connection, and further, the Chairman and Warden 
along with the Engineer were authorized to meet with the Deputy Minister 
of Highways in this connection as soon ag possible. 


The following mileages were authorized re the above meeting: 


C. Clark 2 «00 
J. J. Graham 2.00 
BE. Martin 520 
R. E, Prouse 1.00 


Committee Fee Transfer 60.00 


There being no further business, the meeting adjourned, 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, March 8, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 
Members present: Clark, Clarkson, Graham, Martin, Prouse. 
Members absent: Speck. 

Chairman C. Clark presided. 

Minutes of the meeting held February 8, 1966, were read and on 
motion adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and dealt 
with : 

Township of Albion resolution requesting sodding of banks on Airport 
Road north of Caledon Last. Referred to the Engineer for further study. 
Hawker Siddeley Canada Ltd. re widening of Derry Road east of Malton. 
Received. 

Township of Toronto requesting investigation of traffic at intersection 
of Possum Drive and Sixth Line East. Referred to the Engineer for 
further study of speed limits. 

Township of Toronto re closing of St. Marys Avenue at the Dixie Road 
Underpass. Township of Toronto to be advised that the County will 

bear the cost of closing St. Marys Avenue, said cost to be determined 
by the County Engineer and the Township Engineer. 

County of Bruce resolution re cost of relocating Bell Telephone cables. 
Endorsed. 

Zimmerman, Haywood, Winters & Chambers, Solicitors, re construction of 
4" steel gas transmission lines by the Consumers' Gas Company. Received. 

Moved by E. Martin, Seconded by J. J. Graham; 

That accounts as presented totalling $154,628.24 and initialled 
by the Chairman be approved for payment. (Pay Sheets 12 to 24 inclusive) 

Carried. 

A delegation representing rate payers of the Township of 
Chinguacousy was present and presented a petition requesting the County 
to improve No. 5 Sideroad (Queen Street West) between the westerly limits 
of the Town of Brampton and the 6th Line West (Town Line). ‘The Chairman 


assured the delegation that their request will be considered by the 


Committee. 


a Bw 


Tenders were opened for Hired Trucks. 

Moved by J. J. Graham, Seconded by L. Clarkson; 
Resolved that the Tender for Hired Trucks be awarded as follows: 
Derry Yard: 

T. Brocklebank - 1 truck @ $4.50 per hour 

N. Newman -~ ltruck @ $4.50 per hour 

V. Robilliard -~ lLtruck @ $4.50 per hour 

Victoria Yard: 


D. Shaw - 2 trucks @ $4.00 per hour 


Carried. 

A letter was received from the Village of Bolton re speed Limits 
east of the Village on County Road No. 9. Referred to the Engineer 
for submission to the Department of Transport. 

A letter was received from the Sun Oi] Company regarding the 
purchase of excess land on the south-west corner of Steeles Avenue 
and Airport Road. The Engineer was instructed to advertise this 
property for sale and to so notify the Sun Oil Company. 

Moved by J. J. Graham, Seconded by L. Clarkson; 

That the Department of Highways, Ontario, be requested to 
approve the following transfers = 

Within the approved limites of the 1965 Normal By-law No. 1883. 
$2,000.00 from Bridge and Culvert Maintenance to Bridge and Culvert 

Construction. 
$51,300.00 from Road Construction to Road Maintenance. 
$40,900.00 from Road Construction to Bridge and Culvert Construction. 
Carried. 

A letter was received from Fraser & McLaughlin, Solicitors for 
Mr, S. E. Cassan, in regards to his driveway on Mississauga Road. 

The Engineer was instructed to forward the letter to the County 
solicitor and to notify Fraser & McLaughlin that further correspondence 
should be sent to the County Solicitor. 

A letter was received from the County of Halton requesting 
that the Road Committees of the two Counties meet to discuss the 
boundary road. The Engineer was instructed to advise Halton County 


to arrange said meeting. 
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Notifications of re-zoning two locations on Dixie Road were 
received from the Township of Toronto. On motion the notifications 
were received. 

The proposed new construction projects for the year 1966, as 
prepared by the Engineer, were discussed. 

Moved by J. J. Graham, Seconded by R. E. Prouse; 

Resolved that we recommend to the Finance Committee that the 
projects set out in the Road Report totalling the amount of 
$1,407,184.40, being 5.872 mills, be included in the Roads budget 
for the year 1966. 

Carried. 

The salary schedules for the Engineer and the Assistant Engineer 
were discussed. 

Moved by R. E. Prouse, Seconded by J. J. Graham; 

That we recommend to the Finance Committee and/or Council 
that, when dealing with salary schedules for the Engineer and the 
Assistant Engineer, consideration be given to providing a range of 
$10,000.00 to $15,000.00 for the Engineer and a range of $7,000.00 to 
$10,000.00 for the Assistant Engineer. 

Carried. 


The following mileages were authorized re the above meeting: 


C. Clark $2 .00 
L. Clarkson 5.20 
J. J. Graham 2 OO 
Ei. Martin 5.20 
R. E. Prouse 1.00 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned. 


Secretary Chairman 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, March 17, 1966, 


The Good Roads Committee met on the above date prior to the 
session of County Council, 

Members present: Clark, Clarkson, Graham, Prouse, Speck, 

Members absent: Martin. 

Chairman C, Clark presided, 

The Report of the meeting held March 8, 1966, was read, 

R. W. Speck requested that consideration be given to refunding 
the Township of Toronto certain 1966 costs of construction of the 
extension of the Queensway , 

Moved by R. E. Prouse, Seconded by R, W. Speck; 

That we recommend to Council that the extension of the 
Queensway to Dixie Road be assumed as a County Road, with construction 
thereof to be done in 1967 and 1968, at an estimated total cost, County 
Share, $350,000,00, and that an application be made to the Ontario 
Municipal Board this year to approve the use of funds to reimburse the 
Township of Toronto in 1967 and 1968 for any costs incurred by them 
in 1966, And, that the construction of the new Bloor Street bridge 
which has been undertaken by the Township of Toronto in 1966 be assumed 
as a County Bridge, and the Township be refunded therefore in 1967 an 
estimated cost of $15,000,00. 

And further, that representation be made to the Minister of 
Highways to give serious consideration to the policies of Suburban 
Road Commissions with a view to extending the same to Ontario and 
Peel Counties, 

Carried, 

On motion it was agreed to meet with the Good Roads Committee 

of Halton County on March 31, 1966, re the boundary road at Terra Cotta 


° 


There being no further business, the meeting adjourned, 


Secretary 


HAR e3r 


MINUTES 
GOOD ROADS COMMITTEE 


Brampton, March 31, 1966. 


A special meeting of the Good Roads Committee was held on the 
above date at 10:00 a.m. 

Members presents: Clark, Clarkson, Martin. 

Members absent: Graham, Prouse Speck. 

The purpose of the meeting was to meet with the Road Committee 
of Halton County to discuss certain matters pertaining to the Boundary 
Road between the two Counties. 

The portion of the said Boundary between County Road No. 9 and 
Terra Cotta Conservation Park was discussed and the Engineer was 
instructed ‘to request a meeting with the Minister of Highways and the 
two Committees to determine financial arrangements if this road was 
assumed by the Counties. 

The Committee from Halton expressed an interest in assuming that 
portion of the Boundary between Highway 7 and County Road No. 14 as a 
County Road. They were instructed to submit a letter for presentation 
to Peel County Council. 


The following mileages were authorized re the above meeting $ 


C. Clark $2 .00 
L. Clarkson 5°20 
EK, Martin 5620 
Committee Fee Transfer 60.00 


There being no further business, the meeting adjourned. 
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secretary Chairman 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, April 14, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Clarkson, Martin, Speck. 

Members absent: Graham, Prouse. 

Chairman C. Clark presided. 

Minutes of meetings held March 8, March 17, and March 31, 1966, 
were read and on motion adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 
County of Norfolk resolution opposing resolution of Public Utilities 
Commission of the City of Sault Ste. Marie, endorsed at the 57th Annual 
Meeting of the Ontario Municipal Electric Association, re reimbursement 
of the cost of materials in connection with relocations. Received. 
Township of Chinguacousy resolution re No. 5 Sideroad between Brampton 
and the 6th Line West. Received. 
Township of Toronto enclosing Deed re dedication of Part of Lot 1, Plan 
No. B-26, on Cawthra Road, by F-F Construction Company Limited for road 
widening purposes. Referred to the County Solicitor for registration. 
Township of Toronto enclosing Deed re land separation composed of Part 
of Lot 15, 4th Concession West of Hurontario Street (Steeles Avenue) , 
dedicated by C. A. Martin for road widening purposes. Referred to the 


County Solicitor for registration. 


Moved by LE. Martin, seconded by L. Clarkson; 
GO,195- YA 2VU 4 
That accounts as presented totalling $79;730;08 and initialled 


by the Chairman be approved for payment. (Pay Sheets 25 to 38 


inclusive.) 
Carried. 
The following tenders were opened: 
(a) Supply of Gravel. 
Moved by L. Clarkson, seconded by E. Martin; 


Resolved that the tender for the supply of Maintenance Gravel be 


accepted as follows: 


Area No. 1 - Connor Transport 3,500 Tons @ $1.26 / Ton. 


te 


Area No. 2 = Franceshini Bros. 6,500 Tons @ $1.40 / Ton. 

These being the low tenders received, subject to the approval 
of the Department of Highways. 

Carried. 
(b) Supply of Gasoline and Diesel Fuel. 

Moved by R. W. Speck, Seconded by E. Martins 

Resolved that the tender for the supply of Gasoline and Diesel 
Fuel be accepted as follows: 

Gasoline - Sullivan Heating Ltd. 20,000 Gals. @ $.343 / Gal. 
Diesel Fuel - Sullivan Heating Ltd. 10,000 Gals. @ $.375 / Gal. 

These being the low tenders received, subject to the approval 
of the Department of Highways. 

Carried. 
(c) Supply of Liquid Calciwn. 

Moved by E. Martin, Seconded by R. W. Specks 

Resolved that the tender of Allied Chemical Can. Ltd. for the 
supply and application of liquid calcium chloride at a unit price of 
$48 .90 per flake tone equivalent be accepted. Subject to the approval 
of the Department of Highways. 

Carried. 

Moved by R. W. Speck, Seconded by E. Martins 

Resolved that the salary of the County Engineer for the year 
1966 be $11,600.00. 

Carried. 

A letter was received from the Department of Highways advising 
that subsidy will be paid on the County's contribution towards Group 
Insurance and P.S.I. for Road employees. Received. 

fhe Annual Meeting of the Ontario Traffic Conference is to be 
held in Ottawa on May 16, 17 and 18, 1966. On motion, it was agreed 
that the Engineer be delegated to attend. 

A letter was read from O'Marra & O'Marra, Solicitors for Rhyden 
Homes, with an Offer to Purchase property on Dixie Road. The Engineer 
was instructed to inform O'Marra & O'Marra that this property was not 


for sale. 


~ 3S 


On motion, it was agreed that McCormick & Rankin Ltd., 
Consulting Engineers, be engaged to prepare a submission to the Board 
of Transport Commissioners for a proposed grade separation on Dixie 
Road . 

On motion, it was agreed that the expropriation of land owned 
by Robert J. Shaw be proceeded with. The Clerk was instructed to 
prepare the necessary by-law for the next session of Council. 

A letter was read from the County Solicitor directing payment 
for land expropriated on Dixie Road to Jack H. and Margaret Goddard 
in the amount of $1,000.00. 

The following land purchase was approved by the Committee to be 
forwarded to the Solicitor for searching: 

Michael and Carol Korostil $2 ,522 .60 

On motion, the Clerk and the Engineer were instructed to 
prepare a by-law regulating the hauling of loose materials in open 
trucks on County Roads. 

The Engineer was instructed to assist Caledon Township in making 
a submission to the Department of Highways regarding subsidy for 


street lights in Belfountain. 


The following mileages were authorized re the above meeting: 


C. Clark $2 .00 
L. Clarkson 5220 
Ei. Martin err! 
R. W. Speck Ae 
Committee Fee Transfer 80 .00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, April 21, 1966. 


A special meeting of the Good Roads Committee was held on the 
above date during the session of County Council. 

Members present: Clark, Clarkson, Graham, Martin, Speck. 

Members absent:  Prouse. 

Chairman C, Clark presided. 

Moved by J. J. Graham, Seconded by E. Martin; 

Resolved that the Warden and Clerk be authorized to sign the 
agreements with The Toronto Golf Club for temporary easements for the 
purpose of constructing a storm sewer and a road detour, at a cost of 
$1.00 per easement. 

Carried. 

On motion it was agreed to accept the settlement as outlined in 
the County Solicitor's letter dated April 20, 1966, in connection with 
property expropriated from White on Steeles Avenue. 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 
Brampton, May 10, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Clarkson, Graham, Martin, Prouse. 

Members absent: Speck. 

Chairman C. Clark presided. 

Minutes of meetings held April 14 and April 21, 1966, were read 
and on motion adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 
Canadian National Railways re Board Order No. 117904 in connection with 
automatic signal protection at the crossing of the Canadian National 
Railways and the Dixie Road Detour. The Warden and the Clerk were 
authorized to sign the prints. 
Ontario Municipal Board approval of grant aid to the Township of Toronto 
for construction of the extension of the Queensway and a bridge over the 
Etobicoke Creek. Filed. 
Department of Highways re Assumption of Highway in the Township of 
Toronto. Filed and the Clerk instructed to acknowledge receipt of same. 
Credit Valley Conservation Authority re access road at Terra Cotta. 
Tabled until written proposals are received from the municipalities 
involved, and if future meetings are held, the Credit Valley Conservation 
Authority are to be invited to send a representative. 
Sheridan Homelands Limited re removal of signs on the north-west corner 
of Southdown Road and Fifth Line West. The Engineer to advise Sheridan 
Homelands Limited that the signs must be removed. 

Moved by L. Clarkson, seconded by #. Martin; 

That accounts as presented totalling $113,612.21 and initialled 
by the Chairman be approved for payment. (Pay Sheets 39 to 48 
inclusive.) 

Carried. 
The following tenders were opened: 


(a) Cawthra Road and Highway No. 5. 


Moved by E. Martin, Seconded by R. E. Prouse; 

Resolved that the tender received for Contract 17A-66, the 
construction of a right-turn lane on Cawthra Road at Highway No. 5, 
be accepted as per tender submitted by Covassin Construction Limited 
at unit prices totalling $5,744.40, this being the lowest tender 
received, subject to the approval of the Department of Highways. 

Carried. 
(b) Airport Road ~ Paving. 

Moved by R. E. Prouse, Seconded by J. J. Graham: 

Resolved that the tender received for Contract P7G-66, the 
paving of Airport Road from No.15 Sideroad, Caledon to Glen Haffe 
Conservation Area, be accepted as per tender submitted by Armstrong 
Bros. Company Limited at unit prices totalling $51,820.00, this being 
the lowest tender received, subject to the approval of the Department 


of Highways. 


Carried. 
(c) Surface Treating. 

Moved by E, Martin, seconded by L. Clarkson’ 

Resolved that the tender received for Bituminous Materials - 66, 
the application of bituminous materials, be accepted as per tender 
submitted by Armstrong Bros. Company Limited at unit prices totalling 
$87,805.00, this being the lowest tender received, subject to the 
approval of the Department of Highways. 

Carried. 
(d) New Truck. 

Moved by J. J. Graham, Seconded by R. E, Prouse;: 

Resolved that the tender received for the supply of one motor 
truck complete with snowplowing equipment at a net price of $9,030.00 
be accepted as per tender submitted by Johnston Motors Limited, this 
being the low tender received, subject to the approval of the Department 
of Highways. 

Carried. 
(e) Sale of Parcel of Land. 


No tender accepted. 


“3 < 


A proposed agreement with Consulting Engineers re grade 
separation at Dixie Road Subway was presented and on motion the 
proposed agreement was referred to the County Solicitor for his 
Opinion and preparation of necessary by-law. 

The County Solicitor reported in connection with a settlement 
with the Solicitors for Mr. S. E. Cassan in the amount of $566.17. 

The County Solicitor was instructed to complete the settlement at the 
figure quoted. 

The following land purchase was approved by the Committee to be 
forwarded to the County Solicitor for necessary processing: 

Thomas J. Mathews $60 . 50 

The question of settlement with Robert Shaw at Tullamore was 
discussed and on motion it was agreed to offer Mr. Shaw $2,000.00 in 
full settlement with seven days to accept or reject said offer. If 
settlement is not reached within seven days, the proposed construction 


at Tullamore to be abandoned. 


The following mileages were authorized re the above meeting: 


C. Clark $2 .00 
L. Clarkson BtCO 
J. J. Graham 2.00 
iE. Martin ae 
R. HE. Prouse 4.200 
Committee Fee Transfer 80 .00 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, June 14, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Clarkson, Martin, Speck. 

Members absent: Graham, Prouse. 

Chairman C. Clark presided. 

Minutes of the meeting held May 10, 1966, were read and on 
motion adopted. 

Business arising out of the minutes; Nil. 

Communications were received from the following, read and 
dealt with: 
Department of Highways re transfer of Highway in the Village of Bolton. 
Filed and the Clerk instructed to acknowledge receipt of same. 
Department of Highways re transfer of Highway in the Township of Albion. 
Filed and the Clerk instructed to acknowledge receipt of same. 
Department of Highways re assumption of Highway in the Township of 
Toronto. Filed and the Clerk instructed to acknowledge receipt of same. 
Secretary-Treasurer of the Association of County Engineers requesting 
permission to use the Council Chambers for their executive meeting on 
June 24, 1966, and also requesting that the County provide a lunch. 
Approved. 
' Township of Toronto enclosing deed re dedication of land from North 
American Life Assurance Company. Referred to the County Solicitor for 
registration. 
Department of Highways approval of Road Expenditure By-law 1893, 
($1,360,000,00). Filed. 
Department of Highways approval of Supplementary Road Expenditure 
By~law 1894, ($675,400.00). Filed. 
Department of Highways approval of By-law 1891 (Salary Schedule for 
County Engineer). Filed. 
Department of Highways Auditor's Report for the year 1965. Filed. 
Town of Streetsville requesting the County to take over Thomas Street 
between the Fifth Line and the half lot line between Concessions 4 and 


5 West. Deferred until the County Road Needs Study is presented to 


Council. 


m nc 


Belfountain-Rockside Women's Institute re landscaping of safety island 
at Belfountain. Approved. 

Moved by E. Martin, Seconded by L. Clarkson; 

That accounts as presented totalling $130,435.89 and initiallea 
by the Chairman be approved for payment. (Pay Sheets 49 to 59 
inclusive. ) 

Carried. 

Tenders were opened for Paving on Steeles Avenue. 

Moved by R. W. Speck, Seconded by L. Clarkson; 

Resolved that the tender received for Contract No. P15K~66, the 
paving of Steeles Avenue from Dixie Road to Airport Road, be accepted 
as per tender submitted by Dufferin Construction Ltd. at unit prices 
totalling $125,068.40, this being the lowest tender received, subject 


the the approval of the Department of Highways. 


Carried. 

The Engineer reported that a by-law to regulate the hauling of 
loose materials in open trucks on County Roads would not be necessary 
as this matter will be dealt with by Provincial Public Legislation. 

The Engineer reported that the Department of Transport would 
approve amendments to the Speed Zoning By-law, the by-law to be 
prepared for the next session of Council, 

The Engineer was authorized to proceed with the installation of 


traffic signals at Queen Street and Thomas Street in the Town of 


Streetsville, 


On motion, the Engineer was authorized to engage Consulting 
Engineers for certain construction projects. 

The County Solicitor reported on the difficulty he was having 
with Mr. Muir in connection with the release. On motion, it was agreed 
that the County take no further action. 


The following land purchases were approved by the Committee, 


to be forwarded to the County Solicitor for necessary processing: 


Wm. Neeley $ 650.00 
John Thompson $ 900.00 
Marion and Oliver Currie $ 61.20 


Marion Currie $ 207.60 


Jason Shaw $ 123.60 
Wm. Irwin $ 207.60 
The question of an appraisal of excess land at the 5th Line 
and the Q.E.W., and the sale of the Stainton Property were discussed. 
On motion, action was deferred pending further study of all excess land 
in the County. 


The following mileages were authorized re the above meeting: 


C. Clark $2.00 
L. Clarkson pyre) 
E. Martin 5 20 
R. W. Speck 3.20 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned. 


Secretary Chai 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, June 23, 1966. 


The Good Roads Committee met on the above date at 9:30 BoM y 
prior to the session of County Council. 

Members present: Clark, Clarkson, Martin. 

Members absent: Graham, Prouse, Speck. 

Due to the lack of a quorum, the meeting adjourned at 10:00 a.n. 


So that the members could attend County Council. 


Secretary Chairm¢ 
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MINUTES 
GOOD ROADS COMMITTEE — 


Brampton, July 12, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 
Members present: Clark, Clarkson, Graham, Martin, 
speck, 
Members absent: Prouse, 
Chairman C. Clark presided. 
Minutes of meetings held June 14 and June 23, 1966, were read 
and on motion adopted, 
Business arising out of the minutes: Wil. 
Communications were received from the following, read and 
dealt with: 
Dedications of Land: 
Harry C. Sterne and Barbara Sterne 
John Cucci 
John Wardin Dean and Lillian E, Dean 
Referred to the County Solicitor for registration. 
Department of Transport approval of By-law L911, Filed and the 
Clerk instructed to forward copies to the Ontario Provincial Police, 
Village of Bolton and Township of Albion. 
Resolution from the County of Huron requesting the Minister of 
Highways to reconsider his directive and make fair wages optional 
at the discretion of the road authority, Received, 
Resolution from the County of Bruce requesting the Department of 
Highways to remove stumps of all trees cut along Provincial Highways. 
Received, 
Moved by R. W. Speck, seconded by L. Clarkson; 
That accounts as presented totalling $183,928.38 and initiallea 
by the Chairman be approved for payment. (Pay Sheets 60 to 71 


inclusive. ) 


Carried. 


The following tenders were opened: 
(a) Airport Road Grading, 

Moved by J. J. Graham, Seconded by E, Martin; 

Resolved that the tender received for Contract 7G-66, the 
Grading and Granular Base on Airport Road from Glen Haffey 
Conservation Area to Mono Mills, be accepted as per tender sub-~- 
mitted by Armstrong Bros, Company Limited at unit prices totalling 
$82,630.00, this being the lowest tender received, subject to the 
approval of the Department of Highways and the County Engineer, 

Carried, 
(b) Sale of Home, 

Moved by J. J. Graham, Seconded by E. Martin; 

That the tender received from Mike Kvasni in the amount of 
$600.00, to remove a house at 1079 Dixie Road, be accepted, subject 
to the approval of the Department of Highways, 

Carried, 

The question of sale of excess land on Dixie Road, at the Ford 
Plant, was discussed and on motion it was agreed to present a 
resolution to Council authorizing sale of the excess land, 

The question of a fence at Allisons was approved, 

The Cawthra Road Grade Separation was discussed and the Kngineer 
was instructed to apply for the necessary Board Order, construction to 


start in 1968, 


The Engineer reported that one entrance had been approved to the 
Bloor - Dixie Shopping Centre. 

The question of delay in payment for land purchases was discussed 
and on motion it was agreed to forward land purchases particulars to 
to the Solicitor as soon as the survey is completed so that searches 
might be completed by the time Settlements are reached. 

On motion, it was agreed that the next Road Committee meeting 


would be held Wednesday evening, August 17, at 7:00 p.m, 


The following land purchases were approved by the Committee, 


to be forwarded to the County Solicitor for necessary processing: 


Walter Jackson $2,273.10 
John Sloan $ 919,00 
John and Shirley Breadner $ 478,00 
Roderick G. Murray $ 731.65 


On motion, the County Solicitor was instructed to apply to the 
Ontario Municipal Board for a Hearing in connection with the Shaw 


property expropriations, (Steeles Avenue) 


On motion, the County Solicitor was instructed to report on the 
question of using the Courts in place of the Ontario Municipal Board 
in connection with expropriation Hearings, 

The Engineer was instructed to obtain a appraisal of the Shaw 
property at Tullamore, The Engineer was instructed to register the 
expropriation plan for this property so that the road construction 
might be proceeded with, 

The County Solicitor was instructed to only complete sub-searches 
in connection with Deeds coming dedications for road widenings, 

The Clerk was instructed to prepare the necessary By-laws in 
connection with expropriations for 27 Sideroad and Queen Street. 

Legal Fees in connection with Calvert - Dale Estates land purchase 
were approved at $300.00, providing the land purchase is settled out 
of Court, 

On motion, the County Solicitor was instructed to draft a Policy 
Resolution, for presentation to Council, in connection with Legal Fees 
on land purchases, 


The following mileages were authorized re the above meeting 3 


C, Clark $2 ,00 
L. Clarkson $5.20 
J. J. Graham $2.00 
E, Martin $5.20 
R. W. Speck $3.20 


Committee Fee Transfer $80, OO 


There being no further business, the meeting adjourned, 


Secretary ici dae 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, August 17, 1966. 


The Good Roads Committee met on the above date at 7:00 p.m. 
Members present: Clark, Graham, Speck. 
Members absent: Clarkson, Martin, Prouse. 
Chairman C. Clark presided. 
Minutes of the meeting held July 12, 1966, were adopted. 
Business arising out of the minutes: WNil. 
Communications were received from the following, read and 
dealt with: 
Department of Highways re subsidy on Subdivision Roads and Streets 
under The Highway Improvement Act. Filed. 
Township of Toronto enclosing deed re dedication of land from Cawthra 
Industrial Estates. Referred to the County Solicitor for registration. 
Township of Toronto Order to destroy noxious weeds at 1079 Dixie Road. 
Filed. 
Office of the Director of Titles notice of application under The 
Certification of Titles Act. Filed. 
Deputy Minister of Highways acknowledging receipt of resolution of 
the County of Bruce, endorsed by the County of Peel. Received. 
Moved by J. J. Graham, Seconded by R. W. Speck; 
That accounts as presented totalling $200,447.26 and initialled 
by the Chairman be approved for payment. (Pay Sheets #72 to 82 
inclusive.) 
Carried. 
The following tenders were opened: 
(a) Base Line Bridge west of Inglewood. 
(b) Britannia Road Bridge west of Airport. 
(c) Widening of Dixie Road. 
(ad) Widening of Queen Street in Brampton. 
(e) Fencing on 27 Sideroad. 
(f) Supply of Grader Tires. 
(zg) Supply of Two-Way Radio System. 
On motion, the tenders were referred to the County Engineer 


for a report. 


The Clerk was instructed to prepare the following by-laws for 
presentation to County Council: 
(a) To file plan of expropriation for Britannia Bridge. 
(b) To sign an Agreement with the Town of Brampton. 
(c) To sign an Agreement with Consulting Engineers. 
(d) To execute a Deed of Conveyance for a portion of the 
one foot reserve on Dixie Road. 
The following land purchases were approved by the Committee, 


to be forwarded to the County Solicitor for necessary processing: 


Herbert & Burton J.B. Eggett $ 756.00 
Jack Judge $ 1,536.00 
Myrtle J. Wilkinson $ 67.10 
Geo, A, Wilkinson $ 613.00 
Joan & Reginald Clancy $ 818.75 
Thomas & Doris Coyne $ 202.30 
John Davey $ 141.57 
Ernest A, & I. E. Ryder $ 180.69 
Siegfried & Margaret Otte $ 468.22 
Ethel & Thomas Berry $ 331.20 
Herbert Harris $ 2,000.00 
Henry R. Coffey and Effie Coffey $ 1,000.00 


The following mileages were authorized re the above meeting: 


C. Clark $2.00 
J, J. Graham 2.00 
R. W. Speck eel 
Committee Fee Transfer 4.0.00 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTER 


Brampton, August 18, 1966. 


The Good Roads Committee met on the above date during the session 
of County Council. 

Members present: Clark, Clarkson, Graham, Martin, Prouse, Speck. 

Chairman C. Clark presided. 

Moved by L. Clarkson, Seconded by R. E. Prouse; 

Resolved that the tender received for Contract CA=CH-1-66, the 
construction of a bridge on the Base Line between the Townships of 
Caledon and Chinguacousy in Concession 2, W.H.S., be accepted as per 
tender submitted by Armstrong Bros. Company Limited, at unit prices 
totalling $97,909.52, this being the lowest tender received, subject to 
the approval of the Department of Highways and the County Engineer. 

Carried. 

Moved by L. Clarkson, Seconded by R. E. Prouse: 

Resolved that the tender received for Contract TT8-66, the 
construction of a bridge on Britannia Road in Concession 4, E.H.S., be 
accepted as per tender submitted by Covassin Construction Limited, at 
unit prices totalling $123,314.66, this being the lowest tender received, 
subject to the approval of the Department of Highways and the County 
Engineer. 

Carried. 

Moved by R. E. Prouse, seconded by L. Clarkson; 

Resolved that the tender received for Contract 4A4-66, the 
widening of Dixie Road between Highway No. 5 and Burnhamthorpe Road, 
be accepted as per tender submitted by Bramall and Company Construction 
Limited, at unit prices totalling $102,726.50, this being the lowest 
tender received, subject to the approval of the Department of Highways 
and the County Engineer. 

Carried. 

Moved by R. E. Prouse, Seconded by E. Martins; 

Resolved that the tender received for Contract 6H4-66, the 
widening of Queen Street, in the Town of Brampton, from Mercer Drive to 


McLaughlin Road, be accepted as per tender submitted by Armstrong Bros. 


Company Limited at unit prices totalling $87,586.73, this being the 


wn 


lowest tender received, subject to the approval of the Department of 
Highways and the County Engineer. 
Carried. 

Moved by E. Martin, seconded by R. E. Prouses 

Resolved that the tender received for Contract FOH-66, the 
supply and erection of fence on 27 Sideroad, from Highway No. 10 to the 
Third Line West, be accepted as per tender submitted by Louth Fencing 
at unit prices totalling $9,043.50, this being the lowest tender 
received, subject to the approval of the Department of Highways and 
the County Engineer. 

Carried. 

Moved by E. Martin, seconded by R. E. Prouse; 

Resolved that the tender received for the supply and installation 
of ten Grader Tires be accepted as per tender submitted by Thompson 
Tire Sales and Service at unit prices totalling $2,859.34, this being 
the lowest tender received, subject to the approval of the Department 
of Highways and the County Engineer. 

Carried. 

Moved by E. Martin, seconded by R. E. Prouse; 

Resolved that the tender received for the supply and installation 
of a Two-Way Radio System be accepted as per tender submitted by 
Canadian Motorola Electronics Company, at unit prices totalling 
$12,617.50, this being the lowest tender received, subject to the 
approval of the Department of Highways and the County Engineer. 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 
Brampton, September 13, 1966. 

The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Clarkson, Graham, Speck. 

Members absent: Martin Prouse. 

Chairman C. Clark presided. 

Minutes of meetings held August 17 and 18, 1966, were adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 
Township of Toronto re three alternatives to solve the problem created 
by the existing location of the Caterpillar Company building and the 
H.E.P.C. towers on the Queensway alignment of the Queensway Extension 
at Dixie Road. Approved. 
Department of Highways re Assumption of Highway in the Township of 
Toronto, Filed and the Clerk instructed to acknowledge receipt of same. 
Canadian National Railways re crossing - Cawthra Road east of Port 
Credit. Approved. 

Moved by L. Clarkson, Seconded by J. J. Graham; 

That accounts as presented totalling $131,663.75 and initialled 
by the Chairman be approved for payment. (Pay Sheets 83-92 inclusive.) 

Carried. 

Tenders were opened for Traffic Signals at Mississauga Road and 
Thomas Street in Streetsville. 

Moved by J. J. Graham, Seconded by R. W. Specks 

Resolved that the tender for the installation of traffic signals 
at the intersection of Mississauga Road and Thomas Street in the Town 
of Streetsville, be accepted as per tender receivedfromHolley Electric 
Ltd. at a total price of $3,473.53, this being the lowest tender received, 
subject to the approval of the Engineer. 

Carried. 

The Engineer requested permission to send the Land Purchaser 
to a Right of Way Seminar in Ottawa. Permission granted. 

The guestion of lifting the Reserve on Dixie Road to allow access 


to the Sunoco Service Station was approved subject to standards set by 


the Engineer. 
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The Clerk was instructed to prepare the necessary by-law in 
connection with the Dixie Road Subway for the next session of Council. 

The question of construction of the Terra Cotta Road in the 
Township of Chinguacousy was discussed. The construction was approved 
subject to the Engineer receiving a letter from McCormick & Rankin that 
the road qualifies under the County Needs Study, and subject to approval 
from the Ontario Municipal Board for a grant in aid to the Township 
of Chinguacousy in the amount of $60,000.00, to be paid in 1967. 

The question of construction of part of the west end of the 
Queensway by the Township of Toronto under a grant in aid program 
was discussed, and on motion, the Engineer was instructed to meet with 
the Township of Toronto Engineer for further information, and to report. 

The question of the sale of a parcel of land on the northwest 
corner of Dixie Road and Burnhamthorpe Road was discussed, and on 
motion the Engineer was instructed to prepare a report in this 
connection for the next meeting. 

The question of an additional passing lane at the intersection 
of the 7th Line East and Derry Road in the Township of Toronto was 
referred to the Engineer for a report and estimate of the cost. 

Moved by L. Clarkson, seconded by R. W. Speck; 

Resolved that the Chairman of the Road Committee and the Clerk- 
Treasurer be authorized to sign the petition for interim subsidy. 

Carried. 
The following land purchases were approved by the Committee, 


to be forwarded to the County Solicitor for necessary processing: 


National Trust Company Limited $2,976.00 
Dorothy M. Emmert 310.00 
Wilbert J. Wilkinson 1,866.00 
Carl A. Swerdfeger ho7 .50 
Jacob and Jantje Flikkema 344.00 
Violet and George Hunt 314.00 
Ronald and Jean Saunders 1,224.75 
Robert and Isabel Ashmore 774.25 


J. and N. Waarnaar 1» fee reo 
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The following mileages were authorized re the above meeting: 


C. Clark $2 .00 
LL, Clarkson 5.20 
J. J. Graham 2.00 
R. W. Speck 3.20 
Committee Fee Transfer 60.00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, October 13, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Clarkson, Martin, Prouse, Speck. 

Members absent: Graham. 

Vice-Chairman E. Martin presided. 

Minutes of the meeting held September 13, 1966, were adopted. 

Business arising out of the minutes: Nil. 

The following tenders were opened: 

(a) Contract S4A-64 

(b) Contract 2H-66 

(c) Supply of Salt 

(a) Supply of Sand 

(e) Hired Trucks for Sanding. 

Moved by L. Clarkson, Seconded by C. Clark; 

Resolved that $60,000.00 of the funds allocated for Queen Street 
West in 1966 be transferred to Mississauga Road, and that this 
$60,000.00 be re~allocated to Queen Street West in 1967. 

Carried. 

Communications were received from the following, read and 
dealt with: 
Township of Toronto and Township of Chinguacousy requesting consideration 
of the installation of traffic lights at Steeles Avenue and Airport Road. 
Engineer instructed to apply to the Department of Transport for 
approval. 
Township of Caledon enclosing letter requesting Letter of Tolerance 
re property owned by Mr. & Mrs. Joseph Drong. Clerk instructed to 
forward requested letter. 
Department of Highways re construction of sidewalks. Filed. 
Ontario Good Roads Association re room reservations for the 1967 
convention. Engineer instructed to reserve the necessary rooms. 
Minister of Highways re training courses for municipal employees. 


Engineer instructed to send staff members. 
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Moved by R. E. Prouse, seconded by R. W. Specks 
That accounts as presented totalling $266,535.75 and initialled 
by the Vice-Chairman be approved for payment (Pay Sheets 93-103 4 
gf ot 
inclusive) . | 
Carried. 
Moved by L. Clarkson, Seconded by R. W. Speck; 


Resolved that the tender received from Covassin Construction 
Limited for Contract S4A-64, the construction of the roadwork and the 
retaining walls at the subway on Dixie Road and that portion of Dixie 
Road south to Lakeshore Road, be accepted at unit prices totalling 
$271,864.82, this being the lowest tender received, subject to the 
approval of the Department of Highways and the County Engineer. 

Carried. 

Moved by R. W. Speck, seconded by L. Clarkson: 

Resolved that the tender received from King Paving and Materials 
Limited for Contract 2H-66, the construction of storm sewers on 
Mississauga Road from the Queen Elizabeth Way to Springbrank Road, be 
accepted at unit prices totalling $134,995.00, this being the lowest 
tender received, subject to the approval of the Department of Highways 
and the County Engineer. 

Carried. 

Moved by R. HE. Prouse, seconded by C. Clark; 

Resolved that the tender for the supply of winter salt be 
accepted as per tender submitted by Canadian Salt Company at a unit 
price of $11.67 per ton, this being one of the lowest tenders received, 
subject to the approval of the Department of Highways and the County 
Kingineer. 

Carried. 

Moved by R. E. Prouse, seconded by C. Clarks 

Resolved that the tender for the supply of winter sand be 
accepted as per tenders submitted as follows: 

Yard No. 2 


James Dick mas 6,000 tons @ $1.80 per ton 


Yard No. 3 


James Dick eee 5,000 tons @ $1.55 per ton. 
These being the lowest tenders received, subject to the 
approval of the Department of Highways and the County Engineer. 
Carried. 
Moved by C. Clark, Seconded by R. W. Speck; 
Resolved that the tenders submitted for the rental of trucks 


for winter sanding be accepted as follows: 


Name Tender 

Yard No. 3 (3 trucks) 1. W. Matson $2,347.00 per truck. 
2. Don Shaw $2 347.00 per truck. 
3, Howard Shaw $2,347.00 per truck. 

Yard No. 2 (4 trucks) 1. T. Brocklebank $2,272.00 per truck. 
2, Norm Newman $2,272.00 per truck. 
3. V. Robilliard $2,272.00 per truck. 
4, F. Preston $2,272.00 per truck. 


(Tenders based on 121 days standby time and 300 hours sanding.) 
These being the lowest tenders received, subject to the approval 


of the Department of Highways and the County Engineer. 


Carried. 

The Engineer presented a plan and report prepared by McCormick 
and Rankin re Dixie-Highway No. 5 Shopping Centre. Approved and the 
Engineer instructed to forward the report and plan to the Planning 
Board of the Township of Toronto. 

The Engineer presented a proposed design for the Huttonville 
Intersection as prepared by Canadian Mitchell Associates Limited. 
Design approved. 

The Engineer presented a proposed agreement with the British 
American Oil Company Limited re installation of suction lines on 
County Road No. 14 to Tullamore. Agreement approved and the Clerk 
instructed to prepare necessary execution by=-law. 

The Engineer presented a report, as requested by County Council, 


re the Constam account. Report approved, and to be attached to the 


Road Committee Report to Council. 
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The Engineer presented a report re traffic lights at Steeles 
Avenue and Kennedy Road intersection. Engineer's report approved. 
The Engineer reported that the Board of Referees had met in 
connection with the Shaw property on Steeles Avenue. 
The following land purchases were approved by the Committee, 
to be forwarded to the County Solicitor for necessary processing: 
Calvert-Dale Estates Limited $1,210.00 
R. E. and G. Snider $ 605.00 
The following mileages and committee fee were authorized 


re the above meeting: 


C. Clark $2 .00 
L. Clarkson err 
EK. Martin 5 eed 
R. EH. Prouse 1.00 
R, W. Speck 3.20 
Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 


secretary 
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| MINUTES 
| GOOD ROADS COMMITTEE 
Brampton, November 8, 1966. 
The Good Roads Committee met on the above date at 1:30 p.m. 
Members present: Clark, Clarkson, Graham, Martin, Speck. 
Members absent: Prouse. 
Chairman C, Clark presided. 
On motion, minutes of the meeting held October 13, 1966, were 
adopted. 
Business arising out of the minutes: Nil. 
Communications were received from the following, read and 
dealt with: 
| Ontario Good Roads Association request for resolutions and proposal of 
names for recognition of long service in the cause of Good Roads. 
| Received. 
Moved by L. Clarkson, Seconded by E. Martin; 
That accounts as presented totalling $200,279.04 and initialled 
by the Chairman be approved for payment. (Pay Sheets 105-116 inclusive) 
Carried. 
The following tenders were opened: 
(a) Sha-66 - Dixie Road Storm Sewer. 
Moved by E. Martin, Seconded by R. W. Specks 
Resolved that the tender for Contract S4A-66, the construction 
| of storm sewers on Peel County Road No. 4 (Dixie Road), be accepted 
as per tender submitted by King Paving and Materials Limited at unit 
prices totalling $72,860.00, this being the lowest tender received, 


subject to the approval of the Department of Highways and the County 


| Engineer. 
Carried. 
(b) Hiring of Snow Plows. 
Moved by L. Clarkson, seconded by R. W. Specks 


Resolved that the tenders received for the rental of three snow 


| plow mounted trucks be accepted as follows: 


1. Malton Area - Bruell Paving Limited ~ Standby Time $13 .00/day 
Plowing Time $10.00/hr. 


2. Huttonville Area - Armstrong Bros. Co. Ltd.-Standby Time a ae 
Plowing Time $10.00/hr. 


a 
3. Victoria, Terra Cotta Area - James Dick - Standby Time $10.00/day 
Plowing Time $ 9.00/hr. 

These being the lowest tenders received, subject to the approval 
of the Department of Highways. 

Carried. 

The Engineer presented a Grade Separation Study - Dixie Road 
at C.P.R. Crossing, as prepared by McCormick & Rankin Limited. 
Deferred until the next meeting of the Committee. 

On motion, the Engineer was authorized to purchase Expo Signs 
to be placed on each County Road at the County boundary, cost approx= 
imately $17.00 per sign, colour at the discretion of the Engineer. 

The County Needs Study was discussed. On motion, the Engineer 
was instructed to complete the Needs Study in modified form for 
presentation to Council. 

The following land purchases were approved by the Committee, 


to be forwarded to the County Solicitor for necessary processing: 


Santino and Letitia Speciale $ 4e7.75 
Peter and Margaret Tulner 272 40 
Ruby and Philip Bird 330.00 
Jacob Klompmaker L,LLO.75 
Kenneth and Josephine Nurse 5,472.00 
Sophie and John Mykowski 4 027.50 


The following mileages and committee fee were authorized 


re the above meeting: 


C. Clark $2 .00 
L, Clarkson 520 
J. J. Graham 2.00 
BE. Martin 5.20 
R. W. Speck 3.20 
Committee Fee Transfer 80 .00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, November 15, 1966, 


A special meeting of the Good Roads Committee was held on the 
above date during the session of County Council. 

Members present: Clark, Clarkson, Graham, Martin, Prouse, 

Members absent; Speck, 

Chairman C, Clark presided, 

The following tender was opened: 

Traffic signals - intersection Steeles Avenue and Airport Road, 

Moved by R. E. Prouse, seconded by E, Martin; 

Resolved that the tender for the installation of traffic signals 
at the intersection of Steeles Avenue and Airport Road, be accepted 
as per tender received from A, R. King Company Limited, at a total 
price of $3,579.47, this being the lowest tender received, subject 
to the approval of the Engineer. 

Carried, 

On motion the Assistant Engineer was authorized to attend an 

Urban Design Seminar conducted by the Ontario Good Roads Association, 


Cost $75.00, 


The following mileages were authorized re the above meeting: 


C, Clark (Second meeting) Nil 
L. Clarkson $5.20 
J. J. Graham (Second meeting) Wil 
E, Martin $ 5.20 
R. E. Prouse (Second meeting) Wil 
Committee Fee Transfer $40.00 


There being no further business, the meeting adjourned. 


Secretary Chai 
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MINUTES 


GOOD ROADS COMMITTEE 
Brampton, December 6, 1966. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Clarkson, Graham, Martin. 

Members absent: Prouse, Speck. 

Chairman C. Clark presided. 

On motion, minutes of meetings held November 8 and 15, 1966, 
were adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 

Town of Brampton Centennial Committee re removal of dead trees and a 
planting program to replace each tree removed. Referred to the 1967 
Council. 

Ontario Water Resources Commission certificate of approval #66-A-986 
for the construction of storm sewers on Mississauga Road. Filed. 
Canadian National Railways requesting approval of Plan SD-40O8hA at 
crossing of County Road No. 12. Approved. 

Canadian National Railways requesting approval of Plan SD=3347B at 
crossing on Cawthra Road. Approved. 

Moved by E. Martin, Seconded by L. Clarkson; 

That accounts as presented totalling $251,140.36 and initialled 
by the Chairman be approved for payment. (Pay Sheets 117-129 inclusive.) 

Carried. 

The question of payment of overtime to a salaried employee of 
the Road Department was deferred. 

The Engineer presented a letter with covering agreement from 
the Canadian National Railways regarding a proposed storm sewer outlet 
| at Dixie Road Subway. Agreement approved and the Clerk instructed to 
prepare the necessary execution by-law. 

The question of a refund of the County share of Pension Plan for 
an ex County employee was discussed. The Clerk was instructed to obtain 
a legal opinion before the next session of Council and to write to the 


ex employee informing him of the decision of the Committee. 


ce es 


On motion, the Engineer was authorized to submit the C.P.R. 
| Subway - Dixie Road proposal to the Board of Transport Commissioners. 
The following land purchases were approved by the Committee, 


| to be forwarded to the County Solicitor for necessary processing: 


David D. Sterritt $2,142 .00 
Bruce and Marion Fraser 970.20 
James and Edna Davis 1,119.60 
Douglas R. and Kathryn Swackhammer 30 .20 
Eugene and Beverly Henderson 803.40 
Jas. R. and Ida Arnott 768.00 
Mieczyslaw and Sabina Jastrzebski 187.20 


On motion, it was agreed to hold a special Committee meeting 


| at 9:45 a.m. prior to the next session of Council. 


The following mileages and committee fee were authorized re 


| the above meeting: 


C. Clark $2 00 
L. Clarkson 5.20 
J. J. Graham 2600 
E, Martin 5.20 
Committee Fee Transfer 60.00 


There being no further business, the meeting adjourned. 


| Secretary Chai 
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MINUTES 
GOOD ROADS COMMITTEE 


Brampton, December 15, 1966. 


A special meeting of the Good Roads Committee was held on the 
above date during the session of County Council. 

Members present: Clark, Clarkson, Martin. 

Members absent: Graham, Prouse, Speck. 

Chairman C. Clark presided. 

The following tenders were opened: 

(a) Traffie Signals - Dixie Road and Lower Base Line. 

Moved by L. Clarkson, Seconded by E. Martin; 

Resolved that the tender for the installation of traffic Signals 
at the intersection of Dixie Road and Lower Base Line be accepted as 
per tender received from J. A. Watt Co. Ltd. at a total price of 
$3,245.17, this being the lowest tender received, subject to the 
approval of the Engineer. 

Carried. 
(bo) Traffic Signals at Dixie Road and Bloor Street. 

Moved by E. Martin, Seconded by L. Clarkson; 

Resolved that the tender for the installation of traffic Signals 
at the intersection of Dixie Road and Bloor Street be accepted as per 
tender received from Stacey Electric Co. Ltd. at a total price of 
$3,610.00, this being the lowest tender received, subject to the 
approval of the Engineer. 

Carried. 


- There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 
Brampton, January 10, 1967. 

The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Graham, Martin, Speck. 

Members absent: Clarkson, Prouse. 

Chairman C. Clark presided. 

On motion, minutes of the meetings held December 6 and 15, 1966, 
were adopted. 

Business arising out of the minutes: Wil. 

Communications were received from the following, read and 
dealt with: 
Ontario Good Roads Association re Assistant Engineer successfully 
completing 0.G.R.A. sponsored Seminar on Urban Design. Filed. 
Mrs. Julia A. Norburn re dangerous conditions at the intersection of 
No. 17 Sideroad and No. 10 Highway due to lack of traffic lights. The 
Engineer was instructed to write to the Minister of Highways requesting 
consideration of the installation of a flashing red signal at No. 17 
Sideroad and a flashing amber signal at No. 10 Highway. 
Ontario Water Resources Commission Certificate of Approval No. 66~A=1034 
for the construction of storm sewers on Dixie Road. Filed. 
Township of Toronto re traffic situation at the intersection of Airport 
Road and Derry Road in Malton. Referred to the Engineer. 
Township of Toronto enclosing Deeds from John Arthur Ramsay and Lillian 
Marie Ramsay re Part Lot 10, Concession 1, N.D.S., Cawthra Road. 
Referred to the County Solicitor for registration. 
Township of Toronto enclosing Deeds from Leslie George Lawrence and 
Pearl Lawrence re Part of the East Half of Lot 6, Concession 3, E.H.S., 
Dixie Road. Referred to the County Solicitor for registration. 
Norman and Lipson, Solicitors, re payment for Part of Lot 1, Concession 
2, HE.H.S. The Engineer informed the Committee that this property had 
been previously paid for. Referred to the County Solicitor. 

Moved by E. Martin, seconded by R. W. Speck3 

That accounts as presented totalling $412,365.39 and initialled 
by the Chairman be approved for payment. (Pay sheets #130 to 144 


inclusive.) 


Carried. 


~_2. 


The Engineer presented a proposed by=law consolidating and 
changing present by-laws regulating stopping, standing, and parking 
on County Roads. The Clerk was instructed to prepare the necessary 
by~lLaw for the next session of Council. 

The Engineer presented an application from E. L. Ruddy to erect 
@ sign at the C.N.R. Crossing on Cawthra Road contrary to a County 
By-law, Request of E. L. Ruddy approved if and after the by-law is 
amended. 

The Engineer presented a request from the Township of Toronto 
for permission to install a pedestrian traffic signal in the vicinity 
of McNaughton Avenue in Malton. Approved. 

The Clerk was instructed to prepare the necessary by-law for the 
next session of Council to expropriate Part of the West Half of Lot 
15, Concession 4, W.H.S., Township of Toronto. 

The question of payment for overtime to a salaried employee 
of the Road Department was deferred pending receipt of the report from 
Stevenson & Kellogg Limited. 

The question of installation of water mains and water connections 
in the Township of Toronto was discussed. On motion, the Engineer was 
instructed to request a meeting of the Road Committee with the Public 
Utilities Commission of the Township of Toronto. 

The following land purchases were approved by the Committee, 
to be forwarded to the County Solicitor for necessary processing: 


The Incorporated Synod of the 


Diocise of Toronto $1,099.75 
Colin and Kathleen Freer 1,268.50 
Voldemar Tellman 1,167.00 
Isobel S. McKay 884.20 
William McKay 699.70 
Bruce and Marion Fraser 200 .00 


Trustees of 5.5. No. 5, 


Township of Chinguacousy 2,875.00 
Alexander Raymond Black 2,613.00 
Confederation Trading Limited 574.50 


Archibald W. and Norma E. Beamish 1,096.75 


=» Ox 


The following mileages and committee fee were authorized re 


the above meeting; 


C. Clark $ 2.00 
J. J. Graham 2.00 
BE. Martin 520 
R. W. Speck 3.20 
Committee Fee Transfer 60.00 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 
Brampton, January 19, 1967. 
The Good Roads Committee met on the above date at 9:00 a.m. 
prior to the session of County Council. 
Members present: Brydon, Clark, Hunter, Martin, Speck. 
Members absent; Clarkson. 
Also present: S. Rutherford. 
R. W. Speck was elected Chairman of the Good Roads Committee 
for the year 1967. 
E. Martin was elected Vice-Chairman of the Good Roads Com- 
mittee for the year 1967. 
Vice-Chairman E. Martin presided. 
Communications were received from the following, read and 
dealt with: 
The following organizations re 1967 membership: 
Canadian Good Roads Association, 
Ontario Good Roads Association, 
Ontario Traffic Conference. Approved. 
Department of Highways re 1967 Road Estimates By-law. Filed. 
Township of Toronto enclosing deeds from Branch Holdings Limited, re 
Part Lot 11, Concession 8, E.H.S., Toronto Township. Referred to the 
County Solicitor for registration. 
A request from the Town of Brampton re the services of the 
County Land Appraiser was considered. The Committee agreed that the 
Town of Brampton shall pay the Land Appraiser directly for all time 
worked, whether in regular hours or overtime. The reason for this is 
that the County wishes the Land Appraiser to take time off with pay to 
compensate for past overtime work and the hours he works for Brampton 
during regular hours will be deducted from the time owing for this 
past overtime. 
The following tender was opened: 
Contract 6H-66 - Clearing of trees on County Road No. 6. 
Moved by R. W. Speck, Seconded by W. H. Brydon; 
Resolved that the tender received from Armstrong Bros. Company 


Limited for Contract 6H-66, the clearing on County Road No. 6 from 


a. OF ses 


: McLaughlin Road to Huttonville, be accepted as per unit prices 
| Submitted totalling $5,419.00, this being the lowest tender received, 
subject to the approval of the Department of Highways and the County 
| Engineer, 
Carried. 
The question of water main applications from the Publie 
| Utilities Commission of the Township of Toronto was discussed. On 
| motion, it was agreed that the Engineer not approve any applications 
until the matter of method of operation is cleared with the Good Roads 


: Committee. 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 
Brampton, January 30, 1967. 

A special meeting of the Good Roads Committee was held on the 
above date at 9:00 a.m. 

Members present: Brydon, Clark, Hunter, Martin, Speck. 

Members absent; Clarkson. 

Also present: S. Rutherford, and representatives of the 

Public Utilities Commission of the Township 
of Toronto. 

Chairman R. W. Speck presided. 

The purpose of the meeting was to meet with members of the 
Public Utilities Commission of the Township of Toronto to discuss 
certain problems arising from the installation of watermains on 
County Roads. 

Problems encountered in the past were discussed, and on motion 
the Engineer and Mr. Thomas of the Public Utilities Commission were 
instructed to prepare a proposed procedure to be followed in the 
future and to present this proposal to the Road Committee at its next 
regular meeting. 


The following mileages and committee fee were authorized 


re the above meeting: 


W. H. Brydon $ 1.00 
C. Clark 2.00 
D. M. Hunter 2.80 
EK. Martin 5 20 
Rutherford % «GO 
Speck 3.20 
Committee Fee Transfer 80 .00 


There being no further business, the meeting adjourned. 
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MINUTES | 
GOOD ROADS COMMITTEE 
Brampton, February 7, 1967. 

The Good Roads Committee met on the above date at 13:30 p.m. 

Members present: Brydon, Clark, Hunter, Martin. 

Members absent: Speck, Clarkson. 

Also present: %. Rutherford. 

Vice-Chairman E. Martin presided. 

On motion, minutes of meetings held January 10, 19 and 30, 1967, 
were adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 
Department of Highways re Transfer of Highway, Town of Port Credit. 
Filed and Clerk instructed to acknowledge receipt of same. 
Township of Toronto enclosing Deed re dedication of land from Clarence 
H. Black and Edythe V. Black, Pt. ES Lot 10,Concession 3, E.H.5S., 
Township of Toronto. Referred to the County Solicitor for registration. 
Township of Toronto enclosing Deed re dedication of land from Golden-B 
Construction Company Limited, Parts of Lots 282, 285, 286 and part of 
Hull Street, Plan TOR-4, Township of Toronto. Referred to the County 


solicitor for registration. 


Moved by D. M. Hunter, seconded by C. Clark; 
LIZ, stt.0b v7 

That accounts as presented totalling $239,742.34 and initialled 
by the Chairman be approved for payment. (Pay Sheets #145 and #1-10, 
inclusive.) 

Carried. 

We are in receipt of License No. Bl1416 from the Canadian 
National Railways for a sewer outlet on the Canadian National Railway 
property on Dixie Road. The Clerk was instructed to prepare the 


necessary execution by-law. 


The Engineer presented a report on policy regarding procedure 
on applications for installation of watermains on County Roads. On 
motion, the report was adopted. 

The Engineer presented a report on policy regarding pedestrian 


walk signals on County Roads. On motion, the report was adopted with 


the decision of who should bear the cost to be determined at a later 


date. 

The Engineer presented a letter from the Minister of Highways 
re the intersection of Highway 10 and County Road No. 14 at Snelgrove, 
stating that warrants were not fulfilled for flashing signals at this 
location. The Engineer was instructed to forward a copy of the 
Minister's letter to Mrs. Julia A. Norburn. 

The Engineer presented the proposed by-law consolidating and 
changing present by-laws regulating stopping, standing, and parking 
on County Roads. On motion, it was agreed that the by~law be referred 
to County Council for decision. 

The Engineer requested permission to purchase 8 mobile radios. 
On motion, it was agreed that permission be granted to purchase these 
radios immediately to take advantage of price discount. 

The Engineer presented the proposed budget for 1967 and a 
Five Year Construction Program. Referred to a special meeting of this 
Committee. 

The following land purchases were approved by the Committee, 


to be forwarded to the County Solicitor for necessary processing: 


Arthur D, and Ruby I. Staley $ 1,319.00 
Reginald and Joan Clancy 14. 50 
Ethel and Thomas Berry | 800 .00 
Anna and Yakm Bandurak 1,206.90 
Sylvia and Clayton Hurlbut 228.70 


The following mileages and committee fee were authorized re the 


above meeting: 


W. H. Brydon $ 1.00 
C, Clark (Second Meeting) Wil: 
D. M. Hunter 2,80 
E, Martin 5220 
S. Rutherford (Second Meeting) Nil 

Committee Fee Transfer 60.00 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMIETTER 
Brampton, February 14, 1967. 

A special meeting of the Good Roads Committee was held on the 
above date at 9:30 a.m. 

Members present: Brydon, Clark, Hunter, Martin, Speck. 

Members absent: Clarkson. 

Also present: Rutherford . 

Chairman R. W. Speck presided. 

The Construction Budget for the year 1967, as prepared by the 
Engineer, was studied along with a proposed Typical Five Year 
Construction Program for Existing County Roads. 

The following items were referred to the Engineer for consider= 
| ation and report: 

(a) Entrance Culverts. 

(b) Miscellaneous Construction not for Subsidy. 

To complete the proposed 1967 Road Budget would require a 
| mill rate of 5.95 mills on an assessment of $255,000,000 and a 
continuing debenture issue of $400,000 for the years 1967, 1968, and 
1969. 

On motion, it was agreed to re-calculate the Five Year Capital 

Program using a mill rate for current Road purposes of 5.2 mills, 
| an increase in the capital repayment in the over-all County Budget 
in excess of 4.25 mills if needed, and consideration of issuing twenty 
year debentures for Road Construction purposes. 
On motion, the Engineer was instructed to consult with the 
Metropolitan Toronto and Region Conservation Authority re a proposed 
: dam and roadway in the Township of Albion, being the extension of 
| No, 10 Sideroad at Bolton. 

The question of County staff manning the County Room at the 
| Ontario Good Roads Convention was discussed, and on motion, it was 
/ agreed that the same arrangements as made in 1966 prevail. 

Moved by D. M. Hunter, Seconded by E. Martin; 

| Be it resolved that all members of County Council be authorized 
| to attend the Ontario Good Roads Convention on Tuesday and Wednesday, 

| February 21 and 22, as delegates with approved expenses paid. 


Carried. 


« Ca 


The following mileages and committee fee were authorized 


re the above meeting: 


W. H. Brydon $1.00 
C. Clark 2.00 
D. M. Hunter 2.80 
BE. Martin ere) 
R. W. Speck 3.20 
So. Rutherford 5.00 
Committee Fee Transfer 80 .00 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 
Brampton, March 7, 1967. 

The Good Roads Committee met on the above date at 1:30 p.m. 
Members present: Brydon, Clark, Clarkson, Hunter, Martin, Speck. 
Members absent: Nil. 
Chairman R. W. Speck presided. 
On motion, minutes of meetings held February 7 and 14, 1967, 
: were adopted. 
Business arising out of the minutes: Nil. 
Communications were received from the following, read and 
| dealt with: 
: Township of Toronto enclosing Deed re dedication of land from D. S. R. 
Holdings Limited (Fred and Annie Mendyk), Pt. East Half, Lot 5, Con. 3, 
| E.H.S., Township of Toronto. Referred to the County Solicitor for 
registration. 
| Ontario Good Roads Association re the 1967 School for Road Superinten- 
| dents. Referred to the Engineer. 
Department of Highways re Assumption of Highway, Plan P-40l0-12, 
| Highway 136, Township of Caledon. Filed and the Clerk instructed to 

acknowledge receipt of same. 
| Department of Highways re Assumption of Highway, Plan P~1573-64, 
| Highway 10, Township of Caledon. Filed and the Clerk instructed to 
| acknowledge receipt of same. 
Mr. T. H. McCullough, Secretary, Applewood Homeowners’ Association, 
| re installation of traffic lights at Dixie Road and Bloor Street. 
| The Clerk was instructed to acknowledge the letter and inform Mr. 
| McCullough that traffic lights are now in operation. 
Township of Toronto enclosing copy of petition from residents of 
| Cawthra Road requesting that land required for the widening of Cawthra 
| Road be taken entirely from the east side of the existing road 

allowance. The Clerk was instructed to acknowledge receipt of the 
| petition, informing the petitioners that their petition would be given 
consideration when engineering is detailed on Cawthra Road. 

Moved by C. Clark, seconded by D. M. Hunter; 

| That accounts as presented totalling $285,498.84 and initialled 
Pay the Chairman be approved for payment (Pay Sheets #11 to 21,inclusive). 


Carried. 


sa Se 


Tenders were opened for fencing on Queen Street. 

Moved by HE. Martin, seconded by D. M. Hunter; 

Resolved that the tender received from H. Louth Fencing for 
Contract 6707, the supply and installation of fence on County Road 
No. 6 from Brampton to Huttonville, be accpeted at unit prices 
totalling $4,064.00, this being the lowest tender received, subject to 
the approval of the Department of Highways and the County Engineer. 

Carried. 

Moved by W. H. Brydon, Seconded by L. Clarkson; 

Resolved that the Department of Highways of Ontario be requested 
to approve the following transfers. 
Within the approved limits of the 1966 By-laws Nos. 1893 and 1894 

$3,700.00 from Bridge and Culvert Construction to 

Bridge and Culvert Maintenance. 

$50,600.00 from Road Construction to Road Maintenance. 

Carried. 

The Engineer presented the following communications which were 
read and dealt with: 
Township of Toronto re Steeles-Kennedy Intersection, requesting that 
action on this intersection be deferred pending further study of the 
County Road Needs Study. The Engineer was instructed to refer this to 
the Town of Brampton for participation. 
Department of Highways of Ontario plan re widening of Highway No. 7 
from Second Line East to Airport Road. The Engineer was authorized to 
inform the Department of Highways that the Road Committee of the County 
of Peel approved of the said design. 
Township of Toronto re Pedestrian Crossing, Malton, and suggesting 
cost sharing arrangements. Referred to the Engineer for a Police Report 
for the next meeting. 
Town of Streetsville re widening of Queen Street. The Engineer was 
authorized to inform the Town of Streetsville that widening of Queen 
Street should be deferred until the grade separation is completed. 

On motion, it was agreed to hold a special meeting of the 


Committee at 9:30 a.m. on the morning of County Council to open tenders 


for Hired Trucks. 


« 3m 


The proposed 1967 budget was discussed. 

Moved by C. Clark, Seconded by E. Martin; 

That the total 1967 budget - County Funds = be recommended 
at $1,918,017.00, to be raised as follows: 

Debenture = $ 700,000.00 
Current Levy = $1,218,017.00 
Carried. 

Moved by D. M. Hunter, Seconded by W. H. Brydon; 

That application be made to the Ontario Municipal Board for 
approval of a debenture issue over the next three years of $400,000.00 
per year to complete the following works: 

Subway = Dixie Road - $ 4hO,000.00 (1967 and 1968) 

Queensway (Toronto Township) - $ 555,000.00 (1967 and 1968 

Terra Cotta Road (Chinguacousy) - $ 60,000.00 (1967) 

Cawthra Road - $ 150,000.00 (1968 and 1969) 

Total $1,205,000 .00 
Carried. 

The following land purchases were approved by the Committee, 
to be forwarded to the County Solicitor for necessary processing: 

Hans and Gerta Natterer $4.82 .50 

Kathryn and Douglas Swackhamer $200 .00 


The following mileages and committee fee were authorized re the 


above meeting: 


W. H. Brydon $1.00 
C, Clark (Second Meeting) Nil 
LL. Clarkson erat, 
D. M. Hunter 2.80 
EK. Martin err 8 
R. W. Speck 3.20 
Committee Fee Transfer 100 .00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, March 16, 1967. 


The Good Roads Committee met on the above date at 9:00 a.m. 
prior to the session of County Council. 

Members present: Clark, Clarkson, Hunter, Martin, Speck. 

Members absent: Brydon. 

Vice-Chairman E. Martin presided. 

Tenders were opened for Hired Trucks for General Maintenance. 

Moved by D. M. Hunter, Seconded by R. W. Speck; 


Resolved that the tender for Hired Trucks for General Maintenance 


work be awarded as follows: 


Derry Yard: 


T. Brocklebank 1 Truck @ $5.00 per hour 
N. Newman 1 Truck @ $5.00 per hour 
V. Robilliard 1 Truck @ $5.00 per hour 


Victoria Yard: 

E. Ryder 1 Truck @ $4.75 per hour 

D. Shaw 1 Truck @ $5.00 per hour 
These being the lowest tenders received, subject to the approval of 
the Department of Highways and the County Engineer. 


Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 
GOOD ROADS COMMITTEE 
Brampton, April 11, 1967. 

The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Brydon, Clark, Clarkson, Hunter, Martin, Speck. 

Members absent: Nil. 

Chairman R. W. Speck presided. 

On motion, minutes of meetings held March 7 and 16, 1967, 
were adopted. 
Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 
Ontario Good Roads Association re appointment of Mr. Bernard J. 
McCaffery as Secretary-Treasurer. Received. 
Canadian Federation of Mayors and Municipalities re Urban Transportation. 
Filed. 
Township of Toronto enclosing Deed re dedication of land from Oscar 
Hilmer Hansen and Werner Hansen, Part Lot 5, Con. 2, N.D.S., Township 
of Toronto. Referred to the County Solicitor for registration. 
Township of Toronto enclosing Deed re dedication of land from Golden B 
Construction Company Limited, Lots 350 and 351, Plan No. TOR4, Village 
of Malton. Referred to the County Solicitor for registration. 
Township of Toronto enclosing Deed re dedication of land from Oliver and 
Pauline Plummer, Part of Lot 4, Plan B-26, Township of Toronto. 
Referred to the County Solicitor for registration. 
Township of Toronto enclosing copy of memo from the Chief of Police 
re parking problem on Dixie Road just south of Derry Road. The Clerk 
was instructed to write to the Township of Toronto informing them that 
the problem will be solved when the new parking control by-law is passed 
by County Council. 
Department of Transport re agreement for financial assistance for 
Britannia Road-Etobicoke Creek Bridge. The Clerk was instructed to 
prepare the necessary by-law for the next session of Council. 

The question of approval of $190,000.00 grant to the Township 
of Toronto in connection with construction on the proposed Queensway 


from Hammond Road to Winston Churchill Boulevard was discussed. On 


— 


motion, the Engineer and the Clerk were instructed to prepare a report 
in this connection for a special meeting of the Road Committee to be 
held at 9:30 a.m., prior to the next session of Council. Said report 
to include consideration of assuming the proposed road as a County 
Road, with the Township of Toronto completing the engineering and 
construction and the financing of such a proposal during 1967. 

Moved by L. Clarkson, seconded by E. Martin; 


That accounts as presented totalling $298,458.28 and initialled 


by the Vice-Chairman be approved for payment. (Pay Sheets #22 -— 3) 


inclusive. ) 


Carried. 
The following tenders were opened: 
(a) Contract 6701-67 -— Dixie Road. 
Referred to the Engineer. 


(b) Contract 6702-67 - Mississauga Road. 


Moved by W. H. Brydon, Seconded by L. Clarkson; 
Resolved that the tender submitted by Bramall and Company 
Construction Limited for Contract 6702-67, the reconstruction of 
Mississauga Road from the west limits of the Mississauga Golf Club to 
Springbank Road be accepted at unit prices submitted, totalling 
$166,131.30, this being the lowest tender received, subject to the 
approval of the Department of Highways and the County Engineer. 
Carried. 
(ec) Traffic Signale — Steeles and Erematea Road. 


Moved by D. M. Hunter, Seconded by W. H. Brydon; 


Resolved that the tender submitted by Stacey Electric Company 
Limited for the installation of traffic Signals at Steeles Avenue and 
Bramalea Road be accepted at a price of $4,050.00, this being the 
lowest tender received, subject to the approval of the County Engineer. 

Carried. 
(d) Maintenance Gravel. 
Moved by E. Martin, seconded by C. Clark; 


Resolved that the tender for the supply of Maintenance Gravel be 


accepted as follows: 


= 2 


Area No. 1 Connor Transport Limited 3,500 tons @ $1.30 per ton 
Area No. 2 Connor Transport Limited 6,500 tons @ $1.52 per ton 
This being the low tender received, subject to the approval of 
the Department of Highways and the County Engineer. 
Carried. 
(e) Supply of Vehicles. 
Moved by EK. Martin, seconded by W. H. Brydon; 


Resolved that the tender for the supply of vehicles be accepted 


as follows: 


1 - 1967 Automobile —- Howard Elliott Motors Ltd. $1,302.64 
1 — 1967 Half Ton Van — Rapley Pontiac-Buick Ltd. $2,317.69 
3 - 1967 Half Ton Pickup Trucks - Port Credit Motors $4,281.78 


These being the low tenders received, subject to the approval of 
the Department of Highways and theCounty Engineer. 
Carried. 
(f) Gasoline and Diesel Fuel. 
Moved by D. M. Hunter, seconded by W. H. Brydon; 
Resolved that the tender for the supply of Gasoline and Diesel 
Fuel be accepted as follows: 
Gasoline Imperial Oil Limited 25,000 gals. @ 21.10¢ per gal. 
Diesel Fuel Imperial Oil Limited 8,000 gals. @ 19.60¢ per gal. 
This being the low tender received, subject to the approval of 
the Department of Highways and the County Engineer. 
Carried. 
(g) Liquid Calcium Chloride. 
Moved by W. H. Brydon, Seconded by L. Clarkson; 
Resolved that the tender submitted by Allied Chemical Canada Ltd. 
for the supply and application of liquid calcium chloride be accepted at 
the unit price of $49.25 per flake ton equivalent, this being the low 
tender received, subject to the approval of the Department of Highways 
and the County Engineer. 
Carried. 
The Engineer presented a letter from the Township of Toronto 
enclosing a draft deed whereby the County conveys to the Township a 


parcel of land to be opened as part of St. Mary's Avenue to form part of 


a turn circle. Approved, and the Clerk was instructed to prepare the 


she 


necessary by-law for the next session of Council. 

On motion, the Engineer was authorized to attend the Ontario 
Traffic Conference Convention — Niagara Falls, April 23-26, 1967. 

The Engineer presented a letter from the Town of Brampton re 
Steeles-Kennedy intersection. Deferred for further consideration when 
the County Road Needs Study is presented to Council. 

On motion, it was agreed that the County Road Needs Study would 
be considered by the Committee at the regular May Committee meeting. 

The following land purchase was approved by the Committee, to be 
forwarded to the County Solicitor for necessary processing: 

Arthur F. Lundy $2,285.00 

An application to purchase was received from the Department of 
Public Works, Ontario, and on motion, the Clerk was instructed to prepare 
the necessary by-law for the next session of Coun¢eil. 


The following mileages and committee fee were authorized re the 


above meeting: 


W. H. Brydon $1.00 
C. Clark (Second Meeting) Nil 
L. Clarkson ae 
D. M. Hunter 2.80 
KB. Martin 020 
R. W. Speek See 
Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 
Brampton, April 20, 1967. 


A special meeting of the Good Roads Committee was held on the 
above date at 9:30 a.m., prior to the session of County Council. 

Members present: Clark, Clarkson, Hunter, Martin, Speck. 

Members absent: Brydon. 

Chairman R. W. Speck presided. 

Moved by E. Martin, Seconded by C. Clark; 

Resolved that the tender submitted by Covassin Construction 
Limited for Contract 6701-67, the reconstruction of Dixie Road from 
1800 feet north of Highway 2 to 250 feet north of Londonderry Blvd. be 
accepted at unit prices submitted, totalling $174,134.60, this being 
the lowest tender received, subject to the approval of the Department 
of Highways and the County Engineer. 

Carried. 

The Engineer reported that Imperial Oil Limited wished to withdraw 
their tender for the supply of Gasoline and Diesel Fuel as, due to an 
oversight, they had forgotten to include sales tax. On motion, the 
Engineer was instructed to write to Imperial Oil Limited informing them 
that they would be required to fulfil their contract as accepted. 

Moved by C. Clark, Seconded by E. Martin; 

Resolved that the tender submitted by Ron Rider Fuels for the 
supply of Gasoline and Diesel Fuel be accpted at the following prices - 

Gasoline - 35¢ per gallon 
Diesel Fuel - 38.5¢ per gallon 
This being the low tender submitted, subject to the approval of the 
County Engineer and the Department of Highways. 
Carried. 

Moved by E. Martin, Seconded by L. Clarkson; 

Resolved that the salary of the County Engineer for the year 
1967 be $12,520.00. 


Carried. 


sa Fag 


There being no further business, the meeting adjourned. 
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MINUTES: 


GOOD ROADS COMMITTEE 
Brampton, May 9, 1967. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Brydon, Clark, Clarkson, Hunter, Martin, Speck. 

Members absent: Nil. 

Chairman R. W. Speck presided. 

On motion, minutes of meetings held April 11 and 20, 1967, 
were adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 
Township of Albion resolution requesting the Peel County Road Committee 
to investigate the possibility of negotiating with the M.T.R.C.A. to 
have a continuation of the present County road extended over the 
proposed dam along 10 Sideroad to 50 Highway. Referred to the Engineer 
with instructions to continue to negotiate with the M.T.R.C.A. and to 
present an interim report in this connection as soon as possible. 
Department of Transport approval of By-law No. 1961. To be circulated 
to all Police Departments within the County as soon as the necessary 
Signs have been erected. 
Township of Chinguacousy re Fire Hall, Pre-emption Traffic Control. 
Approved, with the Township of Chinguacousy to bear costs over the County 
installation contract. 
Department of Highways, Auditor's Report 1966. Filed. 
|Township of Toronto re Queensway Extension. By-law to be prepared to 
assume the west end of the Queensway Extension as a County Road 
for the next session of Council. 

Moved by L. Clarkson, seconded by C. Clark; 

That accounts as presented totalling $179,946.09 and initialled 
by the Chairman be approved for payment. (Pay Sheets #35-47 inclusive.) 

Carried. 
The following tenders were opened: 


(a) 3rd Line Bridge. 


Moved by E. Martin, seconded by W. H. Brydon; 

Resolved that the tender submitted by H. A. Harbridge Construction 
for Contract 6711-67, the construction of a bridge on the 3rd Line 
West in Lot 7, Toronto Township, be accepted at unit prices submitted, 
totalling $157,491.35, this being the lowest tender received, subject 
to the approval of the Department of Highways and the County Engineer. 

Carried. 
(b) 27 Sideroad. 

Moved by D. M. Hunter, Seconded by E. Martin: 

Resolved that the tender submitted by Armstrong Bros. Company 
Limited for Contract 6704-67, the reconstruction of 27 Sideroad from 
Highway No. 10 to the 3rd Line West, be accepted at unit prices 
submitted, totalling $213,888.85, this being the lowest tender 
received, subject to the approval of the Department of Highways and 


the County Engineer. 


Carried. 
(c) Bituminous Materials. 
Moved by Wm. H. Brydon, seconded by L. Clarkson; 
Resolved that the tender submitted by R. E. Law Crushed Stone 
Limited for the supply and application of Bituminous Materials on 
various County Roads, be accepted at unit prices submitted, totalling 
$62,900.00, this being the lowest tender received, subject to the 
approval of the Department of Highways and the County Engineer. 
Carried. 
The Engineer reported re the budget figure for the 3rd Line 
Bridge. 
Moved by D. M. Hunter, Seconded by W. H. Brydon; 
Resolved that $13,000.00 in County funds be transferred from 
Project 6704, 27 Sideroad, to Project 6711, the 3rd Line Bridge. 
Carried. 
On motion, the Assistant Engineer was authorized to attend the 
Prestressed Concrete Institute, Montreal, October 8-12, 1967. 
The Engineer requested permission to employ casual help over the 
age of 70. On motion, the Engineer was instructed to further 


investigate employing casual help under the age of 70, and if this is 


— 


impossible, that consideration would be given to repealing the present 
by-law setting a compulsory retirement age. 

The Engineer presented a letter from the Brampton Water 
Commissioners requesting a delay in the construction of Queen Street 
West. On motion, it was agreed to call tenders with construction to 
start on the south side of Queen Street West if the successful bidder 
SO wishes. 

The question of additional vehicles for survey crews was discussed. 
On motion, the Engineer was authorized to rent the necessary vehicles. 

The question of additional land at Victoria Yard was discussed. 
On motion, the Engineer was authorized to investigate the possibility 
of a new yard at No. 27 Sideroad. 

The following land purchases were approved by the Committee, to 
be forwarded to the County Solicitor for necessary processing: 

Homer R. Swackhammer $ ho2.75 

Mrs. Rita Fines $1,000.00 

The Needs Study was discussed. On motion, it was agreed to 
present the Needs Study at the next session of Council at 3:00 Dells 
and the Clerk was instructed to invite all members of local Councils 
to be present if they so wish. 


The following mileages and committee fee were authorized re 


the above meeting: 


W. H. Brydon $ 1.00 
C. Clark (Second Meeting) Nil 
L. Clarkson 2220 
D. M. Hunter 2.80 
EH. Martin errs) 
R. W. Speck 3020) 
Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, June 6, 1967. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Brydon, Clarkson, Hunter, Martin. 

Members absent: Clark, Speck. 

Vice-Chairman E. Martin presided. 

On motion, minutes of the meeting held May 9, 1967, were 
adopted. 

Business arising out of the minutes: Wil. 

Communications were received from the following, read and 


dealt with: 


Department of Highways re advance payment of subsidy in the amount of 


$203,200.00. Filed. 


Township of Toronto re conveyance by the County to the Township of 
St. Mary's Avenue Turning Circle. Filed. 

Department of Highways re record of cost-plus engineering services - 
municipal, development road and connecting link projects. Filed. 
Department of Highways re items eligible for subsidy - rural 


municipalities. Filed. 


Department of Transport, executed agreement re Britannia Road Bridge. 
Filed. 

Township of Toronto re available grant from the Department of Energy 
for work on creeks and watercourses. Referred to the Engineer. 
Department of Highways approval of By-law 1971 and resolution dated 
April 20, 1967 - County Engineer and Road Superintendent salary. Filed. 
Department of Highways approval of the following expenditure by-laws: 


No. 1968 - $1,500,000.00 


No. 1969 $1,332,400.00 
No. 1984 - $ 485,000.00 Filed. 
Ontario Municipal Board approval of the following debenture issues: 
$360,000.00 and $590,000.00. Filed. 
Township of Toronto enclosing Deed re dedication of land from Frank and 


Albert Amendola, Part of Lot 10, Concession 1, North of Dundas Street, 


Township of Toronto. Referred to the County Solicitor for registration. 


. B= 


Moved by L. Clarkson, Seconded by D. M. Hunter, 

That accounts as presented totalling $337,568.18 and initialled 
by the Chairman be approved for payment. (Pay Sheets #48 - 57 inclusive) 

Carried. 

The Engineer reported that only one tender had been received re 
Contract 6707-67, Queen Street, Brampton to Huttonville. On motion, the 
tender was opened. 

Moved by D. M. Hunter, Seconded by L. Clarkson; 

Resolved that the tender submitted by Armstrong Bros. Company 
Limited for Contract 6707-67, the reconstruction of Queen Street from 
Brampton to Huttonville, be accepted at unit prices submitted totalling 
$333,836.40, this being the lowest tender received, subject to the 
approval of the Department of Highways and the County Engineer. 

Carried. 

The Clerk was instructed to prepare the necessary by-law for the 
next session of Council to expropriate Parts of Lots 17, Concessions /, 
8 and 9, Northern Division, Township of Toronto Gore, and Parts of Lots 
1, Concessions 1, 2 and 3, Township of Albion. 

The question of closing an unused portion of road allowance at 
17 Sideroad and 6th Line East was discussed and, on motion, the County 
Solicitor was instructed to prepare the necessary road closing by-law. 

The Engineer reported that he had received a request from H. A. 
Harbridge Construction to switch the contract for the 3rd Line Bridge 
to another one of their companies. On motion, the Engineer was instructed 
to obtain a legal opinion in this connection before Thursday, and if the 
contract could be switched, that the Warden be requested to call a 
special meeting of Council to deal with this matter. 

The Engineer reported that he had received a request from the 
Chief of Police of the Town of Streetsville re installation of 4-way 
stop signs at 5th Line West and Thomas Street. Referred to the Engineer 
for a report at the next meeting. 

A request was received from Consumers’ Gas Company to lift the 
one foot reserve on Cawthra Road to permit the installation of a 
regulator station...On motion, it was agreed that Consumers! Gas Company 
be granted an easement across the one foot reserve, and if this is not 


possible, that the one foot reserve be lifted. 


< Se 


The Engineer reported that Port Credit Motors were only able to 
supply two 1967 half-ton trucks instead of three 1967 trucks as per their 
tender accepted on April 11, 1967. On motion, it was agreed that delivery 
of the two trucks be accepted, and that a tender be called for a 1968 
model as soon as they are available. 

The Engineer reported on difficulties he was having with the 
Hydro Electric Commission of the Township of Toronto in connection with 
two invoices for work done on County Roads. Referred to the Engineer. 

Moved by W. H. Brydon, Seconded by D. M. Hunter; 

Resolved that the County Needs Study as proposed be adopted and 
that the five recommendations contained in the study be approved. 

Carried. 

On motion, it was agreed to approve an offer to Imperial Oil 
Limited in the amount of $2,330.00 for land on Queen Street West. The 
Appraiser and Land Buyer was instructed to forward the offer to the 
County Solicitor for necessary legal documents. 

On motion, it was agreed to apply to the Ontario Municipal Board 
for a hearing to determine compensation for land expropriation from 


Copeland on Queen Street West. 


The following mileages and committee fee were authorized re the 


above meeting: 


W. H. Brydon $1.00 
iL. Clarkson erat 
D. M. Hunter 2.80 
BR. Martin 5.20 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, June 15, 1967. 
A special meeting of the Good Roads Committee was held on the 
above date at 2:00 p.m. during the session of County Council. 


Members present: Brydon, Clark, Clarkson, Hunter, Martin, Speck. 


Members absent: Nil. 
Chairman R. W. Speck presided. 


The following land purchase was approved by the Committee, to be 


forwarded to the County Solicitor for necessary processing: 
N. H. Copeland $11,000.00 


On motion, it was agreed to offer $6,000.00 in full settlement 


for land expropriated from Elmer Morrison. 


The Engineer was instructed to report on property taken from 


J. KE. Scott at Belfountain. 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, July 11, 1967. 


The Good Roads Committee met on the above date at 1:30 p.m. 

Members present: Clark, Clarkson, Hunter, Martin, Speck. 

Members absent: Brydon. 

Chairman R. W. Speck presided. 

On motion, minutes of meetings held June 6 and 15, 1967, were 
adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 
Township of Chinguacousy stating that the Department of Highways is not 
prepared to extend the special rate of subsidy to cover the County 
standard cross-section on Terra Cotta Road. Referred to the Engineer 


for cost estimate. 


Canadian National Railways requesting approval of Plan SD.3347C. at 


Cawthra Road Crossing. Approved. 


P. L. Hasterbrook, P. Eng., Assistant Engineer - resignation to take 
effect August 4, 1967. Referred to a meeting of the Good Roads Committee 
to be held prior to the next session of Council. 

Department of Highways re County By-law 1983, proposed Queensway 
assumption Hammond Road to Fifth Line, stating that as this short 

segment of roadway will not in itself fulfill the criteria and function 
as a County Road, its assumption is not recommended by the Department. 
Deferred for further consideration. 

Petition from property owners on Airport Road between Highway No. 7 and 
No. 15 Sideroad in the County of Peel, Paqudeting a speed limit of 

4o-h5 m.p.h. Referred to the Engineer with instructions to request a 
report from the Department of Transport. 

Department of Highways re County By-law 1550, deletion of Southdown Road 
from the County Road System, stating that the by-law was unacceptable 

due to the description and form. The Clerk was instructed to prepare the 


necessary amending by-law for the next session of Council. 


oe Og 


The Ford Motor Company requesting an agreement whereby they dedicate 
a 17 foot road widening, but are permitted to use this land for 
displaying cars. Approved, and the Clerk was instructed to prepare 
the necessary by-law for the next session of Council. 

Moved by D. M. Hunter, Seconded by L. Clarkson; 

That accounts as presented totalling $252,129.77 and initialled 
by the Chairman be approved for payment. (Pay Sheets #58 - 69 inclusive.) 

Carried. 

The Clerk was instructed to prepare the necessary by-law for the 
next session of Council to convey a parcel of land from the Corporation 
to John Alexander and Melissa McMullin, Part of the East Half of Lot 13, 
Concession 6, E.H.S., Township of Caledon. 

The Clerk was instructed to prepare the necessary by-law for the 
next session of Council to expropriate Part of the Kast Half of Lot l, 
| Con. 2, W.H.S., Township of Caledon. 

On motion, it was agreed that the next regular meeting of the 
Good Roads Committee will be held August 15, 1967, at 9:30 a.m. 

Moved by R. W. Speck, seconded by D. M. Hunter; 

Be it resolved a complete transportation study be conducted over 
all the municipalities in Peel and incorporating the study already done 
in Brampton, with the cost to be shared by all municipalities on an 
equalized assessment basis and for Department of Highways subsidy, the 
Township of Toronto named as the Township requesting the study. The 
engineering firm of Damas & Smith Ltd. to present to all the municipal- 
ities an appraisal for their consideration and approval. The County 
Engineer to work out details with the Department of Highways for their 
approval. 

Carried. 

The following land purchases were approved by the Committee, to 
be forwarded to the County Solicitor for necessary processing: 

Robert G. and Nora McClellan $309.20 

Nora McClellan $557.80 

On motion, the Appraiser and Land Buyer was authorized to offer 
$8,000.00, with permission to go to $8,500.00, for the Morrison property 


on Queen Street East, Brampton. 


ak. 


On motion, the Appraiser and Land Buyer was authorized to offer 
$2,000.00 for the Shaw property expropriated at Tullamore, and if this 
offer is not accepted, the County Solicitor to apply for a Hearing before 


the County Judge. 


The following mileages and committee fee were authorized re the 


above meeting: 


C. Clark (2nd Meeting) Nil 
L. Clarkson | 2+.20 
D. M. Hunter 2.80 
K. Martin jee 
R. W. Speck 3.20 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 
Brampton, July 20, 1967. 


A special meeting of the Good Roads Committee was held on the 
above date at 9:30 a.m. prior to the session of County Council. 


Members present: Brydon, Clark, Clarkson, Hunter, Martin, Speck. 


Members absent: Bs 

Chairman R. W. Speck presided. 

On motion, the Engineer was authorized to inform the Township 
of Chinguacousy that the County would assume the cost of the County 
standard cross-section on Terra Cotta Road. 

On motion, the resignation of the Assistant County Engineer, 
effective August 4, 1967, was accepted, and the Engineer was authorized 
to engage a replacement. 

On motion, it was agreed that the engineering firm of Damas & 
Smith Ltd. and a senior member of the Department of Highways be invited 
to appear before the Road Committee at the August meeting to discuss 
|| the possibility of a County-wide transportation study. 


There being no furthur business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, August 15, 1967. 


The Good Roads Committee met on the above date at 9:30 a.m. 


Members present: Clark, Clarkson, Hunter, Martin, Speck. 


Members absent: Brydon. 

Vice-Chairman E. Martin presided. 

On motion, minutes of meetings held July 11 and 20, 1967, were 
adopted. 

Business arising out of the minutes: Wil. 

Communications were received from the following, read and 
dealt with: 
Department of Highways re Assumption of Highway, Plan P-1857-257, Queen 
Klizabeth Way, Township of Toronto. Filed and the Clerk instructed to 
acknowledge receipt of same. 
Township of Toronto enclosing deed re dedication of land from Golden-B 
Construction Company Limited in the Village of Malton and being composed 
of parts of Lots 369 to 373 inclusive. Referred to the County Solicitor 
for registration. 

Moved by L. Clarkson, seconded by C. Clark; 

That accounts as presented totalling $330,872.03 and initialled 
by the Chairman be approved for payment. (Pay Sheets 70 - 80 inclusive. ) 

Carried. 
Moved by D. M. Hunter, seconded by L. Clarkson; 


Resolved that the Treasurer be authorized to write off the following 


1964 account receivable: 
Estate of the Late Mrs. Way .........+.. $211.75 
Carried. 

The following items were dealt with: 

(a) Excess Land - 15 Sideroad, Caledon. Retained for park land. 

(b) Shopping Centre - Dixie Road and Highway No. 5. The Engineer was 
instructed to refer to the Consultants to up-date plans and costs 
and further report to the Committee. 


(c) Highway No. 7 Plans - Airport Road to Highway No. 50. Approved. 


(d) Pedestrian Signal - Malton. 

Moved by R. W. Speck, seconded by D. M. Hunter; 

Be it resolved the policy of the County of Peel re the installation 
of pedestrian lights on County Roads be as follows: 

The County of Peel will install and maintain pedestrian 

lights on County Roads at County expense with the 

following qualifications: 

1. The request meets at least 70% of the qualifying warrants. 

2. The municipality submits the survey of the qualifying 

warrants for County approval. 
Carried. 

(e) Land Plans to be filed. The Clerk was instructed to prepare the 
necessary by-law. 

(f) Airport Road - Mono Mills. The Engineer was authorized to liaise 
with Dufferin County re intersection of No. 9 Highway and report 
at the next meeting. 

The following land purchase was approved by the Committee, to be 
forwarded to the County Solicitor for necessary processing: 

Clarence Ostrander $1,100.40 

On motion, an Organization Chart as prepared by the Engineer 
was approved. 

On motion, the Engineer was authorized to advertise for a 
Construction Engineer in accordance with the Salary Schedules to take 
effect October 1, 1967. 

Members of the Department of Highways were present and the 
proposed Area Transportation Study for Peel County was discussed. On 
motion, the Area Study was approved, to be proceeded with on a County 


basis. 


The following mileages and committee fee were authorized re the 


above meeting: 


C. Clark $2.00 
L. Clarkson Sar 
D. M. Hunter ? G0 


fk. Martin 5.20 
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R. W. Speck 5.20 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, September 11, 1967. 


The Good Roads Committee met on the above date at 3:00 p.m. 


Members present: Brydon, Clarkson, Hunter, Martin, Speck. 


Members absent: Clark . 
Chairman R. W. Speck presided. 


On motion, minutes of the meeting held August 15, 1967, were 


adopted. 


Business arising out of the minutes: Nil. 
Communications were received from the following, read and 


dealt with: 


Ontario Housing Corporation re Highway 27 - House Moving Programme. 


Referred to the Engineer. 


Department of Highways copy of Order-In-Council approving By-law 1999. 
Filed. 

Ontario Motor League - Toronto Club, re road signs. The Clerk was 
instructed to acknowledge and suggest that the Ontario Motor League 


contact each local municipality. 


Department of Highways re Fair Wage Policy, Municipal Contracts. 


Referred to the Engineer. 

The Minister of Highways re annual courses for Municipal employees. 
Referred to the Engineer. 

Metropolitan Toronto and Region Conservation Authority resolution 
requesting municipalities to undertake roadside tree plantings. Referred 
to the Engineer for a report. 

sorrento Restaurant re construction work on Queen Street, West of 
Brampton. Referred to the Engineer. 

Department of Highways re Consultant Agreement - Overtime and Mileage. 
Referred to the Engineer, 

Metropolitan Toronto and Region Conservation Authority re Agreement - 
M.T.R.C.A. and County of Peel - Grahamsville Side Road. Referred to 
the County Solicitor. 

Metropolitan Toronto and Region Conservation Authority re proposed Park 


Road, Claireville Conservation Area. Approved. 


oe 


Goodman and Carr, Solicitors for Queensway Iron Works Limited, re road 
and bridge construction, Britannia Road and Fourth Line, Toronto 
Township, County of Peel. Referred to the Engineer for a report, and 
also the County Solicitor. 
Department of Highways re Transfer of Highway, Plan P-4040-15, Highway 
136, Town of Orangeville and Township of Caledon, County of Peel. Filed 
and the Clerk instructed to acknowledge receipt of same. 
Department of Highways re Transfer of Highway, Plan P-4O40-13, Highway 
136, Township of Caledon, County of Peel. Filed and the Clerk instructed 
to acknowledge receipt of same. 

Moved by E. Martin, seconded by L. Clarkson; 

That accounts as presented totalling $442,592.19 be approved for 
payment. (Pay Sheets #81-91 inclusive.) 

Carried. 

The following items were dealt with: 

(a) Shopping Centre - Dixie Road and Highway No. 5. Referred to the 
Engineer to consult with the Engineer for the Township of Toronto 
and the developer for a further report. 

(b) Steeles Avenue and Kennedy Road. Referred to the Town of Brampton 
for review. 

(c) Airport Road and Highway No. 9. The Engineer reported that 
Dufferin County was not interested in changing the intersection. 

(d) Dixie Road and Highway 401 - Speed Limit. Survey re speed limit 
authorized. 

(e) Airport Road - North of Highway No. 7 - Speed Limit. The Engineer 
anepanted a report from the Department of Transport that the speed 
limit could not be changed. The Clerk was instructed to so inform 
the petitioners. 

(f) Appraisal Course. The Engineer reported that the Appraiser and 
Land Buyer had completed two years of a three year Appraisal Course 
and requested approval for the payment of a $90.00 fee for the 
third year. Approved. 

(¢) Right-of-Way Seminar. Appraiser and Land Buyer authorized to 


attend. 


———— 
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(h) Follett - Mississauga Road. The Engineer presented a letter 
from the Solicitors for Mr. Follett requesting purchase of road 
widening now. Referred to the Appraiser and Land Buyer for a 
report. 

(i) Chamber of Commerce - Streetsville. Permission granted to paint 
Centennial Emblems on County Road surfaces in Streetsville. 

(j) Assistant Engineer. The Engineer reported that he had tentatively 
hired a new Assistant Engineer and introduced the Kngineer to the 
Road Committee. 

(k) Land Plan to be filed - Dixie Road Grade Separation. The Clerk 


was instructed to prepare the necessary by-law. 


The following mileages and committee fee were authorized re the 


above meeting: 


W. H. Brydon $ 1.00 
L. Clarkson 520 
D. M. Hunter 2.00 
E. Martin 5.20 
R. W. Speck 3620 
Committee Fee Transfer 100.00 


There being no further business, the meeting adjourned. 


Secretary Chairman 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, October 12, 1967. 

The Good Roads Committee met on the above date at 11:00 a.m. 

Members present: Clarkson, Horwood, Hunter, Martin, Speck. 

Members absent: Brydon. 

Vice-Chairman E. Martin presided. 

Minutes of the meeting held September 11, 1967, were read and 
on motion adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and 
dealt with: 
Prouse, Fitzhenry & Gaskin re Snider property purchase. Received. 
Ontario Good Roads Association re Urban Design Seminar. County Engineer 
to attend with expenses paid. 
Department of Highways re Assumption of Highway, Plan P-2199-26, 
Highway 9, Township of Albion. Filed and the Clerk instructed to 
acknowledge receipt of same. 
Department of Highways re Transfer of Highway, Plan P-4o0-16, 
Highway 136, Township of Caledon. Filed and the Clerk instructed to 
acknowledge receipt of same. 
Township of Toronto enclosing deed re dedication of land from Wallace 
& Christine Nowak, Part of Block A, Plan 326, Cawithra Road, Township 
of Toronto. Referred to the County Solicitor for registration. 
Ontario Good Roads Association re 1968 Annual Convention. The Engineer 
to make the usual reservations. 
Ontario Traffic Conference Newsletter. Received. 

Moved by R. W. Speck, seconded by D. M. Hunter; 

That accounts as presented totalling $381,163.45 be approved 
for payment. (Pay Sheets #92 - 102, inclusive. ) 

Carried. 
The following items were dealt with: 
(a) Division of Land - Dixie and Britannia. Not granted. 
(b) Speed Limit - Kennedy Road, Brampton. The Clerk was instructed 


to prepare the necessary by-law. 


| -e- 


) 
| Moved by L. Clarkson, Seconded by Nance Horwood; 
| 

| 

| 


Resolved that the Chairman of the Road Committee and the Clerk- 
| Treasurer be authorized to sign the petition for interim subsidy. 
, Carried. 
/ Moved by R. W. Speck, Seconded by D. M. Hunter; 


Resolved that the annual salary of the County Engineer 


effective October 1, 1967, be $13,900.00. 


Carried. 
The following tenders were opened: 
(a) Supply of Winter Sand. 


Moved by L. Clarkson, seconded by Nance Horwood; 


Resolved that the tender for the supply of winter sand be accepted 


as per tenders submitted as follows: 


Yard No. 2. 


Yard No. 3. James Dick 


ee 


These being the lowest tenders received, subject to the approval 


of the Department of Highways and the County Engineer. 


Carried. 


ee 
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(b) Supply of Winter Salt. 


——_————————— 


Referred to the Engineer for a report. 
(c) Seeding Contracts - 27 Sideroad. 


Moved by D. M. Hunter, Seconded by Nance Horwood; 


Resolved that the tender received from Royale Paving Ltd. for 


iat 6704-67(S), the seeding, fertilizer, and straw mulch on 


Cf Sideroad from Highway No. 10 to the 3rd Line West, be accepted at 
}unit prices totalling $3,800.00, this being the lowest tender received, 


| 
| 
| subject to the approval of the Department of Highways and the County 
| Bogineer, 

| 


Carried. 


(d) speeding Contracts - Queen Street. 
| 
| 


Moved by D. M. Hunter, Seconded by Nance Horwood; 


Resolved that the tender received from Royale Paving Ltd. for 


Contract: 6707-67(S), the seeding, fertilizer, and straw mulch on 


Queen Street West from McLaughlin Road to the 4th Line West, be accepted 


Armstrong Bros. Company Limited 6,000 Tons @ 1.78 per ton 


5,000 Tons @ 1.48 per ton 


a 


at unit prices totalling $3,325.00, this being the lowest tender 
received, subject to the approval of the Department of Highways and 
the County Engineer. 
Carried. 
(e) Hired Trucks for Winter Sanding. 

Referred to the Engineer for a report. 

On motion, the Engineer was authorized to request permission to 
use the entire front section of the first floor, as well as space in 
the basement of the old Court House for the Kngineering Department. 

The following mileages and committee fee were authorized re the 


above meeting: 


fi. Chaxkeon 5.20 
N. Horwood 1.00 
D. M. Hunter 2.80 
Hi. Martin Jal 
R. W. Speck 3.20 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned. 


Secretary Chairman 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, October 19, 1967. 


A special meeting of the Good Roads Committee was held on the 


above date at 9:30 a.m. prior to the session of County Council. 


Members present: Clark, Clarkson, Hunter, Martin, Speck. 


Members absent: Brydon. 


Chairman R. W. Speck presided. 


Tenders were opened for the supply and installation of pedestrian 


Signals - Airport Road in Malton. 


Moved by L. Clarkson, Seconded by E. Martin; 


Resolved that the tender received from J. A. Watt Limited for the 


installation of pedestrian crossing signals on Airport Road in Malton 


be accepted at a total price of $1,539.64, this being the lowest tender 


received, subject to the approval of the County Engineer. 


Carried. 


Moved by C. Clark, Seconded by D. M. Hunter 3 


Resolved that the tender received from The Canadian Salt Company 


Limited for the supply of winter salt be accepted at a price of $12.72 


per ton, this being one of the low tenders received, subject to the 


approval of the Department of Highways and the County Engineer. 


Carried, 


Moved by C. Clark, Seconded by E. Martin; 


Resolved that the tenders for the rental of trucks for winter 


Sanding be accepted as follows: 
Yard No. 3 (3 trucks required) 
1. Don Graham Excavating - 122 days @ $5.00, 300 hrs. @ $5.00 
2. Howard Shaw ~ 122 days @ $7.00, 300 hrs. @ $5.00 
3. Don Shaw ~ l22 days @ $7.00, 300 hrs. @ $6.00 
Yard No. 2 (4 trucks required) 
1. Stan Archdekin - l22 days @ $7.00, 300 hrs. @ $5.00 
e. Brocklebank Haulage - 122 days @ $7.00, 300 hrs. @ $5.00 
3. Norman Newman ~ 122 days @ $7.00, 300 hrs. @ $5.00 


4. Vic's Haulage - 122 days @ $7.00, 300 hrs. @ $5.00 


These being the low tenders received 


$2,110.00 
$2,354.00 
$2,654.00 


$2,354.00 
$2 5354.00 
$2 5354.00 
$2,354.00 


» Subject to the approval of 


te es 


the Department of Highways and the County Engineer. 
Carried. 
The following land purchase was approved by the Committee, to 
be forwarded to the County Solicitor for necessary processing: 
Jan and Aleida Kroezan $815.00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, November 7, 1967. 


The Good Roads Committee met on the above date at 1230 p.m. 

Members present: Brydon, Clark, Clarkson, Hunter, Martin. 

Members absent: speck. 

Also present: Murray . 

Vice-Chairman E. Martin presided. 

On motion, minutes of meetings held October 12 and 19, 1967, 
were adopted. 

Business arising out of the minutes: Nil. 

Communications were received from the following, read and dealt 
with: 
Department of Transport approval of By-law Number 2016. Filed and the 
Clerk instructed to forward copy of By-law to the Town of Brampton. 
Office of The Director of Titles re application of Casan Developments 
Limited under The Certification of Titles Act. Referred to the Engineer. 
Residents in the area of the intersection of 15 Sideroad, Township of 
Caledon and Airport Road re dangerous condition of the intersection. 
Referred to the Engineer for a report at the next meeting. 
Goodman and Carr, Solicitors for Queensway Iron Works Limited re damages 
Britannia Road and Fourth Line, Township of Toronto. Engineer instructed 
to obtain an appraisal and report at the next meeting. 
Ontario Goéd Roads Association request for resolutions and proposal of 
names for recognition of long service in the cause of good roads. 
Received. 
Ontario Good Roads Association re "IT, J. Mahony" School for Road 
Superintendents. Engineer authorized to enroll the Assistant 
Maintenance Foreman. 

Moved by L. Clarkson, Seconded by C. Clark; 

That accounts as presented totalling $404,605.38 be approved for 
payment. (Pay sheets #103-113 inclusive.) 

Carried. 
The following tender was opened: 


(a) Rental of Snow Plows. 


Moved by W. H. Brydon, Seconded by L. Clarkson: 

Resolved that the tender received for the rental of one (1) 
truck mounted with snow plow equipment be accepted as follows: 
Area 3 Victoria Area: James Dick, Bolton Standby Time $10.00 per day 

Plowing Time $ 9.00 per hr. 

This being the lowest tender received, subject to the approval of 

the Department of Highways and the County Engineer. 
Carried. 

The question of snow plows for Area 1 and Area 2 was referred to 
the Engineer for a report during Council. 

The following items were dealt with: 

(a) Dixie Road - Speed Limit in Highway 401 area. Clerk instructed 
to prepare the necessary by~law. 

(b) Dixie Road Subway - Two (2) houses to be sold. Engineer 
authorized to call public tenders and instructed to notify 
Ontario Housing Corporation and present tenants. 

(c) Proper name of Steeles Avenue through the County of Peel. 

Referred to the Engineer for a report. 
The following land purchases were approved by the Committee, to 


be forwarded to the County Solicitor for necessary processing: 


Edward Stuart Carberry $ 649.50 
Kathryn Ridout 604.00 
Walter & Olga Cholodny 2,104.70 
Kathryn Ridout wer ra ie, 
John & Elizabeth Sullivan 2,063.25 
Karl & Elsa Roth 500 .90 
Director of The Veteran's Land Act 

(Charles G. Barthorpe) 399.60 
Gray & Mary Mills 379.40 
Jack & Violet Mitchell 674.20 
Michael & Mary Conroy 898.10 
George I. Shaw 381.00 
George I. Shaw | 340 .00 
Giuseppe & Rosanna Giglio L'7'7 .50 


Francesco & Vincenza Pileggi 503.80 


Y 
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Heinz & Elfriede Uechert $ 910.00 
Joseph & Ruby Foley 527 230 
John & Theresa Borutski 2 5299.00 
stanley & Helena Kilby L335 500,00 
James Henry Brown 5,702.50 


The following land purchases were discussed and dealt with as 
follows : 

Hart = Britannia Road Bridge = not approved. 

Wingold =~ Queen Street West - request Ontario Municipal Board for 
a hearing. 

Donaldson = Cawthra Road Subway = Engineer instructed to obtain 
appraisal of other properties required in the area. 


Agreements for C.P.R. Subway: 


= Tonolli = Agreement approved and Clerk instructed to 
prepare the necessary by-law. 
- Dixie Co-op = Approved. 
The following mileages and committee fee were authorized re the 


above meeting: 


W. H. Brydon $ 1.00 
C. Clark 2',00 
L. Clarkson pra! 
D. M. Hunter 2.80 
E. Martin 5420 
C. M. Murray 3.20 
Committee Fee Transfer 80 .00 


There being no further business, the meeting adjourned 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, November 16, 1967. 


A special meeting of the Good Roads Committee was held on the 
above date during the session of County Council. 

Members present: Brydon, Clark, Clarkson, Hunter, Martin. 

Members absent: speck. 

Vice-Chairman E. Martin presided. 

Moved by W. H. Brydon, seconded by L. Clarkson; 

As no tenders were received for a truck-snowplow in the ° 
Huttonville Area and a grader snowplow in the Malton Area, be it 
resolved that the Huttonville Area be awarded to Bailey Construction 
at $10.00 per day standby time and $10.00 per hour plowing time and 
that a grader be rented from Dominion Road Machinery for the necessary 
3 months at a rate of $750.00 per month, said grader to be operated 
by County staff, to service the Malton Area, subject to the approval 
of the Department of Highways. 

Carried. 

On motion, it was agreed that Holley Electric Ltd. be authorized 
to install a flashing light and sign illumination at No. 15 Sideroad, 
Township of Caledon, and Airport Road. 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, December 12, 1967. 


The Good Roads Committee met on the above date at 1:30 p.m. 
Members present: Brydon, Clark, Clarkson, Hunter, Martin. 
Members absent: opeck. 
Vice-Chairman E. Martin presided. 
On motion, minutes of the meetings held November 7 and 16, 1967, 
were adopted. 
Business arising out of the minutes: Nil. 
Communications were received from the following, read and 
dealt with: 
Township of Toronto Committee of Adjustment enclosing deed re dedication 
of land from Ben Freedman, Part of Lot 6, Plan A-25, Township of Toronto. 
Referred to the County Solicitor for registration. 
Township of Toronto Committee of Adjustment enclosing deed re dedication 
of land from Eva Elizabeth Hutton and Albert Amendola, Part of the 
Westerly Half of Lot 7, Plan A-25, Township of Toronto. Referred to 
the County Solicitor for registration. 
Ontario Water Resources Commission enclosing Commission's certificate 
for the construction of a storm sewer on Dixie Road from Orenda Road 
to Highway 7 in the Township of Chinguacousy. Referred to the Engineer 


for filing. 


Minister of Highways requesting co-operation of the County with a 
re-evaluation of road needs. The Clerk was instructed to acknowledge 
receipt of same, pointing out that the County of Peel is willing 

to co-operate. 

Canadian Transport Commission re application of the C.P.R. for authority 
under its Customer Service Plan at Agincourt, Ont., to remove 24 agents 
and 5 caretaker-agents from stations on the Trenton Division. Filed. 


Department of Transport approval of By-law No. 2026. Filed and the 


Clerk instructed to forward a copy of the by-law to the Township of 


Toronto. 


a @ a 


Moved by D. M. Hunter, Seconded by L. Clarkson; 
That accounts as presented totalling $761,173.43 be approved 


for payment. (Pay Sheets #114-128 inclusive. ) 


Carried. 
The following tenders were opened: 
(a) Dixie Road Sewer. 
Moved by L. Clarkson, seconded by D. M. Hunter; 


Resolved that the tender received from Bifo Construction Limited 
for Contract 6712-67, the construction of storm sewers on Dixie Road 
from Orenda Road to Highway No. 7, be accepted at unit prices totalling 
Hi5, 343.03 A) gy yur 
$1455365-50, this being the lowest tender received, subject to the 
approval of the Department of Highways and the County Engineer. 

Carried. 
(b) Supply of Truck. 

Moved by L. Clarkson, Seconded by D. M. Hunter; 

Resolved that the tender received from Eric Matson Motors 
Limited for the supply of one half-ton pickup truck be accepted at a 


total price of $2,120.59, this being the lowest tender received, 


subject to the approval of the Department of Highways and the County 


Engineer. 
Carried. 
(c) Supply of Grader Tires. 
Moved by W. H. Brydon, seconded by C. Clark; 


Resolved that the tender received from Thompson Tire Sales and 
Service for the supply of twelve grader tires be accepted at unit 
prices totalling $2,909.59, this being the lowest tender received, 
subject to the approval of the Department of Highways and the County 
Rngineer. 

Carried. 

The following items were dealt with: 

(a) Airport Road and Highway No. 9. Request from the Department 
of Highways approved. 
(bo) Parking on Derry Road. The Clerk was instructed to prepare 


the necessary by-law for the next session of Council to 


a ee 


prohibit parking opposite runway 14 between the 5th and 6th 
Concessions, Hast of Hurontario Street. 

(c) Sale of House on Dixie Road. Offer received, not accepted. 
Engineer to call public tenders. 

(ad) Authorization for Construction Engineer to sign on behalf of 
County Engineer. Approved. 

(e) Northern Electric entrance on Dixie Road. The Engineer was 
instructed to inform Northern Electric that the County is not 
in a position to entertain requests to share in cost of 
relocating entrances. 

(f) Parking Lot. The Engineer was authorized to permit drivers 
of survey cars to take the cars home when off duty. The Engineer 
and the Clerk were authorized to study the possibility of obtain- 
ing additional parking space. 

(g) Chinguacousy Fire Department - Radio Antenna. Referred to 
the Engineer for a report. 

(h) Meeting on Council day - Bridge Tender. 9:30 a.m. 

The following land purchases were approved by the Committee, to 


be forwarded to the County Solicitor for necessary processing: 


Kenneth and Mary Negata $ 1,305.00 
Gerhard and Martha Karle 399.50 
Frank and Nancy Ietswaard 463.54 
Michael Czornobrywyi 848.30 
Guiseppe and Guiseppina Casola 1,322.20 
Emmerich and Brigitte Moricz 418.00 
Metro and Mary Bonazew 395.80 
Juozas Smailys 46.10 
Karl Egner 1 5t30. 20 
Andrew and Eleonore Potovszky 461.60 
George McCullough 559.80 
Francesca and Guiseppe Guaragna 

John and Carmen Guaragna 783.50 
Ivan Pisocky; 383.20 
Raymond and Pearl Vince 706.50 


Stuart Alvin Carberry 655.00 


~he 


Pietro and Angela Armenio 


Guiseppe and Liboria Cirasella £ 1,101.60 
Kiva Sumpter ais LO 
Michael Weir Se UU 
Markborough Properties Ltd. 225.00 
Peter and Iefje Glasz 816.00 
Loretta Miller 4,000.00 
Estate of Alfred Purvis Hart 5,991.50 


The following land purchases were discussed and dealt with as 
follows: 

Flowers - 3rd Line Bridge - The Right-of-Way-Officer was instruc- 
ted to contact Mr. Flowers and view the pictures taken before and 
after the expropriation. 

Milsom - 3rd Line Bridge - Offer in the appraisal amount of 
$2,400.00 approved. 

Brampton Golf Club - approved at a total of $2,000.00, $500.00 
for land expropriated on the lst Line East and $1,500 in connection 
with the easement - new Court House sewer. 


The following mileages and committee fee were authorized re the 


above meeting: 


W. H. Brydon $ 1.00 
C. Clark 2.0) 
L. Clarkson 5.20 
D. M. Hunter 2.80 
iE. Martin ese 
Committee Fee Transfer 80.00 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, December 19, 1967. 


A special meeting of the Good Roads Committee was held on the 
above date at 9:30 a.m., prior. to the session of County Council. 

Members present: Brydon, Clark, Clarkson, Martin. 

Members absent: Hunter, opeck. 

Vice-Chairman E. Martin presided. 

Tenders were opened for the construction of a culvert on the 
5th Line West. 

Moved by L. Clarkson, seconded by W. H. Brydon; 

Resolved that the tender received from Covassin Construction 
Ltd. for Contract 6801, the construction of a culvert on the 5th Line 
West, Township of Toronto, be accepted at unit prices totalling 
$29,711.80, this being the lowest tender received, subject to the 
approval of the Department of Highways and the County Engineer. 

Carried. 


There being no further business, the meeting adjourned. 
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of the Queensway will presumably start at the eastern boundary and 
dependent on the funds made available by the County and the Department 
of Highways, construction in this area could be from 5 to 10 years in the 


future. However, it is our recommendation that the necessary steps be 
taken to reserve this right-of-way. 


(e) In meeting with the Town of Mississauga engineering staff. we find 
that they have also been requested to report on this subject. We both 
feel that much of the information available from the needs study would 
be useful in this regard and by utilizing the various engineering staffs 
in the County, a transportation study could be developed. We would 
recommend that joint meetings be held between the various engineering 
staffs, the Consultants doing the needs study and the Department of 
Highways, to ascertain the best manner in completing such a study. 


(f) In order to up-date the agreement with Mississauga for that portion 
of the Queensway between Etobicoke and Dixie Road, the engineer of 
Mississauga was contacted to obtain the latest construction estimates. 
His reply was that no new agreement would be necessary as the Town would 


be requesting the County to assume this portion before construction 
commences. 


MINUTES 


GOOD ROADS COMMITTEE 


Brampton, November 21, 1968. 


A special meeting of the Good Roads Committee was held on the 
above date at 1:30 p.m., during the session of County Council. 

Members present: Brydon, Clark, Martin, McMullin, Speck. 

Members absent: Hunter. 

Chairman C. Clark presided. 

The following communication was received, read and dealt with: 
Town of Mississauga requesting the County to negotiate with the Borough 
of Etobicoke for the design plans, tendering and construction of the 
Bloor Street and Queensway Bridges over the Etobicoke Creek, and that the 
County Council proceed with the extension of the Queensway from the 
Etobicoke Creek to Dixie Road. 

Moved by R. W. Speck, Seconded by E. W. Martin; 

Resolved that the County commence negotiations with the Borough 
of Etobicoke for the design and construction of the Bloor Street Bridge 
and the Queensway Bridge, and the County commence the design of the 
Queensway between the Etobicoke River and Dixie Road. 

Carried. 


There being no further business, the meeting adjourned. 
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MINUTES 


GOOD ROADS COMMITTEE 


Brampton, December 10, 1968. 


The Good Roads Committee met on the above date at 1:00 p.m. 

Members present: Brydon, Clark, Hunter, Martin, McMullin, 
speck. 

Members absent: Nile 

Vice-Chairman D. M. Hunter presided. 


On motion, minutes of meetings held November 14 and 21, 1968, 


were adopted as circulated. 


Business arising out of the minutes: 


*Dealt with later on the agenda. 


Moved by W. H. Brydon, seconded by E. W. Martin; 

That accounts as presented totalling $701,831.98 be approved 
for payment (Pay Sheets #118-132, inclusive). 

Carried. 

Communications were received from the following, read and 
dealt with: 
Department of Highways re Transfer of Highway, Township of Chinguacousy 
(original Highway { at 3rd Line West). Filed and the Clerk instructed 
to acknowledge receipt of same. 


Town of Mississauga enclosing resolution: 


"Whereas Possum Drive and Airport Road intersection is hazardous 
and whereas the intersection will soon be created as a full X 
intersection, with the development of Slough Estates, be it 
resolved that the County of Peel investigate the need for traffic 
lights at this intersection, particularly in the rush hour periods." 

Deferred until intersection is completed. 

Department of Transport approval of the following by-laws: 

1) By-law 2092, Speed Limit - Cawthra Road. 

2) By-law 2118, Through Highways. 

3) By-law 2119, Stopping, Standing and Parking. 


Filed and the Clerk instructed to notify the local municipalities 


eoncerned. 


cn DD ig 


The following tender was opened: 


(a) Truck and Grader Tires. 


Al's Tire Service $3,492.64 

B. F. Goodrich $2,997.92 

Goodyear Truck Centre $2,986.66 

Tire Services by J & M $2,505.30 
Moved by E. W. Martin, seconded by J. I. McMullin; 


Resolved that the tender received from Tire Services by J & M 
for the supply of 12 grader and truck tires be accepted at unit prices 
totalling $2,505.30, this being the lowest tender received, subject to 
the approval of the Department of Highways and the County Engineer. 

Carried. 

The Engineer presented the following items: 

¥(a) Request from Town of Mississauga to review Speed Limits in 
Ward 4. The Engineer's recommendation approved, and the Clerk 
instructed to prepare the necessary by-law. 

*(b) Re-alignment of 17 Sideroad at Highway 50. Deferred pending 
decision on Township of Albion proposal. 

*(c) Negotiations for the design and construction of the Bloor Street 
bridge and the Queensway bridge. The Engineer was authorized to 
proceed with negotiations. 

*(d) Disposition of the following houses: 

1) Petch. The Engineer was instructed to prepare an evaluation, 
said evaluation to be used as a reserve bid. Public tenders 
to be called for entire holding. 

2) Donaldson. Rent at proper rental, subject to the approval 
of the Committee. 

*(e) County offer received from Lilmar Developments - C.P.R. Subway. 
Counter offer of $47,500.00 approved. 

The Engineer presented an interim report on the Malton inter- 
section as received from the Consulting Engineers. The Engineer was 
instructed to proceed with a rough draft of the proposed alignment, 
after which a further meeting will be held. 

On motion, the Clerk was instructed to prepare the following 


by-laws: 
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1) H.E.P.C. - settlement approved by Committee on February 6, 


1968 - to execute agreement stating County will pay for 


relocation of tower if and when required. 


2) Adamson - settlement approved by Committee on February 6, 


1968, - to execute agreement on use of easement. 


r The following land purchases were approved by the Committee, 


to be forwarded to the County Solicitor for necessary processing: 


Angelo and Eva Riccitelli 


Aileen T. Pendergast 


The following mileages and committee fee transfer were 


‘ authorized re the above meeting: 
W. H. Brydon 

CG. Clark 

D. M. Hunter 

EH. W. Martin 

J. L. McMullin 

R. W. Speck 


Committee Fee Transfer 


secretary 


HHR: sm 


$ 675.50 


$4,032.50 


$1.00 
2.00 
3.40 
5.20 
5.00 
3420 


100.00 


There being no further business, the meeting adjourned. 


Chairman 


